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E  X  H  I  BIT 


Description  of  Project 


Beginning  at  the  intersection  of  the  southeasterly 
sideline  of  V7ashington  Street  and  the  northeasterly  sideline  of 
Bedford  Street; 

Thence  running  in  a  generally  southeasterly  direction 
along  said  northeasterly  sideline  of  Bedford  Street  to  a  point,  said 
point  being  the  intersection  of  the  northeasterly  sideline  of 
Bedford  Street  and  the  southeasterly  sideline  of  Harrison  Avenue 
Extension  extended  thereto; 

Thence  turning  and  running  in  a  generally  southwesterly 
direction  along  said  southeasterly  sideline  of  Harrison  Avenue 
Extension  to  a  point,  said  point  being  the  intersection  of  the 
southeasterly  sideline  of  Harrison  Avenue  Extension  and  the  south- 
westerly sideline  of  Exeter  Place; 

Thence  taming  and  runnin9  in  a  generally  northerly 
direction  across  Harrison  Avenue  Extension  to  a  point,  said  point 
being  the  intersection  of  the  southwesterly  sideline  of  Norfolk 
Place  and  the  northwesterly  sideline  of  Harrison  Avenue  Extension; 

Thence  turning  and  running  in  a  generally'  northwesterly 
direction  along  said  southwesterly  sideline'of  Norfolk  Place  to 
a  point,  said  point  being  the  intersection  of  the  northv.'esterly 
sideline  of  Washington  Street  and  the  southwesterly  sideline  of 
Norfolk  Place  extended  thereto; 

Thence  turning  and  running  in  a  generally  northeasterly 
direction  along  said  northv.'esterly  sideline  of  Vvashington  Street  to 
a  point,  said  point  being  the  intersection  of  said  northv;esterly 
sideline  of  Vvashington  Street  and  the  northeasterly  sideline  of 
West  Street; 

Thence  turning  and  running  in  a  generally  southeasterly 
direction  across  V7ashington  Street  to  the  point  of  beginning,  said 
point  being  the  intersection  of  the  southeasterly  sideline  of 
\7ashington  Street  and  the  northeasterly  sideline  of  Bedford  Street. 


(3)  To  consider  the  public  improvements  proposed  to  be 
undertaken,  including  the  construction,  reconstruction, 
alteration,  and  repair  of  streets,  utilities,  and  parks; 

(4)  To  consider  the  plan  for  making  land  available  for 
development  or  redevelopment  by  private  enterprise  or  public 
agencies  as  authorized  by  law; 

(5)  To  consider  the  plan  for  a  program  of  repair  and 
rehabilitation  of  buildings  or  other  improvements  in  the  Project 
Area; 

(6)  To  consider  the  Relocation  Program  for  the  Project 
Area,  which  will  be  open  for  discussion,  and  available  for 
examination  at  the  hearing;  and 

(7)  To  afford  a  reasonable  opportunity  to  all  persons, 
including  representatives  of  organizations,  to  appear  and  to 
present  their  view  with  respect  to  the  Project. 


INFORMATION  AVAILABLE 
FOR  PUBLIC  EXAMINATION 

The  Urban  Renewal  Plan  containing  maps  of  the  Project  Area 
and  the  Relocation  Program  are  en  dicplay  and  available  at  the 
offices  of  the  City  Clerk  of  the  City  of  Boston. 


PROJECT  AREA  DESCRIPTION 

The  Central  Business  District/Bedford-West  Urban  Renewal 
Project  Area  is  described  below;  it  is  within  this  area  that  the 
public  improvements  and  other  developments  proposed  under  the 
Urban  Renev,/al  Plan  would  be  undertaken. 


PERIMETER  BOUNDARIES 

That  certain  tract  of  land  situated  in  the  City  of  Boston, 
County  of  Suffolk,  Commonwealth  of  Massachusetts,  and  bounded 
generally  as  follows: 

Beginning  at  the  intersection  of  the  southeasterly  sideline 
of  Washington  Street  and  the  northeasterly  sideline  of  Bedford 
Street; 
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Thence  running  in  a  generally  southeasterly  direction 
along  said  northeasterly  sideline  of  Bedford  Street  to  a  point, 
said  point  being  the  intersection  of  the  northeasterly  sideline 
of  Bedford  Street  and  the  southeasterly  sideline  of  Harrison 
Avenue  Extension  extended  thereto; 

Thence  turning  and  running  in  a  generally  southwesterly 
direction  along  said  southeasterly  sideline  of  Harrison  Avenue 
Extension  to  a  point,  said  point  being  the  intersection  of  the 
southeasterly  sideline  of  Harrison  Avenue  Extension  and  the  south- 
westerly sideline  of  Exeter  Place; 

Thence  turning  and  running  in  a  generally  northerly 
direction  across  Harrison  Avenue  Extension  to  a  point,  said 
point  being  the  intersection  of  the  southwesterly  sideline  of 
Norfolk  Place  and  the  northwesterly  sideline  of  Harrison  Avenue 
Extensi  on; 

Thence  turning  and  running  in  a  generally  northwesterly 
direction  along  said  southwesterly  sideline  of  Norfolk  Place 
to  a  point,  said  point  being  the  intersection  of  the  northwesterly 
sideline  of  Washington  Street  and  the  southwesterly  sideline  of 
Norfolk  Place  extended  thereto; 

Thence  turning  and  running  in  a  generally  northeasterly 
direction  along  said  northwesterly  sideline  of  Washington  Street 
to  a  point,  said  point  being  the  intersection  of  said  north- 
westerly sideline  of  Washington  Street  and  the  northeasterly 
sideline  of  West  Street; 

Thence  turning  and  running  in  a  generally  southeasterly 
direction  across  Washington  Street  to  the 'point  of  beginning, 
said  point  being  the  intersection  of  the  southeasterly  sideline 
of  Washington  Street  and  the  northeasterly  sideline  of  Bedford 
Street. 


STATEMENT  CONCERNING  PUBLICATION  OF  HEARING 

A  notice  in  substantially  the  form  of  the  foregoing  notice 
shall  be  published  at  least  once  a  week  for  not  less  than  two 
successive  weeks  immediately  prior  to  the  date  of  the  City 
Council  public  hearing,  in  at  least  one  newspaper  of  general 
circulation  of  Boston.   The  first  publication  will  be  not  less 
than  ten  days  prior  to  the  date  of  the  hearing,  inclusive  of  the 
date  of  publication  but  exclusive  of  the  date  of  hearing. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:  FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 


BINDER  NO, 


CBD  -  Bedford-West  Urban   Renewal   Area 
Boston   Redevelopment  Authority 
Boston,  Massachusetts 


SUBMISSION   DATE: 


APPLICATION  FOR  LOAN  AND  GRANT 


Form  HUD-612 


Code  No.   R-201(l) 


The  application  for  Loan  and  Grant,  Form  HUD-612,   is  attached. 
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( 


U.  s.  DL'P/.roiMi  111  or  HO'j'.iMC  ruo  v':v.mi  otvf  i.oo/lnt 

URfiAK'      (  MLWAL   f'ROCKAM 


APPLICATiOK  FOn  LOAl^  AND  GRANT 


IXSTIU  C.TIO^^:    I'lri^itc  niif.ir.nl  ond  injuirrd  copic-.  foiUUL).     Place 
CiiilJr.nt  III  I'li.Jrr  .\'i.    /,  rrjii,  s   in  tci-.iiinii:!^  I'inJirs. 


IK  OJI    C  1      LUL  A  L  I  1   Y 

Boston,  Massachusetts 


Bed ford- West 


fllOJLC  ^    NU ./lit.  F( 


Mas-s Rr 


DM  L    KLCLIVLD   ilo   ir   jilUU   in   /.>    IlilJJ 


A.  cokporatc  name  of  applicant 


Boston  Redevelopment  Authority 


B.     TYPE  OF   APPLICAT  ION 


Dc]   Temporary  Loan  and/or  Capi'.al  Granl,  for  project  execution    (^Cor.-iplcto  all  blocks^] 
[     i   Temporary  Loan,  for  early  land  acquisition   (^Leavc  Blocks  D  and  E  Blank^J 


C.    SUBMISSION 

rx]  Initial  application  '     "  '  ■ 

I     I  Revision  of  previously  approved  application  dated 

I      I   Clinnge  in  project  area  boundaries 

I      I    Revision  in  Temporary  Loan 

I      I    Revision  in  Project  Capital  Grant 


,  19 ,  for  purpose  < 


I     I    Revision  in  Relocation  Giant 
I      I    Revision  in  RelKibilil,ation  Grant 
I     I  Other  (Explain; 


0.    REPAYMEitT  OF  ADVANCES 

Upon  undertakins  this  project,  the  Applicant  will  repay,  with  interest,  Title  ladvances  in  the  sums  indicilcd 
nnd  in  accordance  with  the  contract  sliov/n  below: 


ADVANCC    C0NT';ACT    h.a".'.  d  l  r 


AMOUNT    OF    CONTRACT 


AMOUNT   ADVA'VC  r;[;  L".L'Lf<  CO" 


Not  Applicable 


$ 


C.     EXISTIfJG  FEDEIiAL  AUTHORIZATION'S 

Estimated  survey  and  i)lnnnini:  costs  for  this  project,  in  accordance  with  the  most  recent  approved  Survey  an 


Planning  Budf.el  Ko. approved  on 


19. 


r.  TYPE  AND  AMOUt.T  OF  FUNDS  Btl:.'C  APPLIED  FOR 


TYPE 
(CKccl.  op;>ticnlU  Items) 


[xD  T       ,'ORARY  LOAN 


Pn   )      JJECT  CAPITAL  GRANT 
[XJ  2/3  3/J  Oasis: 

Uasis  |~~1    Limileii  jimject  costs 

\^    Muiiii  ip.ilily  v.itli  poiiuLiljon  of  ?iO,000  or  less 
I       I    In  111  J.  Vfh.ji:;iriil   Arr.i,  r.uiiiir  i[i:i  lil  y  ^^il!l 

popiil.il  ii-ii  of  noro  tliiii  ".0,000 


Hi]    RELOCATION  GRANT 


L]    rvi;ilA}'.lL))-AT10N  GRANT 


TOTAL  AS'.OLWT 


7,337.280 


5.556.006 


255,274 


i 


coy.i'Ln r.  om.y  if  it 


AMOUST  OF  CHASG. 

It)   or    (-) 


(      )  i 


(     )  i 


(     )  I 


(     )  $ 


G.     ri;OCI(AM 


Till.-  I  of  il,.-  II'..:  .i.i;;  A.  1  <.t  I'M'). 

IC-  J    ;i.;    .ilii'Ill.'l    to   il     '•■ 


Title-   I  of  tl,.-   llnu'-in/;  A<  I   of   I'M'i,   .i-.  .u.  i-i.li  .1 

l—l    i.finr  lo  11,.     II..I1    il,)-    \.  I   (.(   \<):A 


l„  ,     l-.l    (.,■'.  )■     I   (      OM   ,1. 


(U,  .  ') 


H.    CATLCO.'IV  Of    f'KOJ!;CT   LLi:.UIL1TY 

liUcf  Ko:n;ui  iu;:nlKT  (IcsifiKilion  nr.  clicckftl  on  Form  IIL'n-C120.   Sunini'iiry  of  I'toji-ci  Pata: _y 

Jf  projfTl  i.;  VMuliT  "(lh.;r.|rr  Mrc:i''  ifovisidii'^  of  Srctjon  HI  ofTilli-  1.  chrrfi  licrc;  f3) 

I.      APPLICATION 

The  Applicant  InToby  n;plicri  to  tlii'  United  fJHtc;;  of  Ainrrira  for  the  fiiuncia!  ass'iAlanrc  irulirritr  d  in  Hlork  P 
^   above.  ui.dcT  the  i.ro\  i:iitnKS  of  Tille  I  as  identified  in  I'lotk  G  abo\-e,  to  aid  in  finiincini;  llic  ])roject  de^■cIibcd 
w   in  ttiis  apjiticalion. 

h     SUPPOKTINC  COCUmCNTATIOH 

Tbc  documentation  siit-.mitted  in  si:;*.port  of  this  application  sjmll  be  considi-red  part  of  this  application. 


<..  ESTiMATro  couPLPTiON  DATC  OF  pRojiTCT  cxrcuTiOK  STACC:       JuHe   30     ■ 

(CcmpUlc  I'.c  [iilU'itiiig  irsiincliJ  iir-ie  scliedi.U  of  itOjOr  steps  in  cxccunr.^  the  project) 


19  74 


NUVnrR    or   kiCNTHS 

TOTAL  FOR  ACTIVITY 
(o) 

FKOM   CONTRAC  T 

EXECUTION    TO 

PROJECT  ACTIVITY 

• 

START  OF  ACTIVITY 
(b) 

COM.  OF  ACTIVITY 
(c) 

1.  Rehabilitation  to  meet  project  cotrplction 
leqiiiren-.cnls 

2.    Land  acfjuisilion 

June  1966 

September  1966 

3.    Relocation  of  site  occupants 

August  1972 

March  1973 

4.    Demolition  and  site  clearance 

February  1974 

March  197^ 

5.    Site  preparation,  includins  in.stallation 
of  project  i.7)prover!ieiil5 

March  1974 

November  1974 

C.    Di.si)05ilion  of  la;:d  in  project  area 

June  1974 

7.    Financial  sctlleir.cnl  and  project  completion 

(After  con:plvtii-'n  nf  r.ioi-r  activities ) 

June  1974 

.     PF.OJtCT  AStA  r.OUNDA.VIES 


The  project  area  herein  described  is  the  identical  area  covered  by  the  Urban  Rcnov.-al  or  Redevelopment  Plan  as 
approved  by  the  covcrrunc  body  of  the  Local  Public  Asency  on        February   8,    1973 .  19 . 

(Describe  bouririarirs  of  yrojecl  as  set  fiut',  in  each  Plan  and  clinch  to  this  cpplicationj 


EXECUTION 

IN  \V1TNE.':S  WHFREOF,  the  applicant  bar,  caused  this  application  to  be  executed  in  its  name,  and  its  seal  to  be 


hereunto  fixed  and  attcitetl,  this 

sealU 


day  of 


.  ^0. 


Boston  Redevelopment  Authority 

"~\  C ft*f i^JToTTTVf  m e  vf  Ai-plteofit 


ingnQturt 


Director 


Titic 


City_Ha1J_.^XJ:jjt:x-H^"l   Sqiia rp 


Address 


Boston.  Massachusetts__022Q L_ . 


Cfi).  .si..(. ,  ".,./  //;■  I  >lr 


.illoii    |.>   lU  I- 


»c.   ..n  A,,.|,.-.>l,  .,.  (..,  1  ,.,l,.    I.,,,.  I  A>.,.n-n. ...'.f   .■.lH,,l,.l.fr,  .l,v,-  .l.,l.-   or  II,-   C,..,l,.,.l   l,.,   I.< vl  C i   fur  ,.r,>,,-.l   . 

;i»«.      C..ni-1-u-    l.m.  »    ?,    J.    I    I,   11. il    l,-.\r    Liii.-I    I,    '.,    (.,    ""'I   '    M'l.V. 

■•:-.    ,.M   A,H,.  ..M  „.   (,.-    1   ...tv    I. 1   A .l..n    I. .l.l.,..    ..„    ..hr...   ••.„v,.„.l   .,,   U-l ...w„l   u.   i;,,l,v..,, ,..    Pl ••    o,.,.'..v  .-l"    .-... 

iin.  11    ■•.!.  H,  r,|  ,  .1    I,,  i|„.    l;,    ,,.|„li..,i  ...1  .|.l.  .t". 

....-■  ■      '  IIHI)  .'.  I  ?  f  !.■'  /  .') 


APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO, 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.    mSS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE; 

Boston  Redevelopment  Authority 


Bostoii,  Massachusetts 


APPLICATION  FOR  LOAN  AND  GRANT  Boundary  Description         Code  No.   R-201(2) 


The  Bedford-West  Urban  Renev/al   Area  of  the  Central   Business  District  is 
that  certain  tract  of  land  situated  in  the  City  of  Boston,  County  of 
Suffolk,  Commonwealth  of  Massachusetts,  and  bounded  qenerally  as  follows 

Beginning  at  the  intersection  of  the  southeasterly  sideline  of 
Washington  Street  and  the  northeasterly  sideline  of  Bedford 
Street; 

Thence  running  in  a  generally  southeasterly  direction  along  said 
northeasterly  sideline  of  Bedford  Street  to  a  point,  said  point 
being  the  intersection  of  the  northeasterly  sideline  of  Bedford 
Street  and  the  southeasterly  sideline  of  Harrison  Avenue  Extension 
extended  thereto; 

Thence  turning  and  running  in  a  generally  southwesterly  direction 
along  said  southeasterly  sideline  of  Harrison  Avenue  Extension 
to  a  point,  said  point  being  the  intersection  of  the  southeasterly 
sideline  of  Harrison  Avenue  Extension  and  the  southwesterly  side- 
line of  Exeter  Place; 

Thence  turning  and  runninn  in  a  generally  northerly  direction 
across  Harrison  Avenue  Extension  to  a  point,  said  point  being  the 
intersection  of  the  southv/esterly  sideline  of  Norfolk  Place  and 
the  northwesterly  sideline  of  Harrison  Avenue  Extension; 

Thence  turning  and  running  in  a  generally  northwesterly  direction 
along  said  southwesterly  sideline  of  Norfolk  Place  to  a  point, 
said  point  being  the  intersection  of  the  northwesterly  sideline 
of  Washington  Street  and  the  southwesterly  sideline  of  Norfolk 
Place  extended  thereto; 

I 
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Thence  turning  and  running  in  a  generally  northeasterly  direction 
along  said  northwesterly  sideline  of  Washington  Street  to  a  point, 
said  point  being  the  intersection  of  said  northwesterly  sideline 
of  Washington  Street  and  the  northeasterly  sideline  of  VJest  Street; 

Thence  turning  and  running  in  a  generally  southeasterly  direction 
across  Washington  Street  to  the  point  of  beginning,  said 
point  being  the  intersection  of  the  southeasterly  sideline  of 
Washington  Street  and  the  northeasterly  sideline  of  Bedford 
Street. 


i 
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APPLICATION  FOR  LOAN  AND  GRANT  BINDER  NO, 

PART   I:      FINAL   PROJECT  REPORT 
PROJECT  NO.    MASS.    R- 


CBD  -  Bedford-West  Urban   Renewal   Area  SUBMISSION  DATE; 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LABOR  STANDARDS  Code  No.    R-202 


An  approved  Form  HUD-647,   Determination  of  Prevailing  Salaries  of  Technical 
Positions,   is  on  file  with  the  Redevelopment  Authority. 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO. 

.  PART   I:      FINAL   PROJECT  REPORT 

f  PROJECT  NO.   MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE; 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


COMMUilTY  REQUIREMENTS  DATA  Code  No.   R-211 


The  latest  Workable  Program  submission  for  the  City  of  Boston  is  pending 
approval   by  the  Boston  City  Council.     Recertification  is  anticipated 
shortly. 


\ 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO. 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.    MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 

PROJECT  AREA  REPORT  Boundary  Revisions  Code  No.  R-212(l) 


The  Bedford-West  Project  Area  encompasses  properties  acauired  under  the 
CBD  Early  Land  Acquisition  Program  plus  abuttinq  street  and  sidewalk  areas 


I 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO, 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.    mSS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


PROJECT  AREA  REPORT  Project  Area  Maps  Code  No.   R-212(2) 


The  following  maps   are  submitted  with  this   report: 
Map  5:     Existing  Land  Use 
Map  6:     Building  Deficiencies  and  Proposed  Treatment  Area 
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U.   S.   DEPARTMENT    OF   HOUSING  AND  URBAN   DE VELOPJ-',ENT 

SUMMARY    OF    PROJECT    DATA 
(Urban   Renew?!    Prograr.) 

PRCJtCl     LOCALIlI 

Boston,  Massachusetts 

fRCjfCT     l,ii.'t 

CBD-Bedford-West 

Mass.   R- 

COIiGRESSICSAL    CilSTRICl     IN    'A  H  1  C  H 
PROJECT    AREA     15    SITUATED    10 

Ih'STnVCTIOSS:       Place    original     curl    2    copies     in    BinJer    A'o .     J,     end    one    copy    each     in    other     binrlcrs. 

A.     CATEGORY    OF    PROJECT    tLIGIEILITY    (Check    one;     see    Urban    flcnfca/    Hanual.     Chapter    3-2) 

CATEGORY 

PRESTNT   CHARACTER   OF   AREA 

EXTENT  OF   PRESENT 
DEVELOPMENT 

PROPOSED  REUSE 

[]I 

Predomi Dan t ly    reeidential 

Bu  i 1 1    up 

Any 

[Jn 

Predominantly    residential 

predominantly   open    land 

Any 

[J    HI 

Not    predominantly   residential 

Ruilt    up 

Predominantly   res idcnt ia 

[]IV 

Not    predominantly    residential 

Predominantly    open    land 

Predominantly   residontis 

Ty  1   V          Nonreo  ider t  ia 1 
'■J^                   Exception 

Not    prcdominanl 1 y    residential 

Bu i 1 1   up 

Not    predurjiinant  !y   resident 

1      1   ,.,        Nonrcs  idcnt  ial 
I   J                   Exception 

Kot    predominantly    residontial 

Predominantly   open    land 

Not    predominantly    resident 

1      1   ,...      College,    I'Divorsity, 
L  J    ^'^          or   Hospital 

Any 

Built    up 

Any 

r    1   VI TT  Collcpe,    UriiveiBity, 
LJ    ^"i        or    Hospital 

Any 

Predominantly   open    land 

Any 

[]1X 

- 

Open    land 

Predominantly   residentio 

[JX 

- 

Open    land 

Not    predorsinant  ly   resident 

1      1  „.        Area   F.edcve  loprrient 
L  J  ■^'-            Except  ion 

Not   predominantly   residential 

Bu  i 1 1    up 

Not   predominantly   resident 

1      1  YiT      Area   Redevelo[>tr«?nt 
LJ  •^"          Exception 

Not    predominantly    residential 

Predominantly   open    land 

Not    predominantly    resident 

n 

E.    riPE  OF  TREATKEKT  OF  AREA 

[y]    CLEAPJ^VCE    AREA    ONLY    (Complete    Blocks    C.     F,     and    G) 

[]    00;;SK2VATI0N  AREA   ONTY    (Complete    Blocks    C.    H.     and    I) 

\_']  CXM3INATI0N'  OF  CLEARA.VCI-:  AM)  CO.VSraVATIO.S"  SDCTIOKS  (Complete   Blocks   C   through   I) 

SUBMITTED    BY:                                                                                                                                              '       ')                        ^-^''^          N 

January,    1973                                         ^\^\C-*-Ky^            ^          (          "^. 

Date                                                                                         ^                                            Signature                  ■"-—-.. 

Boston  Redevelopment  Authority                           Director 

Local    Pub  I  1 c 

Agency 

Ti 

le 
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C.    EIlVIROWHCMT/l   DCnCIENCIES   (Chech   and  cor.pUte   one) 

L  J   No  ckanne    in   deecr  ipt  ione    given    on   Form  1^6101,    Urban  Picnfi:al   Area  Data, 

Rlncl    .1,     mibmittod    for    thic    prnjr-f-t    nn                                                          iq 
lXJ  See    follcfwing  descriptions 

CONDITION 

DESCRIPTION   OF    EXTENT   TO  WHICH   CONDITION    EXISTS 

(Cive    iourct    of     information.        If    orft'itiona!     jpccf     is     rt  quirrd, 
continue    on     a    plcin    sheet     and    ottaeh     to     this    form) 

1.    Overcrowding   or    improper    location 
of   EtructurcB   on   the    land 

Not  present 

2.    Ejceeeive  dwelling   unit   density 

Not  present 

3.    Convert  ions    to    incfmpat iblc    typos    of 
vises,    ciich   as    rooni  nghouEes    among 
family  dncUingg 

Not  present 

i.    Obsolete   building   tyt^s,    such   as    large 
re«i(!cDce«    or    otLer    buildings   wuich 
through    Itct   of    use   or   irmintenancc 
have  a   bligiiting    influence 

• 
See  Attachment 

E.    Detrinontal    land    uses    or   conditions, 
such   as    incompatible    uses,     structures 
in  riiied   use,    or    adverse    influences 
fron  noise,    smoke,    or    funss 

Not  present 

6.    Unsafe,    coageeted,    poorly  designed, 
or    otherwise  deficient   streets 

See  Attachment 

7.     Inadequate    public   utilities    or 

ca^nr.jnity    ftcilititu    contributing   to 
nntit  if!  factory    living   conditions    or 
ccoDccaic   dec  1  ine 

See  Attachment                        '' 

8.    Other  equally   significant  environnsnt*! 
def  ic  icncies 

See  Attachment 

^ 
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DATA    Oi:    rTOJECT    AREA                            (NOT   APPLICABLE) 

(Com/lie  le    ihis   pafie    only    if  project    aica    includes  hoi)>    clearance    and   conscrvat  ion    sec  t  tuns ) 

D.    PRESCIIT   CHAR/.CTEK,    CO-JDITION  OF  OUILDIKGS,    AKD  PROHOSffi  LAliO  USES 

(Areas    ihalt    be    shovn    tc    nearest    tenth    of    an    acre.     Total    area    vithin    peritLeter    boundaries    of    the    project     shall    le 
accounted    for,     excepting    only    any     interior    areas    vhich    have    been    excluded    from     the    project     area,       Heanin^s    of    ternj 
ore    identical    vith    those    m    Urban    Heneval    h'anualf     Ch.     J-2,     and    material     in    Ch .     3^1    under    the    heading    "Building 
Veficieneies") 

ITEM 

ACREAGE 

CONDITION    OF 
BUM  DINGS 

TOUL 

t1    FREiLM    ClIAR'CTER 

Br  f'RorosEO 

ACCUISIT ION 

ACFEiGE 

IMPROVED 

UIIIM- 
FROVEO 

TOTAL 
BUI IDINGS 

H  U  M  B  E  R 

WITH 

0  E  F  1  - 

CIEi;C  IFi, 

Br 
FROrCSE: 
LAND  lSl: 

WITH 

eiOGS.     OR 

STREETS 

w/CTHER 

IMPRCVE- 
MEKTS 

TO    HE 
ACOUIRED 

HOT 

TO    DE 

ACQUIRED 

TOTAL 

1.    Strcetc,    Alleys,    Public 
Rights-of-Way,    Total 

:::;:::::::::::!::: 

a.    Major   Trsnapor tat  ion 

:!:: 

(1)   With   Federal 
Righway  Aid 

WMim 

liiiiliiiiii 

::::!:::::;:::::::: 

;;:;;;;;;;:;;;;:::; 

::::::::::::::::;:: 

(2)  Without  Federal      E:::::;::::;;i:;x: 

nighway    Aid                   f •■•■irr-i:::::-::: 

lilij|;|||| 

■\\\\\\\\\]\[\\\\\l\\\\\:\^:y 

i;illl;l 

b.    Other   Streets,    Alleys, 
Public   Riphts-of-Way 

:;::::::;::::::::• 

2.    Residential,    Total 

a.    Ete-el  1 )' ng   F^]^po8e 

b.    Related  Publ ic  or 
Semipublic  Purposec 

.. 

3.    Nonresidential,    Total 

a.    Conrrsrciftl 

b.    Industrial 

c.    Public    or   Scmipublic 
(Inst  i tut  ional 

d.    Open    or    Un improved 
Land   Not    Included    in 
3a,    b,    or   c   above 

E.    CCXTEMPLATED  TPEATHEIIT 

ITEM 

TOTAL    NUMBER 

NUMBER  TO   BE 
CLEARED 

NUMBER 
DESIGNATED   FOR 
REHABILITATION 

NUMBER   TO    BE 

RETAINED 

WITHOUT 

TREATMENT 

NUMBER 

FOR  w'--;:- 

TREAT'^EST    >•:* 
YET    DETE^'"    •-:" 

1.    Area   ( m   Acres)    of   Parcels  With 
Bu  i  Id  ings 

2.    All    Buildings 

a.    Residential    Buildings 

b.    Konres  ident  ial   Buildings 

3.    All   EK-clling  Units 

ft.     In   Buildings  With   Pe  f  ic  ienc  ies 

b.    In   Standard   Buildings 
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DATA    OH    CLEAHAhCE    AltEA,     OR    CLEAP.AIiCK    SfiCTIOJiS    OF    PROJECT    A[;i:A 

F.    PPESLVT  CHARACTES,    C0!;D1TICK  OF  BUILOIKGS,    AJ(D  PROPOSED  LAliO  UeCS 

(Ar<as    ^^,al^     br     ilio\in     to    nrorcst     frnth    of    an    acre.       hfeoningt    of     lerus     arc     identical     yith     those     in    (/rtoii    lieneval 
l/anval,    Ch.     3-7;    nateriul     in    Ch.     3-i    under    the    heading    "Butldinp    Deficiencies";     and    criteria    in    Ch.     10-i    for 
'^Cl  e  aranc  e     and    f\e  dev  e  1  op  nen  t  "  ) 

ITEM 

ACREAGE 

CONDITION   OF    BUILDINGS 

TOTAL 

bY    PRESENT    CHARACTER 

PY    PROPOSED 
ACOUISIT ION 

TOTAL 
BUILD- 
INGS 

NUMBER 

»lTh 

DEF  1- 

CIENC  lES 

NUMBER      NUMBER 
STRUC-    VARRANT- 
T UP  A  ELY          ING 

SUB-         CLEAR- 
STAND-     ANCE    TO 
ARO    RE-     REMOVE 
QUIR  ING    r-  LIGHT - 
CLEAR-     ING     IN- 
ANCE       HUENCE! 

IMPROVEO 

UNIM- 
PROVED 

ACREAGE 
Br 

PRCPO" 
Li'. 

use:. 

WITH 
BUI  LD- 
INGS    OR 
STREETS 

WlTM 
OTHER 

1  M- 
PROVE- 
MENTS 

TO    BE 

AC- 
QUIRED 

NOT    TO 
EE    AC- 
QUIRED 

TOTAL 

2.3 

2.3 

0 

0 

1.2 

1.1 

1 

1 

0 

1 

2.3 

1.    StreetB,  Alleys,    Public 
Riplitt^cf-'.Vay,    Total 

1.1 

1.1 

0 

0 

1.1 

iiiiiiiiiiili 

1.3 

a.    Major   Transportation 

0 

0 

; ; " :  .■ "  1 ! ! ; ; :  1 

0 

0 

0 

0 

(1)   With   i^cderal 
Hichway  Aid 

:::::'.:::"■'.'■ 

'o 

(2)    Without    Federal 
Highv.-ay  Aid 

ilil 

i 

! 

lllllllllllliilllll 

0 

b.    Other  Streets,  Al  leys. 
Public   r.ichts-of-Way 

1.1 

1.1 

0 

0 

1.1 

l!!ii!::;::::;:::l::':::::::::r::| 

1.3 

2.    Residential,    Total 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

a.    D-elling  Purposes 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

b.    Related   Publ  ic   or 
Seimipiiblic  Purposes 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

3.    Nonresidential,    Total 

1.2 

1.2 

0 

0 

1.2 

0 

1 

1 

1 

0 

1.0 

a.    Comns  r  c  i  a  1 

1.2 

1.2 

0 

0 

1.2 

0 

1 

1 

1 

0 

1.0 

b.     Industrial 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

c.    Public  or   Semipubl ic 
(lest  i  tut  ional) 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

d.    Open    or    Unimproved 
Land   Not    Included    in 
38,    b,    or   c  above 

0 

0 

0 

0 

:i;;;i;:;;;:;;5 

G.    COHTE>;PLATEO  TREATMENT 

ITEM 

TOTAL   NUMBER 

NUMBER   TO    BE 
CLEARED 

NUMBER 
DESIGSATED   FOR 
REHABILITATION 

NUMBER   TO    BE 

RETAINED 

WITHOUT 

TREATMENT 

NUMBER 
FOR  WHIG' 
TREATMENT    '- 
YET   DETERMI'.: 

1.    Area   Cm   Acres)    oi  Parcels  With 
Bni Idings 

1.2 

1.2 

0 

0 

0 

2.    All   Buildings 

1 

1 

0        • 

0 

0 

a.    Residential   Buildings 

0 

0 

0 

0 

0 

b.    Nonresidential   Buildings 

1 

1 

0 

0 

0 

3.    All   rte-elling  Units 

0 

0 

0 

0 

0 

*.    In  Building!  With  Deficiencies 

0 

0 

0 

0 

0 

b.    In  Standard  Buildings 

/o 

0 

0 

0 

0 
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DATA  ON  CO! 

"SEIv'V'AT  ION_ARt_A^  0  li  CO  N  S  Hi  V  AT  IO!i  StCT 
OH  OF  BUILD  IKGS,  AKD  PROf  OSEO  LAK'D  USES 

e  ar  r  s  t      tenth     of     an     acre.        ifrnninps    of     terms     are 
in  Ch.     3-1    under     the     headinf.     "B"tldlnQ    Deftcienc 
■nt") 

OUS    OF  CfiOJECT  ARt  A 

H.  PRESEliT  CHARACTCR,  COXDIT 

(Arras     shall     be     sho  vn     to    r 

Manuol,     Ch.      3 -'2;     material 

Clearance     and    HedcielofK 

(NOT  APPLICABLE) 

identical     tt/lth     those     in     /'rfcnn  Heneval 
ifs";  and    criteria     in    Ch ,     10- J    for 

1  TEH 

ACREAGE 

cowniTios  OF  fiur  oings 

TOl  AL 

DY  PRtSE'iT  CMtPACTP: 

8Y  PROFOSEO 
ACQUIS  IT  tOI. 

TOTAL 

RUILU- 

IHGS 

NUWP  ER 
WITH 
DEFI- 
CIENCIES 

NUia'  FR 
STRUC- 
TURALLY 
SUB- 
STAND- 
ARD RL- 
QUIRn.G 
CLEAR- 
ANCE 

1,  U  w  3  E  P 
^^R^.;^T- 

1  '.>; 

CLEAR- 
A\CE  TC 
RE"OVE 
SLIGHT- 
ING 1\- 
"LUENCES 

IMPROVED 

(■  >•'  0  '.■  i  l) 

WITH 
DUl ID- 
ll.&S  OR 
STREETS 

'.V  1  T  H 
OTHER 

\V- 
FROVE- 
MENTS 

TO  ?E 

AC- 
(;  U  1  R  LO 

NOT  TO 
bt  AC- 

CUIREO 

ACr  c  ■ 

P  S  j  r  '  ' 

LA'.; 
USES 

TCy!.VL 

1.  Streets.  Alleys,  Public 
i;ights-of-V.ay,  Total 

::::::■:::;:: 

a.  Ktijor  Transportation 

(1)  With  Federal 
Highway  Aid 

::;!!:;;;;;;;: 

:.::::,::.,,■:.,,:.:.. 

:::::::::::■:: 

1 

" 

::::::::;.:;;: 

•  rl...-  ..   . 

(2)  Without  Federal 
Highway  Aid 

:::;::::;:::::::. 

:.; ;... 

■:::::::::::::::• 

■::!!::::•:•■•::■ 

::::;::::;:::: 
::::::::::::;: 

b.  Other  Streets,  Al  leys. 
Public  RightB-of-Way 

^^::;;  ::::::n:i-:::;i;;;;i;;;; 

li'iiii'llitit 

!::■!:::!:■!!■ 

:::::■:::::;:: 

2.  Residential,  Total 

a.  DabII ing  Purposes 

b.  Related  Public  or 
Scmipublic  Purposes 

3.  Nonresidential,  Total 

a.  Coinnercial 

b.  Industrial 

c.  Public  or  Semipublic 
(institutional) 

d.  Open  or  Unimproved 
Land  Not  Included  in 
3a,  b,  or  c  above 

■ 

:::;::::::■■.;':::::: 

■:  ■ 

I.    CO;fTEK?LATED  TREATKL!.T 


1  TEM 

TOTAL  NUMBER 

NUMBER  TO  BE 
CLEARED 

NUI^BEP 
DESIGNATED  FOR 
REHABILITATION 

NUMBER  TO  BE 

RETAINED 

WITHOUT 

TREATVfNT 

NUMBER 

FOR  A'i^lCH 

TREJT'^ENT  '.or 

YET  ViJZ-^']'-Z: 

1.  Area  (m   Acres)    of  Parcels  With 
Bu  i Id  ingg 

2.  All  Buildings 

T 

a.  Residential  Buildings 

b.  Nonresidential  Buildings 

3.  All  I>Aelling  Units 

' 

a.  In  Buildings  V,ith  Deficiencies 

b.  Id  Standard  Buildings 

222480-P 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO. 

PART  I:     FINAL  PROJECT  REPORT 
PROJECT  NO.   MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 


Boston,  Massachusetts 


PROJECT  AREA  REPORT  Form  HUD-6120,   Item  C:  Code  No.   R-?12(3)(a) 

Environmental   Deficiencies 


(4)  Obsolete  building  types,   such  as  laroe  residences  or  other  buildings, 
v/hich  through  lack  of  use  or  maintenance  have  a  blighting  influence 

The  existing  structure  is  a  functionally  obsolete  commercial  building  con- 
structed nearly  one  hundred  years  ago,  whose  deteriorating  condition  and 
shabby  physical   appearance  blights  the  area.     The  type  of  construction, 
inefficient  interior  layout,  lack  of  column-free  space,  outdated  mechanical 
and  sanitary  equipment,  fire  protection  and  egress  systems,  and  inadequate 
loading,  servicing  and  refuse  collecting  arrangements  lack  adaptability  to 
modern  retail   requirements.     The  building  presently  is  vacant. 

Source:     Boston  Redevelopment  Authority  field  surveys  of  building  and 
environmental   conditions 

(6)  Unsafe,  congested,  poorly  designed,  or  otherwise  deficient  streets 

Norfolk  Place  is  inadequate  in  width  to  provide  sufficient  access  and  off- 
street  servicing  to  the  building.     The  lack  of  adequate  off-street  loading 
facilities  and  inadequate  sidewalks  has  caused  conflicts  between  pedestrians 
and  vehicular  traffic  and  has  impeded  the  efficient  flow  of  traffic.     Existina 
street  conditions  require,  in  part,   reconstruction  and  other  imorovements  to 
eliminate  deficiencies  and  to  bring  the  streets  to  acceptable  standards. 

Source:     Boston  Redevelooment  Authority,  Engineering  Department,  surveys; 

City  of  Boston,  Public  Works  Department,  Highway  Division,  records. 
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(7)   Inadequate  public  utilities  or  coirmunity  facilities   contributing  to 
unsatisfactory  living  conditions  or  econoniic  decline 

Public  utilities   in  the  projec\,  area  are,   in  general,  inadequate  and  obsolete 

and  do  not  comply  with  acceptable  standards.  The  existing  surface  drainage 

and  sanitary  sewer  systems  are  not  separated  and  are  inadequate  to  serve  new 
development. 

Source:     Boston  Redevelopment  Authority,  Engineering  Department,  surveys; 

City  of  Boston,  Public  Works  Department,  Water  and  Sewer  Divisions, 
records . 


(8)  Other  equally  significant  environmental   deficiencies 

The  existing  building  is  economically  obsolescent  due  to  its   inefficient 
layout,   lack  of  column-free  space,  general   deterioration,  and  outdated 
facilities  which  are  not  conducive  to  the  needs  of  contemporary  retailing. 
The  poor  appearance  of  the  building  and  the  general   unattractiveness  of  the 
surrounding  also  has   led  to  a  decline  in  retail   sales.     In  the  past  twelve 
years,   three  major  department  stores  on  the  site  have  gone  out  of  business. 
The  lack  of  sufficient  shopper  parking  facilities  has  further  aggravated  the 
economic  problems   of  the  area. 

Source:     Boston  Redevelopment  Authority  land  use,  building  condition,  and 
environrental   surveys. 
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APPLICATION   FOR  LOAF^  AND  GRANT  BINDER  NO 

PART  I:      FINAL   PROJECT   REPORT 
PROJECT  NO.    MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal  Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


PROJECT  AREA  REPORT  Basis   For  Data  On  Code  No.    R-212(3)(b) 

Form  HUD-6120 


Description  of  Surveys 

Many  detailed  surveys   and  studies  of  the  Central   Business  District  have  been 
undertaken  during  the  past  thirteen  years  by  the  Local   Planning  Agency  and 
outside  consiltants. 

The  first  studies,   those  of  the  Boston  City  Planning  Board,   resulted  in  a 
General    Plan  for  the  Central   Business   District,  published  in   1960  and  sub- 
mi  tted~to~T}Ten^oIIsTng~andnHor^^  the  Survey  and  Planning 
Application  for  the  CBD  in  1962.     This  plan  included  approximately  875  acres 
from  North  Station  to  Massachusetts  Avenue.     The  area  covered  by  the  study 
is  now  divided  into  three  General   Neighborhood  Renewal   Plan  areas. 

In   1961  and  1962  surveys   of  the  Central   Business  District  were  undertaken 
by  BRA  staff  numbers  with  the  cooperation  of  and  in  consultation  with  other 
public  and  private  agencies.     These  studies  were  used  in  the  preparation  of 
the  General   Neighborhood  Renewal   Plan  and  the  Survey  and  Planning  Applica- 
tion and  include  the  following: 

1.  Exterior  inspections  of  building  condition  and  land  use; 

2.  Topographical    and  subsoil   conditions   (from  the  report  of 
borings   published  by  the  American  Society  of  Civil   Engineers); 

3.  Historic  sites    (with  Walter  Muir  Whitehill,  Librarian  of  the 
Boston  Athenaeum,   author  of  Boston:     A  Topographical   History, 
and  chairman  of  the  Boston  Historical   Conservation  Committee); 

4.  Subways    (with  the  Metropolitan  Transit  Authority); 

5.  Traffic  and  parking  (with  Wilbur  Smith  and  Associates,  Consulting 
Engineers); 

6.  Functional   areas; 


Mass  R-       /R-212(3)(b)  1  of  4 


7.  Building  and  l:id  assessments; 

8.  Heights   and  other  physical   characteristics  of  buildings   (from 
the  Sanborn  and  Bromley  Atlases). 

During  the  Survey  and  Planning  phase  additional  detailed  studies  were  done. 
These  include  two  major  surveys  that  provide  the  basis  for  Form  HUD-6120, 
Project  Area  Data,  and  th-    Existing  Land  Use  and  Building  Deficiencies  maps. 
Both  have  involved  close  interior  inspections. 

The  first,  a  building  space  use  survey,  was  carried  out  by  staff  members  of 
the  Central  Business  District  Project.     The  major  part  of  the  CBD  was 
examined  between  May  and  December,   1963,  with  an  additional   area  surveyed 
in  December,  1964.     Surveyors  examined  each  building  to  determine  the  name 
and  activity  of  each  enterprise  and  the  use  made  of  all  space.     From  this 
basic  data,  various  summaries  were  made  for  use- in  the  planning  process. 

The  second  major  survey  was  a  building  condition  survey  in  Jul^',   1964.     More 
than  half  of  the  buildings  were  entered  and  studied  in  detail  "by  professional 
engineers,  employees  of  Charles  T.  Main,  Inc.,  under  contract  to  the  BRA. 
(Buildings   chosen  for  study  under  consultant  contract  were  those  that  were 
neither  obviously  excellent  nor  obviously  bad.)     The  remaining  buildings 
were  examined  by  BPJ\  staff  members  who  had  accompanied  and  assisted  the 
engineers  in  surveying  the  first  350  buildings.     Approximately  half  of  the 
buildings  surveyed  by  the  BRA  were  entered  for  inspection;  the  rest  had  to 
be  judged  from  the  outside  because  access  was  denied  by  owners. 

A  third  detailed  exterior/interior  survey  of  the  building  comprising  the 
Bedford-West  Project  Area  was  undertaken  in  January,   1973,  to  update  previous 
surveys.     The  criteria  used  in  classifying  the  building  condition  are  des- 
cribed below. 

In  addition  to  the  building  surveys  described  above,  a  major  downtovn  study 
is  currently  underway  within  the  BRA.     The  purpose  of  this  study  is  to 
create  i.  new  master  plan  for  the  Downtown.     Surveys  presently  being  carried 
out  as  part  of  the  Master  Plan  include  an  extensive  investigation  of  envi- 
ronirenl       conditions,  an  analysis  of  the  public  and  private  transportation 
networks,  land  use  and  re-use  studies,  building  condition  and  ground  floor 
retail   occupancy  surveys,  and  investigation  into  the  creation  of  an  extensive 
system  of  historic  trails.     These  studies  have  provided  an  additional  base 
of  information  on  the  blighting  influence  of  the  existing  structure. 

Criteria  for  Building  Deficiency 

The  existing  building  was  examined  for  three  classes  of  conditions: 

I.     Major  Items  -  Structural   Defects  ? 

A.      Inside  Walls: 

1.  Cracks  in  base  material 

2.  Base  material   -  loose,  missing  or  broken 

3.  Evidence  of  leaks 
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B.  Floors: 

1.     Sagging  or  pitched 

C.  Roof: 

1.  Roof  material   -  loose,  missing  or  deteriorated 

2.  Roof  -  sagging  or  out  of  line 

D.  Foundations   and  Basement: 

1.  Exterior  surface  -  loose,   broken  or  deteriorated 

2.  Exterior  foundation  -  deteriorated,  sinking  or  out  of  line 

3.  Basetnent  foundation  walls  -  deteriorated 

4.  Columns   or  piers  -  loose,  missing  or  deteriorated 

5.  Framing  -  split  or  deteriorated 

E.  Exterior  Walls: 

1.  Masonry  and  joints  -  loose,  missing  or  deteriorated 

2.  Other  siding  -  loose,  missing  or  deteriorated 

3.  Walls  out  of  plumb  or  line 

II.  Utility  Items   -  Plumbing,  Heating,  Electrical,  Fire,  and  other  sources 
of  building  code  violations. 

III.  Minor  Items  -  Other  building  defects  as  noted  in  the  Building  Evalua- 
tion Schedule. 

A  defect  or  violation  was   found  to  be  present  if  the  item  examined  was  more 
than  25°:;  deficient.      If  it  was  possible  to  measure  the  width,   length,  area, 
or  surface  of  the  item  examined,  then  the  25%  was  taken  of  such  width, 
length,   area,  or  surface;   otherwise,  the  25%  was  a  measure  of  the  degree  or 
intensity  of  the  defect.     If  the  same  item  was  examnned  on  several   floors, 
a  figure  made  up  of  the  average  of  the  percent  of  deficiency  given  to  the 
condition  of  such   iteirs  on  each  of  the  floors  was   used. 

The  survey  was  evaluated  to  determine  whether  the  building  was  sound, 
deficient,   or  structurally  substandard  to  a  degree  requiring  clearance. 
The  evalu   ':ion  was  based  on  criteria  developed  for  the  entire  Central 
Business   District  during  the  Survey  and  Planning  phase: 

1.  A  building  was  determined  to  be  substandard  warranting  clearance 
(1)  if  it  contained  two  or  more  structural  defects,  or  (2)  if  it 
contained  one  structural  defect  plus  defects  in  more  than  25%  of 
the  minor  items  examined. 
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2.  A  buildina  was   determined  to  be  deficient,    (1)   if  it  contained 
one  structural   defect,  or  (2)   if  defects  were  found  in  more  than 
25%  of  the  minor  items  examined, 

3.  All    buildings   that  were  not  classified  substandard  warranting 
clearance,  or  deficient,  were  classified  standard. 

Based  on  the  surveys  of  the  condition  of  the  building,   it  was  determined 
that  the  structure  was  substandard  warrenting  clearance. 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO, 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.    MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE; 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


PROJECT  AREA  REPORT  Assignment  Of  Code  No.   R-212(3)(c) 

Residential   Character 


Not  applicable.     This   is  a  Category  V,  Nonresidential   Exception  Project, 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO, 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.    MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal  Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 

PROJECT  ARlA  REPORT  Clearance  and  Code  No.   R-212(3)(d) 

Redevelopment 
Proposals 


The  CBD  Bedford-West  Project  Area  is  built  un  and  meets  the  criteria  set 
forth  in  the  Urban  Renewal   Handbook  with  respect  to  conditions  warranting 
clearance. 

Extent  of  Present  Development 

One  hundred  percent  of  the  total   project  area  is  built  up,  as  defined  by  the 
criteria  set  forth   in  the  Urban  Renewal   Handbook.     One  hundred  percent  of 
the  total   clearance  area  is  built  up  in  accordance  with  the  same  criteria. 

Extent  of  Clearance 

Clearance  and  redevelopment  are  proposed  for  1.2  acres,  or  52%  of  the  total 
project  area. 

The  proposed  clearance  area  contains  one  buildina,  which,  because  of  its 
obsolescence  and  deteriorated  condition,  defects  to  structural   elements, 
inefficient  layout  and  interior  construction  adversely  affecting  the 
practicality  of  improvement  or  conversion,  lack  of  natural   light  and 
ventilation,  outdated  structural,  mechanical,  sanitary,  fire  protection, 
and  egress   systems  which   cannot  be  economically  repaired,   inadeguate  off- 
street  loading,   servicing  and  refuse  collecting  facilities  and  other  deficiencies 
to  the  structure  and  essential    facilities,  warrants  clearance.     The  specific 
environmental    deficiencies  are  described  in  detail   in  Code  No.   R-212(3)(a). 

The  condition  of  this  structure  was  determined  by  means  of  a  detailed 
interior  and  exterior  survey  undertaken  during  January,   1965,   and  exten- 
sively updated  in  January,   1973.     A  description  of  the  surveys  made  and  the 
criteria  used  to  classify  this  building  is   contained  in  Code  No.   R-212(3)(b). 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO. 

PART   I:      FINAL   PROJECT  REPORT 
PROJECT  NO.   MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 

PROJECT  AREA  REPORT  Distribution  of  Deficiencies  Code  No.   R-212(3)(e) 


Not  applicable.     No  sizable  area  of  the  project  fails  to  meet  the  "distribu- 
tion of  deficiencies"  test. 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO. 

PART  I:      FINAL   PROJECT  REPORT 
PROJECT  NO.   MASS.   R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


PROJECT  AREA  REPORT  Nonresidential  Code  No.   R-212(4) 

Exception  Project 


The  Bedford-West  Project  Area  is  a  Category  V,  Nonresidential   Exception  Pro- 
ject.    Land  given  totally  to  nonresidential  purposes,  exclusive  of  streets, 
is  100%  of  the  total   project  area. 

In  Section  R-144  of  the  CBD  Survey  and  Planning  Application,  Resolution  of 
Applicant  Approving  Application  for  Survey  and  Planning,  the  Boston  Rede- 
velopment Authority  resolved  "that  the  development  of  such  area  for  predomi- 
nantly nonresidential   uses  is  necessary  for  the  proper  development  of  the 
conmunity." 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO. 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.   MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE; 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


PROJECT  AREA  REPORT  Section  112  Code  No.   R-212(5) 

Qualifications 


Not  applicable.     This  project  does  not  qualify  as  a  college,  university,  or 
hospital    project. 
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APPLICATION   FOR  LOAN  AND  GRANT 
PART   I:      FINAL   PROJECT  REPORT 
PROJECT  NO.    f>1ASS.    R- 


BINDER  NO, 


CBD  -  Bedford-West  Urban  Renewal 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


Area 


SUBMISSION  DATE: 


PROJECT  AREA  REPORT 


Workable  Proaram 


Code  No.   R-212(6) 


a.  The  Workable  Program  for  the  City  of  Boston  outlines  four  ma.ior  planning 
activities;    (1)   land  use,   (2)  housing,    (3)   community  facility  and  public 
improvements,  and  (4)   general   planning  and  the  action  programs  proposed  to 
overcome  the  related  physical,  social,  and  economic  problems.     These  major 
planning  activities   form  the  basis  for  identifying  and  evaluating  the 
redevelopment  needs   in  the  City  of  Boston. 

b.  The  CBD  Bedford-West  project  is   identified  in  the  Workable  Program  in 
terms  of  continuing  the  City  policy  and  program  of  redeveloping  blighted 
portions  of  the  Central   Business  District. 

c.  Land  use  planning  is  one  of  the  four  comprehensive  city-wide  activities 
described  in  the  Workable  Program.     Part  of  this  description  details  the 
specific  need  for  planning  and  redevelopment  activities  within  the  CBD. 

The  Bedford-West  project,  therefore,   is  in  accord  with  the  Workable  Program. 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO, 

PART   I:      FINAL   PROJECT  REPORT 
PROJECT  NO.   MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE: 

Boiton  Redevelopment  Authority 
Boston,  Massachusetts 

PROJECT  AREA  REPORT  Historic  or  Code  No.   R-212(7) 

Architectural   Value 


Not  applicable.     The  existing  building  is  not  determined  to  be  of  historic  or 
architectural    value. 
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CHAPTER  I;   DESCRIPTION  OF  PROJECT 

Section  101:   Project  Boundary 

The  Project  boundary  is  shown  on  Map  1,  "Property  Map". 

Section  102 :   Project  Boundary  Description 

The  Bedford-West  Project  Area  of  the  Central  Business  District 
Urban  Renewal  Project  is  bounded  and  described  as  follows: 

Beginning  at  the  intersection  of  the  southeasterly 
sideline  of  Washington  Street  and  the  northeasterly 
sideline  of  Bedford  Street; 

Thence  running  in  a  generally  southeasterly  direction 
along  said  northeasterly  sideline  of  Bedford  Street 
to  a  point,  said  point  being  the  intersection  of  the 
northeasterly  sideline  of  Bedford  Street  and  the 
southeasterly  sideline  of  Harrison  Avenue  Extension 
extended  thereto; 

Thence  turning  and  running  in  a  generally  southwesterly 
direction  along  said  southeasterly  sideline  of  Harrison 
Avenue  Extension  to  a  point,  said  point  being  the 
intersection  of  the  southeasterly  sideline  of  Harrison 
Avenue  Extension  and  the  southwesterly  sideline  of 
Exeter  Place; 

Thence  turning  and  running  in  a  generally  northerly 
direction  across  Harrison  Avenue  Extension  to  a  point, 
said  point  being  the  intersection  of  the  southwesterly 
sideline  of  Norfolk  Place  and  the  northwesterly  sideline 
of  Harrison  Avenue  Extension; 

Thence  turning  and  running  in  a  generally  northwesterly 
direction  along  said  southwesterly  sideline  of  Norfolk 
Place  to  a  point,  said  point  being  the  intersection  of 
the  northwesterly  sideline  of  Washington  Street  and  the 
southwesterly  sideline  of  Norfolk  Place  extended  thereto; 

Thence  turning  and  running  in  a  generally  northeasterly 
direction  along  said  northwesterly  sideline  of  Washington 
Street  to  a  point,  said  point  being  the  intersection  of 
said  northwesterly  sideline  of  Washington  Street  and 
the  northeasterly  sideline  of  West  Street; 
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Thence  turning  and  running  in  a  generally  southeasterly 
direction  across  Washington  Street  to  the  point  of 
beginning,  said  point  being  the  intersection  of  the 
southeasterly  sideline  of  Washington  Street  and  the 
northeasterly  sideline  of  Bedford  Street. 
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CHAPTER  II:   OBJECTIVES 

Section  201:   Basic  Objectives 

The  basic  objectives  of  the  CBD  -  Bedford-West  Urban  Renev;al  Plan 
are: 

1.  To  aid  in  reversing  the  economic  decline  of  the  older  com- 
mercial sector  of  the  City; 

2.  To  promote  and  expedite  public  and  private  development 
and  investment  in  the  area  through  new  commercial 
facilities  and  the  improvement  of  public  utilities  and 
services; 

3.  To  strengthen  and  expand  the  real  property  tax  base  within 
the  area; 

4.  TO  facilitate  the  efficient  use  of  land  within  the  area 
for  commercial  and  public  purposes; 

5.  To  improve  the  basic  traffic  circulation  system  in  the 
area  and  to  eliminate  conflicts  between  pedestrians,  trucks 
and  automobiles. 

Section  202 ;   Planning  Objectives 

Planning  objectives  of  the  project  include  the  follov;ing: 

1.  To  eliminate,  to  the  maximum  extent  feasible,  conflict 
between  free  flowing  traffic,  pedestrian  movement  and 
on-street  truck  servicing; 

2.  To  regulate  access  to  off-street  parking  and  loading  areas 
so  as  to  reduce  conflict  between  pedestrians  and  vehicles 
and  at  the  same  time  to  allow  for  more  efficient  functioning 
of  the  street  system; 

3.  To  remove  an  economically  obsolete  and  substandard  building 

which  blights  the  area  and,  in  its  present  condition, 

inhibits  investment;  ; 

f 

4.  To  encourage  intensive  new  development  so  as  to  provide  a 
stimulus  for  economic  growth  in  the  district  as  a  whole. 
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Section  203:   General  Design  Objectives 

The  design  objectives  for  reuse  in  the  Project  Area  are  as  follows: 

1.  To  recognize  the  special  significance  of  the  urban  nature 
of  the  built-up  Central  Business  District  and  to  enhance 
its  character  by  the  encouragement  of  a  multi-story  and 
multi-use  building  so  as  to  maintain  the  urban  environment. 

2.  To  place  special  emphasis  on  preserving  and  extending  the 
pedestrian  amenities  of  downtown  Boston  by: 

(a)  The  creation  of  pedestrian  areas  to  improve  the 
environment  for  shoppers,  workers,  and  visitors; 

(b)  The  provision  of  easy  and  pleasant  pedestrian 
connections  within  the  Project  Area  and  adjacent  areas; 

(c)  The  provision  of  a  system  of  varied  and  lively 
pedestrian  paths  both  through  and  between  development 
sites  which  can  give  ready  access  to  ground  floor 
commercial  enterprises  of  all  types; 

(d)  The  regulation  of  access  to  off-street  parking  and 
loading  areas  to  reduce  conflict  betvv^een  pedestrians 

and  vehicles  and  at  the  same  time  to  allow  more  efficient 
functioning  of  the  street  system. 

3.  To  encourage  diversity  in  construction  and  in  land  use 
provided  that  respect  for  neighboring  properties  and  the 
urban  environment  is  maintained. 
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CHAPTER  •^TT:   PROPO.^ED  REKEV^AL  ACTIONS 

Section  301:   Proposed  Types  of  Renewal  Actions 

Proposer'  types  of  renewal  actions  within  the  Project  Area  may  consist 
of  a  combination  of  clearance  and  redevelopment  activity;  provision 
of  public  improvements;  and  rights-of-way  and  utilities  changes. 

Section  302 ;   Clearance  and  Redevelopment  Activities 

Clearance  and  redevelopment  activities  include: 

1.  the  acquisition  of  real  property; 

2.  the  management  of  acquired  property; 

3.  the  relocation  of  the  occupants  thereof; 

4.  the  clearance  of  land  and  buildings; 

5.  the  installation,  construction  and  reconstruction 
of  improvements; 

6.  the  disposition  of  land  for  uses  in  accordance  v/ith 
the  land  use  and  building  requirements  and  other 
provisions  of  the  Urban  Renewal  Plan;  and 

7.  design  review  and  enforcement  of  provisions  of  Land 
Disposition  Agreements. 

Section  303:   Rehabilitation  Activities 

There  are  no  rehabilitation  activities  contemplated  at  this  time. 
However,  the  Authority  reserves  the  option  to  rehabilitate  the 
single  5 tructure  in  the  Project  Area  if  developer  interest  sub- 
stantiates the  feasibility  of  doing  so. 

Section  304:   Public  Improvements 

Public  improvements  may  include,  as  necessary,  the  provision,  im- 
provement, extension,  construction,  reconstruction,  and  installation 
of  rights-of-v/ay,  streets,  pedestrian  ways,  and  utilities,  such  as 
water,  sev/ers,  traffic  and  street  lighting  systems  and  police  and 
fire  communication  systems,  in  order  to  carry  out  the  objectives  of 
the  Urban  Renewal  Plan. 
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CHAPTER__TV:   PROPERTY  TO  BE  ACQUIRED 

Section  401:   Identification 

Property  acquired  by  the  Authority  for  clearance  and  redevelopment 
is  shown  on  Map  1,  "Property  Map". 

Section  402:   interim  Use  of  Acquired  Property 

The  Authority  may  devote  property  acquired  under  the  provisions 
of  this  Plan  to  temporary  use  prior  to  the  time  such  property 
is  needed  for  redevelopment.   Such  uses  may  include,  but  are  not 
limited  to,  project  office  facilities,  relocation  purposes  and  cultural 
or  recreational  uses,  in  accordance  with  such  standards,  controls 
and  regulations  as  the  Authority  may  deem  appropriate. 
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CHAPTER  V;   RELOCATTON  OF  BU.SINESF.ES 

Section  501:   Businesses  to  be  Relocated 

A  total  of  twelve  business  firms  have  been  or  are  to  be  relocated 
from  Authority  acquired  properties.   Information  on  the  character- 
istics and  relocation  needs  of  these  businesses  has  been  obtained 
from  surveys  conducted  by  the  Authority. 

Section  502:   Relocation  Program 

The  Authority  will  prepare  and  carry  out  a  suitable  relocation 
program  to  include: 

(1)  a  trained  relocation  staff  which  will  interview  and 
determine  the  needs  of  businesses  to  be  relocated  and  which 
will  render  appropriate  assistance  to  them; 

(2)  payments  for  moving  expenses  to  the  full  extent  permitted 
under  applicfible  regulations  to  eligible  businesses  and 
small  business  displacement  payments  to  eligible  business 
concerns ; 

(3)  the  implementation  of  standards  for  relocation  which 
will  take  into  account  the  ability  to  pay,  the  location 
preferences  and  the  space  requirements  of  the  businesses 
to  be  relocated; 

(4)  inspection  of  temporary  and  permanent  relocation  accommo- 
dations to  assure  that  they  are  in  compliance  with  applicable 
codes  and  ordinances. 
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CHAPTER  VI:   LAND  UT-E  AND  BUILDING  REQUIREMENTS 
Section  601;   Land  Use  Plan 

The  use  of  land  in  the  Project  Area  shall  be  as  shown  on  Map  2, 
"Proposed  Land  Use,"  which  indicates  proposed  land  uses  and  rights- 
of-way. 

Section  602:   Land  Use  and  Building  Requirements 

A.  General 

1.  The  use  and  development  of  land  and  improvements  shall 
be  in  accordance  with  the  requirements  of  this  Chapter. 

2.  The  disposition  parcel  is  located  as  shown  on  Map  3, 
"Disposition  Map". 

3.  The  Authority  may  subdivide  the  disposition  parcel  as 
appropriate.   in  the  event  of  subdivision,  the  permitted 
uses  will  be  applicable  to  sub-parcels  and  parking 
requirements  will  be  divided  as  appropriate. 

4.  Use  controls  as  set  forth  in  this  Chapter  shall  be 
interpreted  to  permit  supporting  and  ancillary  uses 
which  are  reasonably  associated  with  the  primary  use. 

5.  Floor  Area  Ratio  (F.A.R.)  shall  mean  the  ratio  of  floor 
area  of  a  structure  or  group  of  structures  to  total  parcel 
area,  as  more  fully  defined  in  the  Zoning  Code  of  the  City 
of  Boston. 

B.  Land  Use  Requirements 

The  project  area  shall  generally  be  devoted  to  a  combination  of 
any  of  the  following  uses:   retail  commercial,  office,  and  parking. 
In  each  case,  and  unless  specifically  otherwise  provided,  designation 
of  a  particular  use  includes  all  accessory  and  ancillary  uses, 
customarily  or  reasonably  incident  to  the  use  specified  or  the  use 
on  an  adjoining  parcel.   Within  the  purviev^  of  this  Section,  the 
Authority  may  permit  on  any  parcel  such  uses  as  are  consistent 
with  the  objectives  of  the  Project. 
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C.   Building  Requirements  and  Restr ictionp; 

1-   Open  Space.   All  open  areas  shall  be  suitably  landscaped 
and/or  paved  so  as  to  provide  a  visually  attractive 
environment. 

2 .   Off-street  Joadinq. 

NUMBER  OF  BAYS  REQUIRED  BY  GROSS  FLOOR  AREA  OF  .'STRUCTURES 

Gross  Floor  Area  Office  and 

(in  thousands  of  General  Retail  and 

square  feet)  Commercial         Wholesale 


Under  15  0  0 

15-50  1  1 

50-100  1  2 

100-150  2  3 

150-300  3  4 

300  and  over  4*  5* 
*Plus  1  for  each  additional  150,000  sqviare  feet 


The  above  controls  shall  apply  unless  a  developer  or 
owner  can  demonstrate  to  the  satisfaction  of  the 
Authority  that  the  off-street  loading  needs  of  the 
property  will  be  met  adequately  in  other  ways,  or 
that  the  lack  of  such  loading  facilities  will  not 
be  detrimental  to  surrounding  areas  of  the  Project. 
Loading  bays  shall  be  designed  so  as  to  permit 
vehicles  to  load  and  unload  without  interfering  with 
pedestrian  or  vehicular  traffic  on  rights-of-v.'ay;  but 
in  no  case  shall  loading  bays  designed  to  permit 
vehicles  to  back  directly  perpendicular  to  rights-of-way 
be  permitted. 
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3.  Other  On-site  improvomentf; .   All  improvements  on  the 
land,  including  buildings,  landscaped  areas,  and  parking 
areas,  shall  be  properly  maintained  in  good  condition. 
Sufficient  and  suitable  refuse  and  garbage  storage  and 
disposal  facilities,  including  structural  enclosures  where 
appropriate,  shall  be  provided  and  properly  maintained. 
Open  storage  of  materials,  equipment  or  merchandise 
shall  not  be  permitted. 

4.  Sign  Control.   Signs  within  the  Project  Area  shall  be 
restricted  to  an  identification  of  the  establishment  and 
the  nature  of  its  products.   All  signs  must  be  suitably 
integrated  with  the  architectural  design  of  the  structure 
which  they  identify.   All  signs,  billboards  or  advertising 
shall  be  in  conformance  with  the  Boston  Zoning  Code  as 
amended.   The  size,  design,  location  and  number  of  signs, 
the  placement  or  replacement  of  any  sign  or  any  exceptions 
to  the  above  controls  shall  be  subject  to  the  approval 

of  the  Authority. 

5.  Parking.   All  parking  structures  shall  be  designed  so 

as  to  provide  one  entrance  lane  for  each  300  parking  spaces 
provided.   Each  entrance  lane  must  have  sufficient 
reservoir  space  to  avoid  vehicle  backup  onto  public 
streets.   All  parking  shall  be  enclosed. 

6.  Utilities .   The  placement  or  replacement  of  all  private 
and  public  utilities  shall  be  underground.   The  disposition 
parcel  may  be  subject  to  easements  and  other  rights  as 
appropriate  in  accordance  therewith. 

7.  Handicapped  Persons  Provisions.  7a11  new  buildings  in  the 
Project  Area  shall  be  so  designed  that  persons  in  wheel- 
chairs can  enter  and  leave  and  travel  about  the  building 
in  a  reasonable  manner  without  due  obstruction. 

Section  603:   Controls  on  Disposition  Parcel 

Parcel  C-1 

Permitted  Uses:   Retail  commercial,  office,  and  parking 

Ground  floor  on  all  frontages  to  be  devoted  to 
retail  commercial  uses. 

Alternative  Use:  Transient  Housing. 

F.A.R.:       Minimum    3,    maxiinum    10. 
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Parking:   Maximum  700  spaces  if  adjacent    Hayward  Place  garage  is 
removed.   Otherwise,  an  enclosed  parking  structure  v/ith 
maximum  of  300  spaces  will  be  permitted  as  part  of  the 
redevelopment . 

Other 

Requirements:   (a)  Service  access  from  Norfolk  Place  and  Harrison 

Avenue  Extension  only. 

(b)  Parking  access  from  Norfolk  Place  and  Harrison 
Avenue  Extension  only. 

(c)  Land  uses,  access  and  design  shall  be  planned 

so  as  to  integrate  with  the  redevelopment  and  reuse 
of  contiguous  parcels. 

Section  604:   Controls  on  Contiguous  Parcels 

In  the  event  that  the  Authority  disposes  of  the  reuse  parcel  or  any 
subdivision  of  the  reuse  parcel  to  a  developer  who  owns  a  contiguous 
parcel  not  part  of  the  clearance  or  disposition  area,  the  Authority 
reserves  the  right  to  impose  such  controls  as  are  necessary  to  insure 
that  the  use  and  development  of  both  parcels  will  be  in  conformity 
with  the  objectives  of  the  Plan.   The  disposition  of  the  reuse 
parcel  shall  take  place  so  as  to  encourage  the  renewal  and 
redevelopment  of  contiguous  parcels. 

Section  605 :   Interpretation 

In  the  event  of  any  question  or  questions  regarding  the  meaning  or 
construction  of  any  land  use  and  building  requirements  in  this 
Chapter,  the  reasonable  interpretation  or  construction  thereof  by 
the  Authority  shall  be  final  and  binding. 
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CHAPTER  VII :   REDEVELOPER' S  OBLIGATIONS 

Section  701:   Applicability 

The  provisions  of  this  Chapter  shall  apply  to  each  parcel 
acquired  upon  its  disposition  and  shall  be  implemented  by 
appropriate  covenants  and  provisions  in  disposition  documents. 

Section  702:   Compliance  with  Plan 

Redevelopment  of  the  land  in  the  Project  Area  shall  be  made 
subject  to  the  regulations  and  controls  set  forth  in  the  Urban 
Renewal  Plan.   The  purpose  of  such  regulations  and  controls 
is  to  assure  that  the  redevelopment  of  land  within  the  Project 
Area  will  conform  to  the  planning  and  design  objectives  of  the 
Urban  Renewal  Plan.   It  is  therefore  the  obligation  of  all 
redevelopers  not  only  to  comply  with  these  regulations  and 
controls  but  also  to  familiarize  themselves  with  the  overall 
Urban  Renewal  Plan  and  to  prepare  redevelopment  proposals 
which  conform  to  the  Plan. 

Section  703:   Design  Review 

All  redevelopment  and  rehabilitation  proposals  will  be  subject 
to  design  review,  comment  and  approval  by  the  Boston  Redevelop- 
ment Authority  prior  to  land  disposition  and/or  prior  to  the 
commencement  of  construction. 

In  addition  to  assuring  compliance  v-;ith  the  specific  controls 
set  forth  in  this  Plan  and  as  more  specifically  set  forth  in 
disposition  documents,  the  Authority  will  establish  design 
review  procedures  and  evaluate  the  quality  and  appropriateness 
of  redevelopment  proposals  with  reference  to  the  design 
objectives  and  requirements  set  forth  in  this  Plan  anc  in  the 
disposition  documents. 

Section  704:   General  Obligations 

The  Authority  shall  obligate  redevelopers  and  purchasers 
of  land  in  the  Project  Area,  and  their  successors  and  assigns, 
by  covenants  and  conditions  running  with  the  land  or  other 
appropriate  means  providing  for  reasonable  action  in  the  event 
of  default  or  noncompliance  by  such  redevelopers  and  purchasers: 
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1.  To  devote,  develop  or  otherwise  use  such  land  only 
for  the  purpose  and  in  the  manner  stated  in  the 
Plan; 

2.  To  comply  v.ith  such  terms  and  conditions  relating 

to  the  use  and  maintenance  of  such  land  and  improve- 
ments thereon  as  in  the  opinion  of  the  Authority 
are  necessary  to  carry  out  the  purpose  and  objectives 
of  the  Pla:  and  of  the  relevant  provisions  of  the 
Massachusetts  General  Laws; 

3.  To  commence,  execute  and  complete  construction 

and  improvements  in  accordance  with  reasonable  time 
schedules  as  determined,  agreed  on  and  established 
by  the  Authority; 

4.  To  give  preference  in  the  selection  of  tenants  for 
commercial  space  built  in  the  Project  Area  to 
businesses  displaced  from  such  area  or  from  other 
areas  on  account  of  action  taken  pursuant  to  Urban 
Renewal  Plans,  who  desire  to  rent  such  commercial 
space  and  who  will  be  able  to  pay  rents  or  prices 
equal  to  rents  or  prices  charged  other  tenants  for 
similar  or  comparable  space  built  as  a  part  of  the 
same  redevelopment; 

5.  To  devote  1%  of  cons ti action  cost  to  works  of  art 
in  accordance  with  policies  as  established  by  the 
Authority. 

Section  705:   Disposition  by  Redeveloper 

The  Redeveloper  shall  not  dispose  of  all  or  part  of  his  interest 
in  a  disposition  parcel  within  the  Project  Area  without  the 
written  consent  of  the  Boston  Redevelopment  Authority  until 
the  full  completion  by  the  Redeveloper  of  all  improvements 
required  by  and  in  conformity  with  the  terms  and  conditions 
of  both  the  Urban  Renewal  Plan  and  the  Land  Disposition 
Agreement  entered  into  between  the  Redeveloper  and  the 
Authority.   The  Boston  Redevelopment  Authority  may  in  granting 
such  consent  impose  conditions  that  will,  among  other  things, 
prevent  speculation,  protect  the  interest  of  the  Boston 
Redevelopment  Authority  and  the  City  of  Boston,  and  effect 
compliance  with  and  achieve  the  objectives  of  Chapter  121B 
and,  where  applicable.  Chapter  121A  of  the  Massachusetts 
General  Laws,  and  amendments  thereto. 


-  13  - 


OiAPTER   VIII:       REIIABILITATION 

Section  801:    Identif icatir.n  and  Applicability 

The  single  structure  in  the  Project  Area  will  be  demolished 
for  public  improvements  and  redevelopment  provided,  however, 
that  the  Authority  reserves  the  option  to  rehabilitate  the 
structure  if  developer  interest  substantiates  the  feasibility 
of  doing  so.   In  such  case,  the  building  shall  be  brought  to 
a  level  which  achieves  a  decent  standard  of  safe  and  sanitary 
conditions. 


-  14  - 


CHAPTER  IX:   ZONING  DISTRICT  CHANGES 

Section  901:  Identification  of  Changes 

The  zoning  district  change  shall  be  as  shown  on  Map  4, 
"Existing  and  Proposed  Zoning". 
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CHAPTER   X:  RELATIOInJ    OF    PLAN    TO    LOCAL    OBJECTIVES 

Section  1001:   Conformity  to  General  Plan 

The  Urban  Renewal  Plan  is  in  conformity  with  the  1965/1975 
General  Plan  for  the  City  of  Boston  and  the  Regional  Core, 
as  adopted  by  the  Boston  Rede\e  lopment  Authority  in  March, 
1965,  and  its  program  for  community  improvements.  In 
addition,  the  Urban  Renewal  Plan  is  in  conformity  with  the 
General  Neighborhood  Renewal  Plan  for  the  downtown  area  of 
the  City  of  Boston,  as  adopted  by  the  Boston  Redevelopment 
Authority  in  March,  1965. 

Section  1002:   Relationship  to  Definite  Local  Objectives 

1.  Land  Use 

The  Project  will  help  achieve  the  local  objective  of 
providing  nev^  and  improved  commercial  space  in  downtown 
Boston. 

2 .  Traffic  Improvements 

The  Plan  will  enable  improvements  to  be  made  to  the 
street  system  of  the  Project  Area  in  order  to  achieve 
a  more  efficient  flow  of  traffic  and  thereby  encourage 
economic  growth.   It  will  also  meet  the  local  objectives 
of  reducing  congestion  and  accidents,  and  of  improving 
access  to  abutting  properties. 

3 .  Improvement  of  Public  Utilities 

The  Urban  Renewal  Plan  proposes  the  relocation,  abandon- 
ment, or  replacement  as  necessary  of  all  existing  sub- 
standard and  inadequate  underground  public  utilities 
with  new  underground  lines  adequate  in  capacity  and  flow 
and  in  conformance  v;ith  local  standards. 
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CHAPTER  XI :   ANTI-DISCRIMINATION  PROVISIONS 

Section  1101:   Compliance  with  Anti-Discrimination  Laws 

All  property  and  all  transactions  affecting  or  respecting  the 
installation,  construction,  reconstruction,  maintenance,  re- 
habilitation, use,  development,  sale,  conveyance,  leasing, 
management  or  occupancy  of  real  property  within  the  Project 
Area  shall  be  subject  to  the  applicable  provisions  of  Chapter 
151b  of  the  Massachusetts  General  Laws  (Ter.  Ed.)/  as  amended, 
and  to  all  other  applicable  Federal,  State  and  local  laws 
prohibiting  discrimination  or  segregation  by  reason  of  race, 
color,  creed,  sex  or  national  origin. 
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aiAPTER   XII:       MODIFICATION   AND    TERMINATION 

Section  1201:   Modification 

This  Plan  may  be  amended  at  any  time  by  the  Authority, 
provided,  however,  that: 

1.  Any  amendment  which  in  the  reasonable  opinion  of  the 
Authority  substantially  or  materially  alters  or  changes 
the  Plan  shall  be  subject  to  the  Federal,  State  and  local 
approvals  then  required  by  law; 

2.  No  amendment  to  any  provisions  of  Chapter  VT  of  the 
Plan  shall  be  effective  with  respect  to  any  land 
which  the  Authority  has  then  disposed  of  or  contracted 
to  dispose  of  without  the  consent  of  the  other  party  to 
such  disposition  or  contract,  or  such  other  party's 
successors  or  assigns;  and 

3.  If  this  Plan  is  recorded  with  the  Suffolk  Registry  of 
Deeds,  no  such  amendment  shall  be  effective  until  the 
amendment  is  also  so  recorded. 

Section  1202:   Termination 

The  provisions  and  requirements  established  in  this  Urban 
Renewal  Plan  shall  be  maintained  in  effect  for  a  period  of 
forty  (40)  years  from  the  date  of  the  original  approval  of 
the  Urban  Renewal  Plan  by  the  City  Council  and  Mayor  of  the 
City  of  Boston,  except  for  Section  1101  which  shall  remain 
in  effect  without  limitation  as  to  time. 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO, 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.   MASS.   R- 


CBD  -  Bedford-West  Urban   Renewal   Area  SUBMISSION  DATE: 

Boston   Redevelopment  Authority 


Boston,  Massachusetts 


REPORT  ON  PLANNING  PROPOSALS  Conformity  with  Code  No.   R-214(l) 

General   Plan  and 
Relationship  to 
Local   Objectives 


(a)  Conformity  with  General   Plan  and  Workable  Program 

The   CBD  Bedford-West  Urban  Renewal   Plan  is  in  conformity  with  the  1965/1975 
General    Plan  for  the  City  of  Boston  and  the  Regional   Core,  adopted  by  the 
Boston  Redevelopment  Authority  in  March,   1965,  and  with  the  Workr>ble  Program 
for  ComiTiunity  Improvement,  of  which  the  General   Plan  is  a  major  element. 

The  1965/1975  General   Plan  recognizes  the  key  functions  of  the  downtown  as 
business  and  professional    services,  government,   institutions,  cultural   and 
entertainment  activities,   and  visitor-oriented  and  communications  enter- 
prises.    It  recormiends  the  stimulation  of  new  retail  growth,   as  well   as  the 
establishment  of  new  specialty  shops,   parking  facilities,   restaurants  and 
pedestrian  concourses.     The  close  proximity  of  these  various  desirable  land 
uses   to  one  another  is  viewed  as  an  asset  for  encouraging  maximum  growth  of 
downtown  activities. 

The  Urban  Renewal    Plan  follows  these  principles  by  creating  a  new  develop- 
ment site  for  commercial    uses  similar  to  nearby  activity.     Improvements  to 
pedestrian  and  vehicular  circulation,   as  proposed  in  the  Plan,  will   further 
enhance  a  healthy  interaction  among  the  increased  activities  and  will   provide 
for  a  more  efficient  flow  of  traffic. 

(b)  Relationship  to  Definite  Local   Objectives 

The  clearance  of  the  large,  obsolete  retail   structure,  which  is   functionally 
inefficient  for  modern   retailing,  and  the  redevelopment  of  the  site  will 
help  achieve  the  local   objectives  of  providing  new  and  improved  commercial 
space  in  downtown  Boston  and  of  eliminating  a  deficiency  in  shopper  parking. 

■J 

The  Plan  will   enable  improvements  to  be  made  to  the  street  system  of  the 
project  area  in  order  to  achieve  a  more  efficient  flow  of  traffic  and 
eliminate  conflicts  between  pedestrians  and  vehicular  traffic.     It  thus 
will   meet  the  local   objectives  of  reducing  congestion  and  accidents  and 
improving  access   to  abutting  properties. 
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The  Urban  Renewal    Plan  also  proposes  the  relocation,  abandonment  or  replace- 
ment as  necessary  of  all   existing  substandard  and  inadequate  underground 
public  utilities  with  new  underground  lines  adequate  in  capacity  and  flow 
and  in  conformance  with  local   standards. 

(c)  Relationship  to  Existing  or  Proposed  Development  in  the  Surrounding  Area 

The  Bedford-West  Project  Area  is  part  of  the  Downtown  General   Neighborhood 
Renewal   Plan  Area,  Mass.   R-46.     The  proposals  of  the  Urban  Renewal   Plan  are 
in  conformity  with  the  overall   objectives  and  basic  proposals  of  the  GNRP. 
Redevelopment  of  the  site  for  new  retail   and  office  use  will   help  to  uograde 
the  commercial    and  related  activities   in  the  surrounding  district  and  re- 
verse the  trend  toward  general   property  deterioration  and  building  vacancy. 
In  addition,  provision  of  off-street  parking  facilities,  particularly  for 
shoppers,  will   help  to  relieve  an  existing  deficiency  in  the  area  and  there- 
by increase  the  desirability  and  economic  vitality  of  the  retail   core. 

The  proposals   of  the  Renewal   Plan  are  in  conformity  with  existing  and 
proposed  redevelopment  activities,  both  public  and  private,  within  the 
Central   Business  District.     Provision  will   be  made  in  the  Urban  Renewal 
Plan  for  integration  of  development  on  the  site  with  future  development 
proposals  on  adjacent  properties. 

(d)  Reasons   for  Basic  Physical   Planning  Decisions 

The  physical   planning  decisions  made  for  the  Bedford-West  Project  were  based 
on  both  the  structural   condition  of  the  building  occupying  the  site  and  on 
considerations  of  economic  obsolescence.     In  addition  to  the  substandard 
condition  of  the  building,   its  general   deterioration  and  unattractiveness  due 
to  lack  of  proper  maintenance  and  upkeep,   an  inefficient  layout  which  is  not 
conducive  to  modern   retailing  requirements   and  similar  factors   causing  building 
obsolescence  have,  over  the  years,   led  to  loss  of  business,  declining  sales 
volumes,   and  vacancy.     In  the  past  twelve  years,  three  major  retail   businesses 
on  the  site  have  gone  out  of  business.     In  addition,  conflicts  between  pedestrian 
and  vehicular  traffic  due  to  both  a  lack  of  sufficient  off-street  loading 
facilities  and  to  inadequate  pedestrian  areas,  and  the  lack  of  sufficient 
shopper  parking  facilities,  have  further  aggravated  the  economic  problems  in 
the  project  area,  which,   in  turn,  have  led  to  further  deterioration.     The 
improvements  proposed  in  the  Plan  are  intended  to  stop  and  reverse  this  trend. 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO, 

PART   I:      FINAL   PROJECT  REPORT 
PROJECT  NO.   MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal  Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 

REPORT  ON  PLANNING  PROPOSALS  National   Register  Code  No.   R-214(2) 

Properties 


Not  applicable.     No  properties  v;ithin  the  project  area  are  listed  on  the 
National   Register. 
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APPLICATION  FOR  LOAN  AND  GRANT  BINDER  NO, 

PART  I:   FINAL  PROJECT  REPORT 
PROJECT  [JO.  MASS.  R- 


CBD  -  Bedfor '-West  Urban  Renewal  Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 


Boston,  Massachusetts 


REPORT  ON  PLANNING  PROPOSALS       Acquisition  of  Sound    Code  No.  R-214(3) 

Properties  Involving 
Hiqh  Acquisition  Costs 


Not  applicable.  The  single  property  to  be  acquired  is  determined  to  be 
structurally  substandard  requiring  clearance. 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO. 

PART   I:      FINAL   PROJECT  REPORT 
PROJECT  NO.    MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE; 

Boston  Redeveloprrent  Authority 
Boston,  Massachusetts 


REPORT  ON  PLANNING  PROPOSALS  Residential   Reuse  Code  No.   R-214(4) 


Not  applicable.     No  residential   reuse  is  proposed  within  the  project  area. 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO. 

PART   I:      FINAL   PROJECT  REPORT 
PROJECT  NO.    r4ASS.    R- 


CBD  -  Bedfo-d-West  Urban   Renewal  Area  SUBniSSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 

REPORT  ON  PLANNING  Basis  of  Determinations  Code  No.   R-214(5) 

PROPOSALS  that  Objectives  of  the 

Plan  Cannot  be  Achieved 

throunh   Rehabilitation 


The  objectives  of  the  CBD  Bedford-West  Urban  Renewal   Plan  cannot  be  achieved 
through  rehabilitation.     Clearance  is  necessary  in  order  to  remove  a  building 
structurally  substandard  and  beyond  the  point  of  economic  repair.     Conditions 
of  building  obsolescence  adversely  affecting  the  practicality  of  improvement 
or  conversion  are  detailed  in  Code  No,   R-212(3)(d). 

(a)  Buildings   to  be  cleared  which  are  structurally  substandard  and  infeasible 
of  rehabilitation 

The  single  structure  in  the  Project  Area  was  determined  to  be  structurally 
substandard  and  infeasible  of  rehabilitation,   based  on  detailed  building 
condition  surveys   conducted  by  and  for  the  Authority.    (See  Code  R-212(3)(b)) 

(b)  Buildings  not  included  in  Item  (a)  above  which  must  be  cleared  in  order 
to  remove  blighting  influences 

None 

(c)  Buildings  not  included  in  Items   (a)  or  (b)   above  which  must  be  cleared 
in  order  to  achieve  specific  Plan  objectives 

None 

(d)  Description  of  consideration  given  to  proposals  that  would  retain  a 
greater  number  of  buildings  which  are  structurally  sound  or  capable 
of  rehabilitation 

Extensive  interior  and  exterior  surveys  of  the  condition  of  the  sinnle 
structure  were  made  by  and  for  the  Authority  to  measure  and  determine  the 
feasibility  of  rehabilitation.     Conseguently,   in  so  far  as  practical,  every 
effort  was  made  in  the  development  of  the  Urban  Renewal   Plan  to  consider 
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the  retention  of  the  project  area  structure  for  rehabilitation.     Based 
on  the  inspec   ion  reports  which  detail   the  structural,  mechanical, 
sanitary,  safety  and  other  conditions  of  the  building,   it  was  determined 
that  its  structural   condition,   functional  obsolescence  and  environmental 
deficiencies   and  the  costs  required  for  a  complete  and  comprehensive 
rehabilitation  to  restore  the  building  for  contemporary  use  adversely 
affected  the  economic  feasibility  of  improvement  or  conversion.     Appropriate 
documentation  is   contained  in  the  files  of  the  Authority. 

Notwithstanding  the  above  determination,  the  Authority  will  reserve  to 
itself  the  option  to  rehabilitate  this  structure  if  developer  interest 
substantiates  the  feasibility  of  doing  so. 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO, 

PART   I:      FINAL   PROJECT  REPORT 
PROJECT  NO.   MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal  Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


REPORT  ON  MINORITY  GROUP  CONSIDERATION  Code  No.   R-215 


Not  applicable.     No  housing  is   located  within  the  Bedford-West  Urban  Renewal 
Project  Area. 
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APPLICATION  FOR  LOAN  AND  GRANT  BINDER  NO. 

PART   I:     FINAL  PROJECT  REPORT 
PROJECT  NO.   MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal  Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


COMMUNITY  ORGANIZATION  DATA  Code  No.   R-216 


Not  applicable.     No  individuals  or  families  reside  within  the  Bedford-West 
Urban  Renewal   Area. 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO, 

PART   I:      FINAL   PROJECT  REPORT 
PROJECT  NO.    MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE; 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


REPORT  ON   CITIZEN  PARTICIPATION  Code  No.   R-217 


Not  applicable.     No  individuals  or  families   reside  within  the  Bedford-West 
Urban  Renewal   Area. 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO. 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.   MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal  Area  SUBMILSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


REHABILITATION  DATA  Code  No.   R-221 


Not  applicable.     There  are  no  rehabilitation  activities  contemplated  at  this 
time.     However,   the  Authority  reserves  the  option  to  rehabilitate  the  single 
structure  within  the  project  area  if  developer  interest  substantiates  the 
feasibility  of  doing  so. 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO. 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.   MASS.   R- 


CBD  -  Bedford-West  Urban  Renewal  Area  SUBMISSION  DATE; 

Boston  Redeveloprrent  Authority 
Boston,  Massachusetts 


LAND  ACQUISITION  REPORT  Property  Map  Code  No.   R-222(l) 


A  property  map  is  submitted  under  separate  cover  with  this  report. 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 


BINDER  NO. 


CBD  -  Bedford-West  Urban  Renewal   Area 
Boston  Redevelopment  Authority 
Boston,  Massacliusetts 


SUBMISSION  DATE: 


LAND  ACQUISITION   REPORT 

Tab 
Acq 

ulation  of                     Code 
uired  Property 

No.    R-222(2) 

Estimates  of 
Value  and 
Acquisition 
Cost 

No.   of 
Parcels 

Land 
Area  in 
Square 
Feet 

Appraiser's  Valuations 

Land                       Total 
Only 

LPA  Esti- 
mate of 
Acquisi- 
tion Cost 

a.   Total   purchases 
and  donations 

6 

51,293 

$  -                    $2,100,000 

$3,500,000 

b.   Purchases 
(Total ) 

6 

51,293 

$  -                     $2,100,000 

$3,500,000 

Federally 
owned  or 
leased 

- 

- 

- 

- 

Other  publicly 
owned 

- 

- 

- 

- 

Privately 
owned 

6 

51,293 

$2,100,000 

$3,500,000 

Public  utility 
easements 

- 

- 

- 

- 

Damage  to 
property 
not  taken 

- 

- 

- 

- 

c.    Donations 
(Total ) 

- 

- 

$  -                    $         - 

$         - 

Vacation  of 
Streets  and 
other  public 
rights-of-way 

- 

- 

- 

Donations  by 
LPA 

- 

- 

- 

- 

Donations  by 
other  entities 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO, 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.   MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  ACQUISITION  REPORT  Critical    Parcels  Code  No.   R-222(3) 


Not  applicable.     No  acquisition  parcel   is  determined  to  be  a  critical   parcel 
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APPLICATION  FOR  LOAN  AND  GRANT  BINDER  NO. 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.    MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE: 

Boston  Redeveloprrent  Authority 
Boston,  Massachusetts 


LAND  ACQUISITION  REPORT  Consequential    Damage  To  Code  No.   R-222(4) 

Unacquired  Property 


No  payment  of  consequential   damages  to  any  real   or  personal   property  is 
anticipated. 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO, 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.    MASS.    R- 


CBD  -  Bedford-West  Urban   Renewal  Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 


Boston,  Massachusetts 


LAND  ACQUISITION  REPORT  Property  Interest  Of  Code  No.   R-222(5) 

Local  Officials 


An  affidavit  will   be  signed  by  the  members  and  employees  of  the  LPA  and  by 
the  numbers  of  the  governing  body  of  the  locality  disclosing  whether  they 
have  any  interest  in  property  located  within  the  Project  Area. 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO. 

PART   I:      FINAL   PROJECT  REPORT 
PROJECT  NO.    MASS.    R- 


CBD  -  Bedford-West  Urban   Renewal   Area  SUBMISSION  DATE 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


RELOCATION  REPORT  Code  No.   R-223 


A.     Family  Relocation 

Not  applicable.     No  families  or  individuals  reside  within  the  project 
area. 


B.     Business   Relocation 

All   of  the  twelve  business  firms  within  the  project  area  have  relocated 
during  the  Early  Land  Program,  or  are  preparing  to  vacate  in  the  imme- 
diate future.     Eleven  of  the  businesses  had  formerly  been  given  temporary 
moves   from  the  School -Franklin  Project,  Mass.   R-82_,  and  their  relocation 
benefits  will   be  charged  to  that  project.     One  business  had  been  a 
tenant  in  the  property  at  the  time  the  Authority  acquired  it,  and  con- 
sequently his   relocation  benefits  will   be  charged  to  the  Bedford-West 
Project.     All   business  relocation  payments  have  been,  or  will   be,  made 
in  compliance  with  the  Uniform  Relocation  Assistance  and  Real    Property 
Acquisition  Policies  Act  of  1970. 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO. 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.   MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


PROJECT  IMPROVEMENTS  REPORT  Code  No.   R-224 


A.  Project   Improvements   Report 

The  Projects  Improvement  Report  is  attached. 

B.  Pollution  Control   Standards 


A  letter  from  the  Corrmonwealth  of  Massachusetts,  Water  Resources  Divi 
sion,  noting  that  sewerage  Improvements  in  the  proposed  project  will 
not  add  to  water  pollution  is  attached. 
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PROJECT  MASS.  R- 


CENTRAL  BUSINESS  DISTRICT  -  BEDFORD-WEST  URBAN  RENEWAL  PROJECT 


CODE  NO.  R-224 


PROJECT  IMPROVEMENTS  REPORT 


JANUARY  1973 


BOSTON  REDEVELOPMENT  AUTHORITY         * 
BOSTON,  MASSACHUSETTS 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  1:  FINAL  PROJECT  REPORT 

CENTRAL  BUSINESS  DISTRICT  PROJECT:  BEDFORD-WEST  AREA 
BOS'ON  REDEVELOPMENT  AUTHORITY 
BOSiON,  MASSAChJSETTS 


PROJECT  IMPROVEMENT  REPORT  CODE  R-224 


The  Bedford-West  Area  is  a  part  of  the  Central  Business  District  Project 
and  is  bounded  on  the  north  by  Bedford  Street;  on  the  east  by  Harrison  Avenue 
Extension;  on  the  south  by  Norfolk  Place;  on  the  west  by  Washington  Street. 

The  Bedford-West  part  of  the  department  store  district  of  the  Central 
Business  District,  and  the  renewal  of  this  area  is  designed  to  upgrade  and 
revitalize  this  section  of  the  city  by  removing  a  deteriorating  unoccupied 
structure  to  form  a  new  parcel  and  provide  for  new  land  uses.  The  proposed 
street  adjustments  are  designed  to  meet  project  requirements  for  more  orderly 
flow  of  traffic  through  the  area.  The  proposed  utility  adjustments  are 
compatible  with  the  existing  and  proposed  street  locations  in  the  area,  and 
are  arranged  to  maintain  continuity  with  the  respective  systems  in  adjacent 
areas. 

The  unit  costs  are  provided  in  this  report  and  have  been  derived  from 
comparison  with  similar  construction  work  in  the  region,  and  reflect  certain 
existing  conditions  in  the  project  area.  Many  of  the  improvements  proposed 
will  occur  in  congested  streets,  or  in  streets  with  dense  vehicular  traffic. 
This  will  result  in  disruption  of  construction  operations  in  the  area  and 
limit  the  continuous  work.  In  addition,  the  existing  streets  and  utilities 
have  been  in  place  for  many  years.  Construction  operations  under  such 
conditions  will  be  more  expensive,  due  to  irregular  and  congested  utility 
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arrangements  and  the  additional  protection  and  operation  required  for  existing 
facilities  adjacent  thereto. 

In  all  of  the  following  estimates  ten  (10)  percent  has  been  allowed  for 
contingencies  and  thirty  (30)   percent  for  the  anticipated  unit  cost  increase 
from  unit  cost  used  until  construction  completion. 

The  initial  engineering  studies  and  drawings  are  in  a  preliminary  stage 
of  development.  There  are  several  indeterminate  factors  which  could  materially 
increase  the  costs  of  project  improvements,  especially  in  areas  where  facilities 
are  old  and  congested.  Such  cost  increases  will  result  from  (1)  additional 
requirements  to  maintain  the  integrity  of  a  system  during  construction  of 
various  improvements,  (2)  variation  in  unconfirmed  underground  locations  and 
conditions  of  utilities,  and  (3)  unknown  factors  coincidental  to  the  design  and 
construction  of  the  class  of  work.  Therefore,  due  to  the  nature  and  location  of 
the  contemplated  improvements,  a  contingency  factor  of  ten  (10)  percent  was  used. 

When  the  total  Central  Business  District  project  was  estimated,  the 
Engineering  New  Record  Construction  Index  had  risen  from  approximately  1445  for 
December  1970  to  1909  for  December  1973  (projected).  This  represented  an  increase 
of  10.0  percent  average  for  one  year.    It  has  been  noted  that  the  Construction 
Cost  Index  for  Boston,  Massachusetts  averaged  thirteen  (13)  percent  for  the  three  year 
period  ending  December  1973  (projected). 

It  was  assumed  in  the  total  project  estimate  that  the  improvements  would 
occur  in  three  years  and  that  the  cost  increase  rate  would  continue.  Therefore, 
an  anticipated  unit  cost  increase  of  thirty  (30)     percent  has  been  retained 
for  the  Bedford-V.'est  Area. 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  1:  FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS. 

CENTRAL  BUSINESS  DISTRICT:  BEDFORD-WEST  AREA 
BOSTON  REDEVELOPMENT  AUTHORITY 
BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT:  DEMOLITION  AND  SITE  CLEARANCE  CODE  NO.  R-224  (1) 

The  following  is  an  explanation  of  the  scope  and  standards  applicable  to 
demolition  and  site  clearance  activities. 

Site  clearance  shall  include  the  complete  and  satisfactory  demolition  and 
removal  of  the  buildings  and  all  contents  therein.  Estimates  shall  be 
completely  cleaned  of  all  unsuitable  materials,  debris  and  all  partition 
walls  and  supports  for  the  appurtenances  to  the  building. 

Foundation  wall  and  supporting  columns  shall  be  removed  at  least  four  feet 
below  existing  ground  where  basements  are  under  new  or  widened  streets. 

Solid  fill,  consisting  of  non-combustible  materials,  such  as  brick,  stone, 
and  plaster  (but  not  v/ood  lath)  shall  be  used  to  fill  the  basement  area 
and  shall  be  placed,  rolled,  and  tamped  to  within  six  inches  of  existing 
ground.  All  other  materials  not  used  for  fill  shall  be  removed  from  the 
site  and  disposed  by  the  Contractor. 

A  minimum  of  six  inches  of  sanitary  fill  shall  be  used  to  bring  the  basement 
areas  to  existing  ground  elevation.  Final  fill  shall  be  rough  graded. 

Where  basement  areas  are  under  new  or  widened  streets,  the  contractor  shall 
fill  the  last  four  feet  with  approved  bank  run  gravel. 


PROJECT  IMPROVEMENT  REPORT 

EXHIBIT  "A"  DEMOLITION  AND  SITE  CLEARANCE 


CODE  NO.  R-224  (1) 


Total 
Cost 

Demolition  of  Buildings        836,340 


1 
100 


Charge 
To  Project 

836,340 


TOTAL 


836,340 


836,340 


PROJECT  IMPROVEMENT  REPORT  CODE  NO.  R-224  (1) 

EXHIBIT  "B"  DEMOLITION  AND  SITE  CLEARANCE 


A.  DEMOLITION  OF  BUILDINGS 

Estimated 

Block    Boundary  Streets  Total  Cube  (C.F.) 

51     Washington,  Bedford,  Harrison  Ave.  Ext.,  4,099,680 
Norfolk  PI. 

4,099,680  cubic  feet  at  $0.17  per  cubic  foot  696,945 

Contingencies,  Unit  Cost  Increase  =  20%  139,390 


USE  $836,340 


Total      836,335 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  1:  FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS. 

CENTRAL  BUSINESS  DISTRICT  PROJECT:  BEDFORD-WEST  AREA 
BOSTON  REDEVELOPMENT  AUTHORITY 
BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT:  STREETS  CODE  NO.  R-224  (2) 

(1)  Reconstruction  and  widening  of  portions  of  existing  streets  compatible 
with  proposed  land  use  and  traffic  flow  changes  in  the  area. 

(2)  Reconstruction  of  some  existing  street  surfaces  where  extensive  utility 
changes  are  required. 

A  visual  survey  was  made  of  all  streets  and  appurtenances  in  the  project 
area.  Right-of-way,  pavement,  sidewalk  widths,  and  other  pertinent  information 
was  obtained  from  personnel,  drawings  and  records  of  the  City  of  Boston,  Public 
Works  Department-Highway  Division.  This  information,  in  conjunction  with  the 
proposed  renewal  and  traffic  changes  in  the  area,  was  used  as  a  basis  for  street 
improvements  specified  in  Exhibit  "B".  All  changes  are  in  compliance  with 
standards  used  by  the  City  of  Boston,  Public  Works  Department  and/or  accepted 
highway  standards  pertinent  to  the  specific  street  rating.  No  vertical  or 
horizontal  sight  distance  deficiencies  exist  in  the  present  street  alignments. 
The  topography  of  the  area  is  such  that  modifications  to  or  new  alignments  for 
proposed  streets  will  require  no  major  grading  to  incorporate  acceptable 
vertical  and  horizontal  sight  distances. 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  1:  FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS. 

CENTRAL  BUSINESS  DISTRICT  PROJECT:  BEDFORD-WEST  AREA 
BOSTON  REDEVELOPMENT  AUTHORITY 
BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT:  COST  SUMMARY  CODE  NO.  R-224 


Code 
No. 


Cost 


R-224(2)    Street  Adjustments  133,720 

R-224(3)    Street  Lighting  68,510 

R-224(4)    High  Service  Water  System  52,500 

R-224(5)    High  Pressure  Fire  System  60,340 

R-224(6)A   Surface  Drainage  System  71,240 

R-224(6)B   Sanitary  Sewer  System  25,640 

R-224(7)    Police  Signal  System)  8,650 

R-224(8)    Fire  Alarm  System   ) 

R-224(9)    Traffic  Control  System  25,370 

R-224(10)   Street,  Traffic  and  800 
Directional  Signs 

R-224(ll)   Engineering  (Construction  Plans  &  Documents, 

Field  Engineering  &  Survey  for  L  &  G)  *  -  13'^  58,080 

TOTAL  PROJECT  IMPROVEMENTS  504,850 

R-224(ll)   Engineering  (Master  Control  and  General 

Overall  Design,  P.I.C.  Plans,  Special  Studies,  - 

Borings  and  Delivery  Parcel  Plans)  *    -5%  22,340 

TOTAL  ENGINEERING  80,420 
*  See  R-224(ll) 
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PROJECT  IMPROVEMENT  REPORT  CODE  NO.  R-224(2) 

EXHIBIT  "A"  -  STREETS 


CHARGE 
STREET  TOTAL  TO  PROJECT 

COST        %. 

Bedford  (Washington  to  Harrison  Ave.     30,950      100         30,950 
Extension) 

Washington  (Norfolk  PI.  to  Bedford)      53,210      100         53,210 

Harrison  Ave.  Ext.  (Bedford  to  Norfolk    18,050      100         18,050 

Place) 

Norfolk  PI.  (Washington  to  Harrison  Ave.  31,510      100       -  31,510 
Extension) 

133,720  133,720 


PROJECT  IMPROVEMENT  REPORT 

EXHIBIT  "B"  -  STREET  COSTS  BY  STREETS 


CODE  NO.  R-224(2) 


BEDFORD  STREET 


FROM  Washington  to  Harrison  Ave.  Ext. 


TREATMENT:  REBUILD 


ITEM 

Pavement  (12"-3"-2i2"  Section)  Rebuild 
Granite  Curb,  (Type  VA-4,  Straight) 
Granite  Curb,  (Type  VA-4)  Curved) 
Concrete  Sidewalk,  Rebuilt 

Contingencies,  Unit  Cost  Increase 


UNIT 

QUANTITY 

UNIT 
COST 

TOTAL 

SY 

1,000 

10.00 

10,000 

LP 

520 

7.00 

3,640 

LP 

60 

11.50 

690 

SY 

570 

13.65 

7,780 

22,110 

- 

40% 

8,844 

30,954 


USE  $30,950 


WASHINGTON  STREET 
FROM  Norfolk  PI.  to  Bedford 

ITEM 

Pavement  [W-Ah-2h"   Section)  Rebuild 
Granite  Curb  (Type  VA-4,  Straight) 
Granite  Curb,  (Type  VA-4,  Curved) 
Concrete  Sidewalk,  Rebuilt 

Contingencies,  Unit  Cost  Increase 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

1,150 

11.00 

12,650 

LF 

620 

7.00 

4,340 

LF 

80 

11.50 

920 

SY 

670 

30.00 

20,100 

38,010 

- 

40% 

15,204 

53,214 


USE  $53,210 


HARRISON  AVE.,  EXT. 


FROM  Bedford  to  Norfolk  PI. 

ITEM 

Pavement  (12"-3"-2J2")  Rebuild 
Granite  Curb  Type  VA-4,  Straight 
Granite  Curb  Type  VA-4,  Curved 
Concrete  Sidewalk,  Rebuilt 

Contingencies,  Unit  Cost  Increase 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

600 

10.00 

6,000 

LF 

320 

7.00 

2,240 

LF 

60 

11.50 

690 

SY 

290 

13.65 

3,959 
12,889 

-40% 

5,156 

USE  $18,050 


NORFOLK  PLACE 


FROM  Washington  to  Harrison  Ave.,  Ext. 

ITEM 

Pavement  (12-4%-2%"  Section) 
Cranite  Curb,  Type  VA-4,  Straight 
Granite  Curb,  Type  VA-4  Curved 
Concrete  Sidewalk 

Contingencies,  Unit  Cost  Increase 


18,045 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

SY 

1,100 

10.00 

11,000 

LF 

400 

7.00 

2,800 

LF 

100 

11.50 

1,150 

SY 

600 

12.60 

7,560 
22,510 

-40% 

9,004 

31,514 


USE  $31,510 


PROJECT  IMPROVEMENT  REPORT 
EXHIBIT  "C"  -  STREET  UNIT  COSTS 


CODE  NO.   R-224(2) 


BIl^vglTOUS  nOIICRETE  STHRFACE  -  TYPE  I-l-ly"   -  RESURFACE  Oil  EXTSTIITG  SURFACE 

ITB-i 
EaiEing  1-Janholes,   Catchbasins,   etc. 
Cleanins  and  Preparing  Ejcisting  Surface  SY 
Tack  Coat 


lit 


Bituminous  Concrete  -  Type   I-l-l^ 


USE  C^2.15  PER  SY 

EiTin.rcirous  coNCPjrr'E  paahsieut  (i2'k^-2h"  sectioii) 

ITEI-l 


QUiMJTITY 

U1HT 

UNIT 

PER  SY 

COST 

TOTAL 

SY 

- 

$o.6o 

$0.60 

;  SY 

1.0 

0.12 

0.12 

GL 

0.5 

0.!+2 

0.21 

TIT 

0.08 

15.00 

1.20 

Existing  Street  Excavation 
Gravel  Borrow  -  12" 
Bituminous  Concrete  -  Tj^pe  I-l-^^" 
BituirdnouG  Concrete  -  Tj-pe  1-1-2-^, 
1'j.Ec.  Calciu;:!  Chloride,  Grading 
Rolling  and  Finishing 


-1 II 


$2.13 


1        0  ' " 

SECTIOH)   , 

.  RESULT 

QU/a;TITY 

UlJlT 

UNIT 

PER  SY 

COST 

TOTAL 

SY 

$loOO 

$3.50 

$3.50 

CY 

0.33 

6.00 

2.00 

TN 

0.25 

12.00 

3.00 

TN 

O.li;- 

12.00 

1.68 

- 

- 

- 

0.80 

USE  .til. 00 


$10.98 


Ill 


ITg-1 
Existing  Street  Excavation 
Gravel  Borrow  -  12" 
Bituminous  Concrete  -  Tj-pe  1-1-3" 
Bituminous  Concrete  -  Tj'pe  I-l-Sg 
Misc.  Calcium  Chloride,  Grading 
Rolling  and  Finishing 

USE  $10.00  PER  SY 
GR'J'JITE  CURB  -   TYT-'E  YA-k   ?"TRi'aGHT 


:i2-3-2A" 

SECTIOTI)    ■ 

-  REHJILT 

QUANTITY 

UIjTT 

UlIIT 

PER  SY 

COST 

TOTAL 

SY 

$1.00 

$3.50 

$3.50 

CY 

0.33 

6.00 

2.00 

TN 

0.17 

12.00 

2.0if 

TN 

O.lU 

12.00 

1.68 

- 

- 

- 

0.80 

ITS!-1 
Granite  Curh-  Tj'pe  VA-^t,  Straight 
Crushed  Stone  Ease  and  Drain 


qu/j;tity 
ut'ut     per  sy 


LF 

TE 


$1.00 
0.07 


UIJIT- 
COST 

$6.50 

6.00 


$10.02 


TOTAL 
$6.50 
O.kP. 


USE$7-p0PERLP 


$6.92 


GRAMTE  CURB  -  TYPE  VA-k  aiRVED 

ITFM 
Granite  Curb   -  Type  VA-i4-,    Curved 
Cruched   Stone  Ease  and  Drain 


UlTIT 

QUAETITY 
PER  SY 

UlIIT 
COST 

TOTAL 

?d                  LF 

1.00 

$11.00 

$11.00 

TIJ 

0.07 

6.00 

0.1l2 

USE  $11.50  PE 

R  LF 

I. 

$11.J;2 

COKCHETE  SIDE'.r/.LIC  —  1  counsE  —  rerjilt 


ITEi.l 
Concrete  Sid  ewalk.  Removed 
Earth  E>xavation  -  h"   Average 
Gravel  Borrow  -  k" 
Grading,  Rolling  and  Finishing 
Concrete  Sidewalk  -  1  courGe 


QUANTITY 

UIUT 

UI-JIT 

PER  SY 

COST 

TOTAL 

sy 

1.00 

$2.75 

$2.75 

CY 

0.11 

4.50 

o.k9 

CY 

0.11 

6.00 

0.66 

SY 

1.00 

0.75 

0.75 

SY 

1.00 

9.00 

9.00 

USE  613.6^  PER  SY 


$13.65 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  1:  FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS 

CENTRAL  BUSINESS  DISTRICT  PROJECT:  BEDFORD-WEST  AREA 
BOSTON  REDEVELOPMENT  AUTHORITY 
BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT:  STREET  LIGHTING  CODE  NO.  R-224(3) 

The  existing  lighting  system  consists  of  concrete  standards  with  single 
arm  fixtures.  Some  new  units  have  been  installed  in  recent  years  in  accordance 
with  the  latest  standards  of  the  City  of  Boston  Public  Works  Department, 
Lighting  Division. 

All  existing  lighting  that  does  not  comply  with  current  specifications 
will  be  removed  and  replaced.  New  light  standards  will  be  the  same  for  single 
or  twin  luminaires.  Lamp  brackets  will  be  6  or  12  feet  long  dependent  upon 
location  requirements.  The  lighting  units  will  be  mercury-vapor  luminaries 
unitized  400  watts  (20,000  lumens)  and  250  watt  (10,500  lumens). 

Power  supply  is  provided  for  the  lighting  system  through  conduits  and 
cables  installed  in  the  existing  streets  and  serviced  by  the  Boston  Edison 
Company  for  the  City  of  Boston.  New  conduits  and/or  cables  will  be  installed 
where  required  by  additional  lighting  or  street  relocation.  New  and/or 
supplementary  lighting  will  be  installed  in  accordance  with  the  following 
specifications  of  the  City  of  Boston  Public  Works  Department,  Lighting 
Division,  to  conform  with  the  class  of  intended  use. 


LUMENS  INITIAL 

CLASS      DESCRIPTION  PER  LIN.  FT.         VAPOR  LUMENS 

MAJOR  STREETS 

A        \lery   heavy  vehicular       250-300  20,000 

and/or  pedestrian 
traffic,  bus  routes, 
or  four  or  more  traffic 
lanes 

B        Moderate  to  heavy  40-90  11,000 

vehicular  and/or 
pedestrian  traffic, 
or  bus  routes 

The  greatest  portion  of  the  area  will  be  illuminated  with  Class  A 

lighting  as  it  is  predominantly  a  commercial  area  with  very  heavy 

pedestrian  and  vehicular  traffic.  Some  of  the  existing  concrete 

standards  will  be  replaced  due  to  improper  spacing  and/or  unsatisfactory 

physical  condition. 
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PROJECT  IMPROVEMENT  REPORT  CODE  NO.  R-22^  (3) 

EXHIBIT  "A"  -  STREET  LIGHTING 


TOTAL  CHARGE 

STREET  COST  %     TO  PROJECT 

Bedford  (Washington  to  Harrison  8,010  100      8,010 
Ave. ,  Ext. ) 

Washington  (Norfolk  PI.  to  Bedford)  8,830  100      8,830 

Harrison  Ave.  Ext.  (Bedford  to  39,420  100     39,420 
Norfolk  PI.) 

Norfolk  PI.  (Washington  to  Harrison  12,250  100     12,250 

Ave.  Ext.)  

Total  68,510            68,510 


PROJECT  IMPROVEMENT  REPORT 
EXHIBIT  "B"  -  STREET  LIGHTING 


CODE  NO.  R-224(3) 


BEDFORD  STREET 


FROM  Washington  to  Harrison  Ave.  Ext. 

ITEM 

Lighting  Standard,  single,  in  place 

Distribution  Manhole,  New 

Main  Conduit  and  Cable  in  place 

Contingencies,  Unit  Cost  Increase 


UNIT 

QUANTITY 

UNIT 
COST 

TOTAL 

Ea. 

2 

840.00 

1,680 

Ea. 

1 

950.00 

950 

LF 

300 

10.30 

3,090 
5,720 

-  40% 

2,288 

8,008 


USE  $8,010 


HARRISON  AVE.  EXT, 


FROM  Bedford  to  Norfolk  PI. 

ITEM 

Lighting  Standard,  single,  in  place 

Pull  Box 

Main  Conduit  and  Cable  in  place 

Control  Cabinet 

Contingencies,  Unit  Cost  Increase 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Ea. 

2 

840.00 

1,640 

Ea. 

2 

200.00 

400 

LF 

220 

10.30 

2,266 

Ea. 

1     2: 

,000.00 

2,000 
6,306 

-  40% 

I. 

f 

2,522 
8,828 

USE  $8,830 


WASHINGTON  STREET 


FROM  Norfolk  PI.  to  Bedford 

ITEM 

Lighting  Standard,  single  in  place 
Pull  Box 

Lighting  Standard,  single  Remove 
Main  Conduit  and  Cable  in  place 
Distribution  Manhole,  New 
Control  Cabinet 

Contingencies,  Unit  Cost  Increase 


UNIT 

QUANTITY 

UNIT 
COST 

TOTAL 

Ea. 

15 

840.00 

12,600 

Ea. 

8 

300.00 

2,400 

Ea. 

1 

50.00 

50 

LF 

700 

10.30 

7,210 

Ea. 

2 

950.00 

1,900 

Ea. 

2   2 

,000.00 

4,000 
28,150 

-  40% 

11,264 

39,424 


USE  $39,420 


NORFOLK  PLACE 


FROM  Washington  to  Harrison  Ave.  Ext. 

ITEM 

Lighting  Standard,  single,  in  place 

Pull  Box 

Main  Conduit  and  Cable  in  place 

Distribution  Manhole,  New 

Control  Cabinet 

Contingencies  Unit  Cost  Increase 


UNIT 

QUANTITY 

UNIT 
COST 

TOTAL 

Ea. 

3 

840.00 

2,520 

Ea. 

2 

300.00 

600 

LF 

260 

10.30 

2,678 

Ea. 

1 

950.00 

950 

Ea. 

1   2 

,000.00 

2,000 

40% 

if 

8,748 

3,499 

12,247 

USE  $12,250 


PROJECT  IMPROVEMENT  REPORT 

EXHIBIT  "C"  -  STREET  LIGHTING  -  UNIT  COST 


CODE  NO.  R-224(3) 


STANDARD  -  SINGLE  LUMINAIRE 


ITEM 

Standard  -  In  Place 

Luminal  re  Unitized  150-400  Watts  MV 
Built-in  Ballast  and  Photo  Cell 

Lamp  Bracket  -  6' 

Cable  2  #10-Lamp  Lead 

Quarter  Bend 

Light  Base 


ITEM 

Conduit  -  3"  Steel 

Cable 

Trench  Excavation 

Gravel  Backfill 


UNIT 
Ea. 

Ea. 

Ea. 

LF 

Ea. 

Ea. 


USE  $840  Ea. 


MAIN  CONDUIT  AND  CABLE 


QUAN 
PER 


30 


ITY 

EA. 


UNIT 
COST 


TOTAL 


330.00   330.00 


210.00 

210.00 

60.00 

60.00 

1.00 

30.00 

10.00 

10.00 

200.00 

200.00 

840.00 


UNIT 

QUANTITY 
PER  EA. 

UNIT 
COST 

TOTAL 

LF 

1 

4.50 

4.50 

LF 

1 

4.00 

4.00 

CY 

0.19 

5.00 

.95 

CY 

0.19 

4.50 

.85 

10.30 


USE  $10.30  PER  LF 


Exhibit  "C 
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MISCELLANEOUS  ITEMS 


ITEM 

Manhole  -  In  Place 
Standard  -  Removed 
Control  Cabinet 
Pull  Box 


UNIT 

QUANTITY 

UNIT 
COST 

TOTAL 

Ea. 

1 

950.00 

950. 0( 

Ea. 

1 

50.00 

50. 0( 

Ea. 

1 

2,000.00 

2,000. 0( 

Ea. 

1 

300.00 

300. 0( 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  1:  FINAL  PROJECT  REPORT 
PROJECT  NO. 

CENTRAL  BUSINESS  DISTRICT  PROJECT:  BEDFORD-WEST  AREA 
BOSTON  REDEVELOPMENT  AUTHORITY 
BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT:  HIGH  SERVICE  WATER  CODE  NO.  R-224(4) 


The  existing  high  service  v/ater  system  is  the  principal  water  supply  system 
in  the  area.  It  supplies  water  for  domestic  and  commercial  uses  and  also  affords 
building  fire  protection  in  the  area.  This  system  gives  complete  coverage  to  the 
existing  Project  Area.  The  Existing  system  is  installed  in  a  grid  pattern  and  is 
supplied  from  M.D.C.  high  service  mains.  The  western  section  is  supplied  by  a  20" 
main  located  in  Boylston  Street  and  a  16"  main  located  in  Columbus  Avenue.  The 
system  will  be  expanded  to  complete  the  grid  pattern  in  compliance  with  the 
proposed  street  adjustment.  New  piping  will  be  installed  wherever  condition  of 
pipe  or  capacity  is  questionable  or  wherever  records  indicate  a  history  of 
physical  failure.  Larger  diameter  mains  will  be  installed  where  necessary  to 
provide  better  distribution  in  the  grid  network. 

The  City  of  Boston  Public  Works  Department,  Water  Division,  has  complete 
jurisdiction  of  all  water  systems  in  the  renewal  Project.  The  established  policy 
standardizes  the  material  used  in  both  the  low  and  the  high  service  water  systems 
and  provides  division  gate  valves  between  each  system  to  allow  for  flexibility  of 
use.  The  proposed  changes  in  the  high  service  water  system  comply  with  the 
standards  established  by  the  City  of  Boston  Public  Works  Department,  Water  Division, 
and  recommendations  published  by  the  American  Water  Works  Association. 
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PROJECT  IMPROVEMENT  REPORT  CODE  NO.  R-224(4) 

EXHIBIT  "A"  -  HIGH  SERVICE  WATER  COSTS  BY  STREETS 


TOTAL  CHARGE 

STREET                               COST  %           TO  PROJECT 

Bedford  (Washington  to  Harrison  Ave.  Ext.)  19,250  100     19,250 

Norfolk  PI.  (Washington  to  Harrison  Ave. 

Ext.)                              19,250  100     19,250 

Harrison  Ave.  Ext.  (Norfolk  PI.  to  Bedford)  14,000  100     14.000 

52.500  52,500 
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PROJECT  IMPROVEMEriT  REPORT 

EXHIBIT  "B"  -  HIGH  SERVICE  WATER  COSTS  BY  STREETS 


CODE  NO.  R-224(4) 


BEDFORD  STREET 


FROM  I'.'ashington  Street  to  Harrison  Ave.  Ext. 


ITEM 


UNIT 
UNIT    QUANTITY    COST    TOTAL 


12"  Pipe,  C.I.,  class  250,  in 
place  w/fitting  allov/ance 

12"  Valve,  gate,  225  lb.,  in 
place  v;/box 

Connection  to  Existing  Main 


Contingencies,  Unit  Cost  Increase 


LF 

Ea. 
Ea. 


300     35.00   10,500 


40% 


USE  $19,250 


2 

1,500.00 

3,000 

1 

250.00 

250 

13,750 

5,500 

19,250 
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NORFOLK  PLACE 


FROM  Washington  to  Harrison  Ave.,  Ext. 


ITEM 

12"  Pipe,  C.I.  class  250,  in 
place  w/fitting  allowance 

12"  Valve,  gate  225  lb.,  in 
place  w/box 

Connection  to  Existing  Main 


Contingencies  Unit  Cost  Increase 


UNIT 


USE  $19,250 


HARRISON  AVENUE  EXT. 


FROM  Norfolk  PI.  to  Bedford 


ITEM 

12"  Pipe,  C.I.,  Class  250,  in  place 
w/fitting  allowance 

12"  Valve,  Gate,  225  lbs,  in  place 
w/box 


Contingencies,  Unit  Cost  Increase 


Ea. 


UNIT 
QUANTITY    COST    TOTAL 


LF 

300 

35.00 

10,500 

Ea. 

2 

1,500.00 

3,000 

Ea. 

1 

250.00 

250 
13.750 

-  40% 

5,500 

19,250 


UNIT 
UNIT    QUANTITY    COST    TOTAL 

LF 


200 


35.00  7,000 


2   1,500.00  3.000 

10,000 

40%  4,000 


14,000 


USE  $14.000 
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PROJECT  IMPROVEMENT  REPORT 

EXHIBIT  "C"  -  HIGH  SERVICE  WATER  -  UNIT  COST 


CODE  NO.  R-224(4) 


ITEM 

12"  C.I.  (Ce;  int  Lined) 
in  place  w/fitting  allow. 

Tranch  Excavation  &  Backfill 

Bedding  Material 


12"  C.I.  (Cement  Lined) 

UNIT 

QUANTITY 

UNIT  COST 

TOTAL 

LF 

1.00 

30.50 

30.50 

n        CF 

1.18 

3.40 

4.01 

CY 

0.11 

5.00 

0.55 

USE  $35.00  per  LF 


GATE  VALVES 


35.06 


ITEM 


Gate  Valve  -  12' 


UNIT    QUANTITY 
Ea.      1 


UNIT  COST 


1,500.00 


TOTAL 


1,500 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  1:  FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS. 

CENTRAL  BUSINESS  DISTRICT  PROJECT:  BEDFORD-WEST  AREA 
BOSTON  REDEVELOPMENT  AUTHORITY 
BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT:  HIGH  PRESSURE  FIRE  SYSTEM     CODE  NO.  R-224(5) 

The  original  high  pressure  fire  system  in  the  area  was  installed  in  1898 
as  a  salt  water  water  system  and  later  converted  and  expanded  through  1931  to 
the  present  system.  The  system  is  supplied  by  a  main  in  Kneeland  Street  from 
Pumping  Station  No.  1  and  a  main  in  Atlantic  Avenue  from  Pumping  Station  No.  2. 
The  system  will  be  expanded  to  complete  the  grid  pattern  in  compliance  with  the 
proposed  street  adjustments  and  in  streets  that  presently  have  no  high  pressure 
fire  system.  New  pipes  will  be  installed  wherever  the  pipe  condition  or  capacity 
is  questionable,  or  wherever  records  indicate  a  history  of  physical  failure. 
A  New  Pumping  Station  No.  3  will  be  required  when  the  Central  Business  District 
Project  is  substantially  developed  and  is  proposed  in  the  vicinity  of  Water 
Street.  The  new  pumping  station  when  built  will  provide  increased  fire  protection 
needed  for  the  proposed  land  use  changes  in  the  area.  The  proposed  new  pumping 
station  will  maintain  a  more  uniform  system  operating  pressure  thereby  assuring 
maximum  capacity  at  any  point  in  the  system  in  case  of  major  fires. 

The  City  of  Boston  Public  Works  Department,  Water  Division  has  jurisdiction 
of  all  water  systems  in  the  area. 

The  material  (specifications,  pipe-A.W.W.A. ;  Class  H)  used  for  the  expansion 
of  the  High  Pressure  Fire  System  is  the  same  as  that  presently  Installed.  The 
changes  in  the  system  conform  or  are  equal  to  the  standards  used  by  the  City  of 
Boston  Works  Department,  Water  Division. 

Reference  is  made  to  the  following  drawings  which  accompany  this  application: 
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PROJECT  IMPROVEMENT  REPORT  CODE  NO.  R-224(5) 

EXHIBIT  "A"  -  HIGH  PRESSURE  FIRE  SERVICE  COSTS  BY  STREETS 


STREET 

Norfolk  Place  (Washington  to  Harrison 
Ave.  Ext.) 

Harrison  Ave.  Ext.  (Bedford  to 
Norfolk  PI.) 

Washington  (Norfolk  PI.  to  Bedford) 


Total 


TOTAL  CHARGE 

COST      %    TO  PROJECT 


16,170    100    16,170 

12,250     100     12,250 
31,920    100    31,920 


60,340 


60,340 
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PROJECT  IMPROVEMENT  REPORT  CODE  NO.  R-224(5) 

EXHIBIT  "B"  -  HIGH  PRESSURE  FIRE  SERVICE  COSTS  BY  STREETS 


NORFOLK  PLACE 


FROM  Washington  to  Harrison  Ave.  Ext. 


ITEM  UNIT 

12"  Pipe,  C.I. ,  class  250,  in 

place  w/fitting  allowance  LF 

Hydrant,  new  with  connection 

and  gale  valve  allowance  Ea. 

Connection  to  Existing  Main  Ea. 


Contingencies,  Unit  Cost  Increase 


UNIT 
QUANTITY     COST 


280 

1 
1 


1,500.00 
250.00 


TOTAL 


35.00   9,800 


1,500 

250 

11,550 

4,620 

16,170 


ITEM 

12"  Pipe,  C.I. ,  class  250,  in 
place  w/fitting  allowance 

Hydrant,  new,  with  connection 
and  gale  valve  allowance 

Connection  to  Existing  Main 


Contingencies,  Unit  Cost  Increase 


USE  $16,170 

HARRISON  AVE.,  EXT. 
UNIT 

QUANTITY 

UNIT 
COST 

TOTAL 

1 

LF 

200 

35.00 

7,000 

1 

Ea. 

1 

1,500.00 

1,500 

Ea. 

1 

250.00 

250 

-  40% 


8,750 

3,500 

12,250 


USE  $12,250 


Fvhihit  "R"   -29- 


WASHINGTON  STREET 


FROM  Norfolk  PI.  to  Bedford 


ITEM 

16"  Pipe,  C.I.,  Class  250,  in  place 
w/fitting  allowance 

16"  Valve,  Gate,  225  lbs.  in  place 
w/box 

Hydrant,  New,  with  connection  and 
gate  valve  allowance 

Connection  to  Existing  Main 


Contingencies,  Unit  Cost  Increase 


UNIT 

QUANTITY 

UNIT 
COST 

TOTAL 

LF 

350 

40.00 

14,000 

Ea. 

2 

1,900.00 

3,800 

Ea. 

3 

1,500.00 

4,500 

Ea. 

2 

250.00 

500 
22,800 

- 

40% 

9,120 

USE  $31,920 


31,920 
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PROJECT  IMPROVEMENT  REPORT 

EXHIBIT  "C"  -  HIGH  PRESSURE  FIRE  SERVICE  -  UNIT  COSTS 


CODE  NO.  R-224(5) 


12"  C.I.  (CEMENT  LINED) 
Assume  8'-0:  Trench 


ITEM 


12"  C.I.    (Cement  Lined)   -  In  Place 
w/Fitting  Allov/ance 

Trench  Excavation  &  Backfill 

Bedding  Material 


UNIT 

QUANTITY 
PER  LF 

UNIT 
COST 

TOTAL 

LF 

1.00 

30.50 

30.50 

CY 

1.18 

3.40 

4.01 

CY 

0.11 

5.00 

0.55 

USE  $35.00  PER  LF 


ITEM 


16"  C.I.  (CEMENT  LINED) 
UNIT 


ITEM 

Gate  Valve  -  12" 

Gate  Valve  -  15" 


QUANTITY 
PER  LF 


16"  C.I.  (Cement  Lined) 

in  place  v;/fitting  allowance 

Trench-Excavation  &  Backfill 

Bedding  Material 


USE  $40.00 
HYDRANTS 

ITEM  UNIT    QUANTITY 

Hydrant  -  New,  with  6"  Aux.  Valve       Ea.     1 

GATE  VALVES 


UNIT 
COST 


UNIT    QUANTITY 
Ea.     1 
Ea.     1 


UNIT 
COST 

1,500 


UNIT 
COST 


35.06 


TOTAL 


LF 

1.00 

35.00 

35.00 

CY 

1.28 

3.40 

4.35 

CY 

0.17 

5.00 

0.85 

40.20 


TOTAL 


1,500 


TOTAL 


1,500.00  1,500.00 
1,900.00  1,900.00 
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CONNECTION  TO  MAIN 


UNIT 
ITEM  UNIT    QUANTITY    COST    TOTAL 

Connection  Ea.       1      250.00   250.00 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  !:  FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS. 

CENTRAL  BUSINESS  DISTRICT  PROJECT:  BEDFORD-WEST  AREA 
BOSTON  REDEVELOPMENT  AUTHORITY 
BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT:  SURFACE  DRAINAGE  &  SANITARY  SEWERS   CODE  NO.  R-224(6) 

EXISTING  FACILITIES 

The  existing  surface  drainage  and  sanitary  sewer  systems  in  the  Bedford-West 
Area  are  combined  and  flov/  out  to  Kneeland  Street.  The  proposed  sev/er  change 
v/ithin  the  area  is  the  separation  of  the  combined  system  by  construction  of  a  new 
surface  drainage  system. 
SURFACE  DRAINAGE 

Within  the  Bedford-West  Area,  the  surface  drainage  will  be  constructed  new. 
Until  the  Central  Business  District  project  is  completed,  the  surface  drainage 
pipes  will  be  connected  to  the  existing  combined  system. 
SANITARY  SEWERS 

The  existing  combined  sewer  system  will  be  revised  and  updated  as  required 
for  retention  as  a  sanitary  sewer  when  the  project  is  complete.  The  design 
criteria  used  for  the  proposed  surface  drainage  and  sanitary  sewer  systems  complies 
with  the  criteria  used  by  the  City  of  Boston  Public  Works  Department,  Sewer  Division. 
The  unit  costs  developed  for  the  estimate  were  based  on  material  specifications  and 
construction  standards  used  by  the  City. 


S 
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PROJECT  IMPROVEMENT  REPORT  CODE  NO.  R-224(6) 

EXHIBIT  "A"  -  SURFACE  DRAINAGE  AND  SANITARY  SEWER  COSTS  BY  STREETS 


SURFACE  DRAINAGE 


STREET 

Bedford  (Washington  to  Harrison  Ave. 
Ext. 

Norfolk  PI.  (Washington  to  Harrison 
Ave.  Ext. 

Washington  (Norfolk  PI.  to  Bedford) 

Total 


TOTAL         CHARGE 
COST     %   TO  PROJECT 


21,080  100  21,080 

21,970  100  21,970 

28,190  100  28,190 

71,240  71,240 


SANITARY  SEWERS 


STREET 

Bedford  (Washington  to  Harrison 
Ave.  Ext. 

Norfolk  PI.  (Washington  to  Harrison 
Ave.  Ext. 

Total 


TOTAL         CHARGE 
COST     %   TO  PROJECT 


12,820    100    12,820 

12,820    100    12,820 
25,640         25,640 
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PROJECT  IflPROVEMENT  REPORT 

EXHIBIT  "B"  -  SURFACE  ^7AINAGE  COSTS  BY  STREETS 


CODE  NO.  R-224(6) 


BEDFORD  STREET 


FROM  Washington  to  Harrison  Ave.  Ext. 

ITEM 

15"  Reinf.  Cooc.Pipe,  10'  Trench 

10"  Reinf.  Cone.  Pipe,  6'  Trench 

Manhole,  New,  10'  Deep 

Catch  Basin,  New 

Contingencies,  Unit  Cost  Increase 


UNIT 

QUANTITY 

UNIT 
COST 

TOTAL 

LF 

260 

29.60 

7,696 

LF 

60 

11.00 

660 

Ea. 

2 

2.000.00 

4.000 

Ea. 

3 

900.00 

2,700 
15.056 

-  40% 

6.022 
21,078 

USE  $21.0S0 


NORFOLK  PLACE 


FROM  Washington  to  Harrison  Ave.  Ext. 

ITEM 

10"  Reinf.  Cone.  Pipe,  6'  Trench 

15"  Reinf.  Cone.  Pipe,  10'  Trench 

Manhole,  New,  10'  Deep 

Catch  Basin,  New 

Contingencies,  Unit  Cost  Increase 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

LF 

90 

11.00 

990 

LF 

240 

29.60 

7,104 

Ea. 

2 

2,000.00 

4,000 

Ea. 

4 

900.00 

3,600 

} 

15,694 

- 

-  40% 

6,278 

21,972 


USE  $21,970 
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WASHINGTON  SlPrZJ 
FROM  Norfolk  Place  to  Bedford 

ITEM 

10"  Reinf.  Cone.  Pipe,  6'  Tr, nch 

27"  Reinf.  Cone.  Pipe,  10'  Trench 

Manhole,  New;  10'  Deep 

Catch  Basin,  New 

Contingencies,  Unit  Cost  Increase 

USE  $28,190 


UNIT 

QUANTITY 

UNIT 
COST 

TOTAL 

LF 

50 

11.00 

550 

LF 

340 

32.60 

11,084 

Ea. 

2 

2,000.00 

4.000 

Ea. 

5 

900.00 

4,500 
20,124 

- 

40% 

8,054 

28,188 
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PROJECT  IMPROVEMENT  REPORT 

EXHIBIT  "B"  -  SANITARY  SEWER  COSTS  BY  STREETS 


CODE  NO.  R-224(6) 


BEDFORD  STREET 


FROM  Washington  to  Harrison  Ave.  Ext. 

ITEM 

12"  Sanitary  Sev.'er,  10'  Trench 

Manhole,  Nev/  10'    Deep 

Contingencies,  Unit  Cost  Increase 


UNIT 

UNIT 
QUANTITY    COST 

TOTAL 

LP 

240     21.50 

5,160 

Ea. 

2   2,000.00 

4.000 
9,160 

- 

40% 

3,664 

12,824 


FROM  Washington  to  Harrison  Ave.  Ext 

ITEM 

12"  Sanitary  Sev.'er,  10'  Trench 

Manhole,  New  10'  Deep 

Contingencies,  Unit  Cost  Increase 


USE  $12,820 

NORFOLK  PLACE 

;.  Ext. 

UNIT 

QUANTITY 

UNIT 
COST 

TOTAL 

LP 

240 

21.50 

5,160 

Ea. 

2 

2,000.00 

4.000 
9,160 

;e 

■  40% 

3.664 

12,824 


USE  $12.820 
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PROJECT  IMPROVEMENT  REPORT 

EXHIBIT  "C"  -  SURFACE  DRAINAGE  SYSTEM  -  UNIT  COSTS 

CODE 

NO.  R-224(6) 

10"  RC  SURFACE  DRAIN 
Assume  6'-0"  Trench 

ITEM                            UNIT 

QUANTITY 
PER  LF 

UNIT 
COST 

TOTAL 

10"  RC  Pipe                       LF 

1.00 

5.00 

5.00 

Trench  Excavation  &  Backfill           CY 

0.74 

6.00 

4.44 

Bedding  Material                   CY 

0.09 

6.00 

54 
10.98 

USE  $11.00  PER  LF 

15"  RC  SURFACE  DRAIN 
Assume  10' -0"  Trench 

1 

ITEM                            UNIT 

QUANTITY 
PER  LF 

UNIT 
COST 

TOTAL 

15"  RC  Pipe                       LF 

1.00 

10.00 

10.00 

Trench  Excavation  &  Backfill           CY 

2.90 

6.00 

17.40 

Bedding  Material                   CY 

0.37 

6.00 

2.22 
29.62 

USE  $29.60  PER  LF 

27"  RC  SURFACE  DRAIN 
Assume  10' -0"  Trench 

1 

ITEM                            UNIT 

QUANTITY 
PER  LF 

UNIT 
COST 

TOTAL 

27"  RC  Pipe                        LF 

1.00 

15.00 

15.00 

Trench  Excavation  &  Backfill           CY 

2.50 

6.00 

15.00 

Bedding  Material                   CY 

0.44 

6.00 

2.64 
32.64 

USE  $32.60  PER  LF 

Exhibit  "C 
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PROJECT  IMPROVEMENT  REPORT 

EXHIBIT  "C"  -  SANITARY  SEWER  SYSTEM  -  UNIT  COSTS 


CODE  NO.  R-224(6) 


12"  VC  SANITARY  SEWER 
Assume  10 '-0"  Trench 

1 

ITEM                            UNIT 

QUANTITY 
PER  LF 

UNIT 
COST 

TOTAL 

12"  VC  Pipe                       LF 

1.00 

10.00 

10.00 

Trench  Excavation  &  Backfill           CY 

1.76 

6.00 

10.56 

Bedding  Material                   CY 

0.15 

6.00 

0.90 

21.46 


USE  $21.50  PER  LF 


ITEM 

Manhole  -  Modified 

Manhole  -  Abandoned 


ITEM 

Catch  Basin  -  New,  In  Place 

Catch  Basin  -  Modified 

Manhole  (10')  -  New,  In  Place 


MANHOLES 

* 

UNIT 

QUANTITY 

UNIT 
PRICE 

TOTAL 

Ea. 

1 

250.00 

250 

Ea. 

1 

50.00 

50 

MISCELLANEOUS  ITEMS 

CATCH  BASINS  &  MANHOLES 

UNIT    QUANTITY 

UNIT 
PRICE 

TOTAL 

!           Ea. 

1 

900.00 

900 

Ea. 

1 

250.00 

250 

ice          Ea. 

1 

2,000.00 

2,000 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  1:  FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS. 

CENTRAL  BUSINESS  DISTRICT  PROJECT:  BEDFORD-WEST  AREA 
BOSTON  REDEVELOPMENT  AUTHORITY 
BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT:  POLICE  SIGNAL  AND  CODE  NO.  R-224(7-8) 

FIRE  ALARM  SYSTEMS 


POLICE  SIGNAL  SYSTEM 

The  police  signal  system  for  the  City  of  Boston  is  under  the  jurisdiction  of 
the  Boston  Police  Department  Signal  Division.  They  rate  the  system  in  the  renewal 
area  as  adequate  and  in  satisfactory  condition. 

The  New  England  Telephone  and  Telegraph  Company  assigns  conduits  in  their 
duct  banks  for  police  signal  system  cables.  Where  available,  these  conduits  are 
utilized  in  the  renewal  area.  All  cable,  conduit,  conduit  other  than  that  furnished 
by  the  New  England  Telephone  and  Telegraph  Company,  additional  manholes  and  other 
items  necessary  to  complete  the  system  are  installed  and  maintained  by  the  B.P.D, 
Signal  Division. 

Revisions  and  expansion  of  the  existing  system  are  proposed  in  the  Bedford- 
West  renewal  area  to  coincide  with  the  proposed  street  adjustments  and  land  use 
changes.  The  proposed  system  complies  with  the  B.P.D.  Signal  Division  standards 
and  regulations.  The  proposed  system  has  a  coverage  equal  to  that  of  the  existing 
system.  All  proposed  changes  have  been  reviewed  with  the  B.P.D.  Signal  Division. 

FIRE  ALARM  SYSTEM 

The  fire  alarm  system  for  the  City  of  Boston  is  under  the  jurisdiction  of  the 
Boston  Fire  Department,  Fire  Alarm  Division.  They  rate  the  system  in  the  renewal 
area  as  adequate  and  in  satisfactory  condition. 
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The  system  is  installed,  in  almost  all  cases,  in  conduits  arranged  by  the 
New  England  Telephone  and  Telegraph  Company.  Where  available,  these  conduits 
are  utilized  in  the  renewal  area.  All  cable  conduit  and  manholes  other  than  those 
furnished  by  New  England  Telephone  and  Telegraph  Company,  alarm  boxes,  test  posts, 
and  other  appurtenances  are  installed  and  maintained  by  the  Boston  Fire  Department 
Alarm  Division. 

Revisions  to  and  expansion  of  the  existing  system  will  be  installed  to  conform 
with  the  proposed  street  adjustments  and  the  various  land  use  changes.  Fire  alarm 
boxes  will  be  relocated  due  to  street  widening  and  new  alarm  boxes  will  be  provided 
for  better  protection  in  locations  where  land  use  changes  are  proposed. 

The  proposed  system  complies  with  the  Boston  Fire  Department  Fire  Alarm 
Division  standards  and  regulations.  The  system  has  an  area  coverage  equal  to  that 
of  the  existing  system.  All  proposed  changes  have  been  discussed  and  reviewed  with 
the  Fire  Alarm  Division  of  the  Boston  Fire  Department. 
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PROJECT  IMPROVEMENT  REPORT  CODE  NO.  R-224(7-8) 

EXHIBIT  "A"  -  POLICE  SIGNAL  AND  FIRE  ALARM  COSTS  BY  STREETS 


INTERIOR  STREETS 


STREET  TOTAL         CHARGE 

COST     %         TO  PROJE^' 


Bedford  (Washington  to  Harrison  Ave.  Ext.)    8.650   100    8,650 

Total    8,650         8,650 
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PROJECT  IflPROVEMENT  REPORT  CODE  NO.  R-224(7-8) 

EXHIBIT  "B"  -  POLICE  SIGNAL  AND  FIRE  ALARM  COSTS  BY  STREETS 


BEDFORD  STREET 
FROM  Washington  to  Harrison  Ave.  Ext. 

UNIT 
ITEM  UNIT    QUANTITY    COSJ^   TOTAL 

Police  Signal  Conduit  &  Cable,  In  place    LF 

Manhole  -  Modified 

Fire  Alarm  Box  -  New 

Police  Signal  Box  -  New 


Contingencies,  Unit  Cost  Increase 


LF 

370 

12.10 

4,477 

Ea. 

2 

200.00 

400 

Ea. 

1 

650.00 

650 

Ea. 

1 

650.00 

650 

6,177 

-  40% 

2,471 

8,648 


USE  $8,650 
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PROJECT  IMPROVE! lENT  REPORT 
EXHIBIT  "C"  -  POLICE  SIGNAL  AND  FIRE  ALARM 
SYSTEMS  -  UNIT  COSTS 


CODE  NO.  R-224(7-8) 


POLICE  SIGNAL  OR  FIRE  ALARM  CONDUIT  AND  CABLE 
Assume  3'-0"  Trench 


ITEM 

3"  WI  Conduit  w/Fitting  Allowance 

#12  BW  or  Galvanized  Pull  Wire 

Cable 

Trench  Excavation  &  Backfill 


UNIT 

QUANTITY 
PER  LF 

UNIT 
COST 

TOTAL 

LF 

1.00 

6.00 

6.00 

LF 

1.00 

0.30 

0.30 

LF 

1.00 

4.00 

4.00 

CY 

0.17 

9.50 

1.80 

USE  $12.10  PER  LF 


POLICE  SIGNAL  AND  FIRE  ALARM  -  MISCELLANEOUS  ITEMS 


12.10 


ITEM 

Manhole  -  Modified 
Fire  Alarm  Box  -  New 
Police  Signal   Box  -  New 


UNIT 

UNIT 

QUANTITY 

COST 

TOTAL 

Ea. 

1 

200.00 

200 

Ea. 

1 

650.00 

650 

Ea. 

1 

650.00 

550 

Exhibit  "C 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  1:  FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS. 

CENTRAL  BUSINESS  DISTRICT  PROJECT:  BEDFORD-WEST  AREA 
BOSTON  REDEVELOPMENT  AUTHORITY 
BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT:  CODE  NO.  R-224(9) 

TRAFFIC  CONTROL  SYSTEM 

The  proposed  improvements  in  the  Traffic  Control  System  comprise  two  main  cate- 
gories: electric  signalization  and  street  pavement  markings. 

The  principal  work  involves  improvements  to  existing  signalization  and  installation 
of  new  signalization  of  one  intersection  representing  all  intersections  of  arterial 
and  collector  streets  in  the  area.  In  cases  of  street  widening  at  existing 
signalized  intersections  existing  fixtures  will  be  used  in  the  relocation  of  signals 
wherever  feasible. 

Pavement  markings  include  lane  dividers,  stop  lines  and  crosswalk  lines.  Lane 
dividers  will  be  painted  on  all  major  streets  and  crosswalks  and  stop  lines  at  e^ery 
intersection. 

The  locations  for  traffic  signalization  are  based  on  the  following  criteria: 
(1)  Intersecting  roadways  carrying  more  than  one  lane  of  traffic  where  a  large 
volume  is  expected;  (2)  Intersections  where  the  crossing  of  a  heavy  movement  and 
a  light  movement  would  create  problems  or  would  conflict  and  interrupt  major  flow; 
(3)  Intersections  where  major  or  minor  left-turn  movement  will  occur;  (4)  Inter- 
sections where  it  is  likely  that  vehicular  and  pedestrian  movement  will  conflict; 
(5)  Intersections  where  it  appears  that  traffic  conflict  will  exist  in  large  numbers 
on  the  basis  of  the  overall  street  pattern. 
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The  standards  used  for  the  Traffic  Control  System  have  been  based  on  the  "Manual 
on  Uniform  Traffic  Control  Devices  for  Street  and  Highways",  published  by 
United  States  Department  of  Commerce  -  Bureau  of  Public  Roads.  Where  warranted, 
standard  vehicular  signals  will  be  supplemented  by  pedestrian  signals  at  each 
end  of  controlled  crosswalks. 

The  aforementioned  manual  itemizes  several  warrants  for  determining  which 
intersections  are  to  be  signalized;  (1)  Vehicular  volum.e;  (2)  Interruption  of 
continuous  flow;  (3)  Pedestrian  volume  (4)  Progressive  movement;  (5)  Accident 
experience;  (6)  Any  combination  of  the  above. 
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PROJECT  IMPROVEMENT  REPORT  CODE  NO  R-224(9) 

EXHIBIT  "A"  -  TRAFFIC  CONTROL  SYSTEMS 


TOTAL  CHARGE 

COST       %  TO  PROJECI 
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Washington  Street  &  Bedford  Street     12,510.00    100    12,510.00 
Washington  Street  &  Norfolk  Place      12,360.00    100    12,360.00 


Sub  total       24,870.00  24,870.00 

Pavement  Markings  500.00    100      500.00 


25,370.00  25,370.00 


PROJECT  IMPROVEMENT  REPORT 

EXHIBIT  "B"  -  TRAFFIC  CONTROL  SYSTEMS  -  COST  BY  STREETS 


CODE  NO.  R-224(9) 


WASHINGTON  STREET  S  BEDFORD  STREET 


ITEM 

Pedestal  w/Base  &  Foundation 

Mast  Arm  w/Base  &  Foundation 

Traffic  Signal  Head 

Pedestrian  Signal  Head 

Controller 

Conduit  and  Excavation 

Cable 

Installation 


Contingencies,  Unit  Cost  Increase 


UNIT 

QUANTITY 

UNIT 
COST 

TOTAL 

Ea. 

4 

300.00 

1,200.00 

Ea. 

1 

600.00 

600.00 

Ea. 

4 

80.00 

320.00 

Ea. 

8 

100.00 

800.00 

Ea. 

1 

2,200.00 

2,200.00 

LF 

220 

10.00 

2,200.00 

LP 

300 

0.80 

240.00 

LS 

1,376.00 

8,936.00 

- 

40% 

3,574.00 
12,510.00 

USE  $12,510.00 
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WASHINGTON  STREET  &  NORFOLK  PLACE 


UNIT 

ITEM 

UNIT 

QUANTITY 

COST 

TOTAL 

Pedestal  w/Base  &  Foundation 

Ea. 

5 

300.00 

1,500.00 

Traffic  Signal  Head 

Ea. 

4 

80.00 

320.00 

Pedestrian  Signal  Head 

Ea. 

8 

100.00 

800.00 

Controller 

Ea. 

1 

2,200.00 

2,200.00 

Conduit  and  Excavation 

LF 

250 

10.00 

2,500.00 

Cable 

LF 

300 

0.80 

240.00 

Installation 

LS 

1.270.00 

8,830.00 

Contingencies,  Unit  Cost  Increase 

■ 

■  40% 

3,532.00 

12,362.00 

USE  $12.3:  J. 00 


2.  PAVEMENT  MARKINGS 


Lane  Lines,  Crosswalks  and  Stop  Lines 


500.00 


USE  $500.00 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  1:  FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS. 

CENTRAL  BUSINESS  DISTRICT  PROJECT:  BEDFORD-WEST  AREA 
BOSTON  REDEVELOPMENT  AUTHORITY 
BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT  CODE  NO.  R-224(10) 

STREET,  TRAFFIC  &  DIRECTIONAL  SIGNS 


The  standards  established  by  the  Traffic  and  Parking  Division,  City  of  Boston 
were  used  in  estimating  the  street,  traffic  and  directional  signs  for  the 
Central  Business  District.  These  improvements  consist  of  street  name  signs, 
parking  signs,  stop  signs  and  directional  control  signs.  Existing  signs  will 
be  used  wherever  possible. 

The  street  name  signs  will  be  designed  or  specified  by  the  Traffic  and  Parking 
Department  or  their  design  consultant  to  conform  with  the  overall  architectural 
planning  for  the  Central  Business  District. 
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PROJECT  IMPROV  ::NT  report  code  NO  R-224(10) 

EXHIBIT  "A"  -  biREET,  TRAFFIC  &  DIRECTIONAL  SIGNS 


Exhibit  "A"  -51- 


Total  Charge 

Cost       %     To  Project 

Street,  Traffic  &  Directional  Signs       800.00     100      800.00 


Grand  Total      800.00  800.00 


APPLICATION  FOR  LOAN  AND  GRANT 
PART  1:  FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS. 

CENTRA!  BUSINESS  DISTRICT  PROJECT:  BEDFORD-WEST  AREA 
BOSTON  REDEVELOPMENT  AUTHORITY 
BOSTON,  MASSACHUSETTS 


PROJECT  IMPROVEMENT  REPORT:  ENGINEERING  COSTS  CODE  NO.  R-224(ll) 

FOR  PROJECT  CONTROL  AND  PUBLIC  AGENCY  PLANS 


Engineering  costs  for  the  purpose  of  inclusion  in  the  total  cost  of 
the  Bedford-l/est  area  project  have  been  estimated  under  the  following  headings: 

(1)  Master  control  and  General  Overall  Design  and  Public  Improvement 
Commission  Plans 

(2)  Construction  Plans  and  Documents,  Special  Studies  and  Field  Engineering 

(3)  Delivery  Parcel  Plans 

(4)  Public  Improvement  Commission  Plans 

Master  Control  and  General  Overall  Design  plans  have  been  established  to  be 
one  (1)  percent  of  the  total  construction  cost  based  on  similar  costs  experienced 
for  this  type  of  engineering.  These  plans  include  design  studies  and  preliminary 
design  plans  of  streets,  sanitary  systems,  storm  drainage,  water  systems,  street 
lighting,  traffic  signals,  and  other  necessary  items.  The  cost  of  this 
engineering  has  been  included  in  the  Survey  and  Planning  Section  of  the  Boston 
Redevelopment  Authority  budget. 

Construction  plans  and  documents  engineering  costs  have  been  estimated 
at  six  (6)  percent  for  each  of  the  preceding  construction  sections  of  this 
report  and  have  been  included  in  the  Project  and  Site  Improvements  Section  of 
the  Boston  Redevelopment  Authority  Budget. 
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Construction  plans  and  documents  engineering  costs  have  been  estimated 
at  six  (6)  percent  for  each  of  the  preceding  construction  sections  of  this 
report  and  have  been  included  in  the  total  cost  of  each  section  and  shown 
separate  in  the  cost  summary  section. 

Delivery  parcel  plans  costs  for  engineering  have  been  estimated  at  one 
(1)  percent  of  total  construction  costs  on  the  basis  of  past  experience  in 
preparing  these  plans  for  portions  of  the  Central  Business  District  project. 
These  engineering  costs  have  been  included  in  the  Land  Disposition  Section  of 
the  Boston  Redevelopment  Authority  Budget. 

Public  Improvement  Commission  Plans  and  Special  Studies  and  Borings  costs 
have  been  estimated  at  three  (3)  percent  of  the  total  cost  of  construction  of  the 
Bedford-U'est  project  area.  Three  percent  represents  the  combined  estimated  cost 
for  these  categories  of  engineering  for  the  size  of  the  project  involved. 

Field  engineering  and  survey  for  line  and  grade  for  construction  control  have 
been  estimated  at  seven  (7)  percent  and  have  been  included  in  the  Project  and  Site 
Improvements  Section  of  the  Boston  Redevelopment  Budget. 

In  all  of  the  above  categories  of  engineering  costs,  estimates  have  been 
based  on  the  total  cost  of  the  Bedford-West  area  construction.  Recognition 
must  be  given  to  the  engineering  cost  percentages  being  increased  substantially 
if  the  size  of  the  project  is  decreased  with  the  resulting  reduction  in 
construction  costs. 

k 
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PROJECT  IMPROVEMENT  REPORT  CODE  NO  R-224(ll) 

EXHIBIT  "A"  -  ENGINEERING  COSTS 


446,770 

1 

4,468 

2 

446,770 

2 

8,936 

2 

446,770 

1 

4,468 

3 

TOTAL  COST  ENGR. 

DESCRIPTION  OF  CONSTR.      %  COSTS 

1.  Construction  Plans  and  Documents       446.770      6     26,806   1 

2.  Field  Engineering  &  Survey  for  Line     446,770      7     31,274   1 

&  for  Construction  Control  Grade 

3.  Master  Control  and  General  Overall      446,770      1      4,468   2 
Design 

4.  Public  Improvement  Commission  Plans 

5.  Special  Studies  &  Borings 

6.  Delivery  Parcel  Plans 

Totrl  18%    80,420 


1.  Construction  Plans  and  Documents  and  Field  Engineering  and  Survey  for  Line  & 
Grade  for  Construction  Control  engineering  costs  have  been  included  in  the 
Project  and  Site  Improvements  Section  of  the  Boston  Redevelopment  Authority 
Budget. 

2.  Master  Control  and  General  Overall  Design,  Puplic  Improvement  Commission  Plans 
and  Special  Studies  and  Borings  in  the  Survey  and  Planning  Section  of  the 
Boston  Redevelopment  Authority  Budget. 

3.  Delivery  Parcel  Plans  engineering  costs  have  been  included  in  the  Land 
Disposition  Section  of  the  Boston  Redevelopment  Authority  Authority  Budget. 
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POLLUTION      CONTROL 
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Decenbcr  1/;.,  196? 


Wallace  B.  Orpin,  P.  K. 
Boston  HGdevelop.v.ent  Autliority 
City  Kail  Annex 
Boston,  ]-iassachu setts 

Dear  Sir: 


RE:  BOSTON 

BR.\  Project  R-S2 

Central  Business  District 


The  Division  has  reviewed  preliriinary  plans  pertaining  to  proposed 
SDwerage  inprovenents  for  the  Central  Business  District.  The  plans  are 
tv.'o  in  nuLiber  v.dth  the  title  of  the  first  sheet  being: 

SANITARY  £j::SR  SYSTEI-1 
(PRO?OSr.D) 
GEKTR/iL  BUSl:i.:3S  DIbTRIGT 

uiiBA!'!  r'::I>:::al 

AR-]A  R  -  £2 
BOSTON  RLD^^ALOi^i::i!T  AUTKOHITX 

The  project  area  is  rour^W-y  bounded  by  hncelcind  Street,  Stuart  Street, 
Arlington  Street,  Boylston  Street,  Trer.ont  Street,  State  Street,  Confess 
Street,  and  Fort  Point  Channel.  It  is  proposed  to  develop  completely 
separate  sanitary  and  stor^?.  sewer  sy ster.s  vathin  the  project  cound;.ries. 
All  sanltai'--  sc'.:";-e  collected  bv  this  svste;.-!  \.'ill  be  ccir/e-.xd  to  the  Deer 
Island  sev/aso  treat.v.ent  plajit. 

The  Division  is  of  the  opinion  that  the  proposed  project  v/ill  not  add 
"to  the  pollution  of  Boston  ilarbor  and  hereby  approves  the  preli'dnai^,-  plans 
as  sub-iittcd. 


Tc::/JRj/ib 


cc 


Ch'r''cs 


.>b'.;ax  iv 


,trect 


Boston,  i.ass. 

Go:",  "asr.ionoi"  Jo'r.n  P.  F.1  ah.crty 

Public  '..'oi-'cs  i^ept. 

City  y^■:^^  ,    ibston 


Very  truly  yours, 

i 

Thor.as  C.   I  ICi Gallon       ', 
Dii'cctcr 
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APPLICATION  FOR  LOAN  AND  GRANT 
PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 


BINDER  NO. 


CBD  -  Bedford-West  Urban  Renewal   Area 
Boston  Redevelopment  Authority 
Boston,  Massachusetts 


SUBMISSION  DATE 


LAND  DISPOSAL  REPORT 


Tabulation  of  Land 
Disposal  Estimates 


Code  No.   R-225(l) 


Approx. 
No.   of 
Parcels 

Area 

in 

Sq.   Ft. 

Valuations 

Redevelopment 

Apprais . 's 
Estimate 

LPA's 
Estimate 

1.  Total    uses 

2.  Total    public 
public  uses 

and 

quasi - 

2 

1 

51,293 
7,693 

$  * 

$-- 

$1,526,000 

Street"    and  other  public 
R/W  (by  dedication) 

Streets  and  other  public 
R/W 

Parks,  playgrounds,  etc. 
(by  dedication) 


Parks,   playgrounds,  etc. 
Public  utility  easements 
Low-rent  public  housing 
g.     Other  public  uses 
h.     Non-profit  institutional 
i.     Moderate  Income  Housing 
Total   private  uses 

a.  Residential 

b.  Conine  re  ial 


1  7,693 


43,600 


43,600 


$1,526,000 


$1,526,000 


Mass  R-       /R-225(l) 


1  of  2 


Approx.       Area  Valuations 

No.   of         in  Apprais. 's     LPA's 

Redevelopment Parcels       Sg.   Ft.       Estimate        Estimate 

c.  Light  industrial 

d.  Heavy  industrial 

e.  Other 

f.  Moderate  income  housing 

*Appraiser's  estimates  of  disposition  parcel   valuation  will   be  submitted 
during  the  execution  period. 


Mass   R-       /R-225(l)  2  of  2 


APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO, 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.    MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE; 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  DISPOSAL  REPORT  Preliminary  Plat  Code  No.   R-225(2) 


A  preliminary  plat  showing  tentative  disposition  parcels   is   attached. 


Mass  R-       /R-225(2)  1  °^  ^ 


100 


500  PEET 


AND    DISPOSAL    REPORT 
ODE    NO.      R-225   (2) 

>■  m  PROJECT    BOUNDARY 


PRELIMINARY    PLAT 


JANUARY  1973 


MAP    NO   7 


CBD     BEDFORD -WEST 
URBAN    RENEWAL    AREA 
MASSACHUSETTS      R- 

Boston    Redevelopment   Authority 


APPLICATION  FOR  LOAN  AND  GRANT  BINDER  NO. 

PART  I:   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 


CBD  -  Bed ford- West  Urban  Renewal  Area  SUBMISSION  DATE; 

Boston  Redevelopment  Authority 


Boston,  Massachusetts 


LAND  DISPOSAL  REPORT  Critical  or  Special        Code  No.  R-225(3) 

Parcel  Disposition 


Not  applicable.  No  disposition  parcel  is  determined  to  be  a  critical  parcel 
or  a  parcel  having  a  special  adaptability  or  value  to  a  redeveloper. 


Mass  R-   /R-225(3)  1  of  1 


APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO, 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.   MASS.   R- 


CBD  -  Bedford-West  Urban  Renewal  Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  DISPOSAL   REPORT  Executed  Contracts  Code  No.   R-225(4) 


Not  applicable. 


Mass  R-       /R-225(4)  1  of  1 


APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO. 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.   MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LAND  DISPOSAL  REPORT  Section   113  Code  No.   R-225(5) 

Disposition 


Not  applicable.     The  project  area  is  not  eligible  under  Section  113. 


Mass  R-       /R-225(5)  1  of  1 


APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO, 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.   mSS.   R- 


CBD  -  Bedford-West  Urban  Renewal  Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


COST  ESTIMATE  AND  Form  HUD-6200  Code  No.   R-226(l) 

FINANCING  REPORT 


Form  HUD-6200,  Project  Cost  Estimate  and  Financing  Plan,  is  attached. 


Mass  R-       /R-225(l)  1  of  1 


O.i-  DLf'AiOMi  >n  or  MOUSING  Am)  untiAu  oi; vLLOi'MUm 

UnUAIJ   r(LH[;wAL   rwiOCfiAM 

PROJECT  COST  ESTIMATE  AND  FlI^AIlCinC  PLAN 


liiSTIWCTIO.\S:    Subnil  r:ir,i"nl  and  n  ircc'td  sif^nrd  copy  in  Binder  So.  ],  and 
ccjiic!   in  /iir.dcrs  A o.  2,  3,  •/',  5,  6,  ond  7, 


Boston,  Massachusetts 

PKOJUC 1    U AML 

-B&dfor-£l-VJest-- 

Mass.   R- 


SUBMISSION  (CKrck  and  contplctc  the  dcscnplion  U'lticli  applies)  . 

-       •       [     ]      ACCOMPAfJICS   FINAL   PROJCCT    RCPORT  REVISED  PROJCCT   CO'.T    ESTIMATE  AND   FINANCING 

;■■•:•                      •      .•         •••          ,•••:.  >i:      •  I    :  ..•.-     .•    •   .            j   '  [J  SUBMITTED  BY   LPA  ON 

...  ■     '.DATED ; ""  •  ■     19 I    J  ACCCTTCD  DY  HUD  OH 


.  I  5 


•         •.          'SECTIOHA.    ESTIMATE  OF  CROSS  AUD  KET  PROJECT  COSTS 

LINE 
NO. 

t     . 

! 
! 

TO  DE  COMPLETED   BY   LPA 

TO  DE  CC-PLL- 

f     ■]     INITIAL 
'■     •*     ESTIMATE 

OR 
r   ,     UATLST 
L     J     ACCLFTED 
ESTIMATE 

"(a) 

1 

REVISED 
ESTIMATE 

1 

BY  HUD 

ESTIUATE 

ACCEPTEC 

BY  HUD 

•                                              1  ^ 

(c) 

A-1 

ITEM  1  OF  GKOSS  l^ilOJF.CT  COST: 

^7,082,005 

J    -    -  -  .-  - 

J 

TOTAL  PROJECT  E.\Pi:NniTURi;S  (from  Form  HUD-C220,  line  19 J 

A-2 

ITE.M  2  OF  GROSS  PROJECT  COST     (N'onc.nsli  Local  Grants-in-Aid): 

0 

Casli  value  of  l.ind  don.itions  (fron^  Supporlin;^  Schedule  ]  ) 

A -3 

Demolition  and  tcmoval  work  (frorn  Supporting  Schedule  2) 

1  < 
0  '' 

!'• 

• 

AM 

Piojcct  o:  site  improvenents  (frori  Supporting  Schedule  3) 

0  • 

/ 

A-5 

Public  or  supporting,  f.iciiitics  (from  Supporting  Schedule  4)                .",  ' 

...0  ■     ." 

,.  . 

..            .  ^ 

A-<-, 
A.7 

Oilier  nonc.Tsli  local  prant.s-in-aid  (froiri  Supporting  Schedule  5) 

•  -0  :  -•  ; 

— , 

■•" 

TOTAL.\-0.\CAS!l  L0CALC:..WTS-I.\-A1D                       ......    ..,. 

(surn  of  lines  A-2  through  A-fi)                                                                    '     -' 

i  ■  :0:v:-r 

i    ■\-A  ;;■•    : 

t 

A -8 

GROSS  PR0Ji:CT  COST  (ITL.M  1  plu.<:  ITEM  2)  (line  A-l  plus  A-1) 

^  7,082;005 

i 

i 

I'ROCEEDS  FROM  PKOJi-C)    LAND: 

^  1, 526^000 

i 

t 

A -9 

Sale  price  of  project  Innd  to  be  sold 

A-IO 

Cspit.il  value  imputed  to  project  land  to  be   leased 

. 

A-1 1 

Capital  value  of  project  land  to  be  retained  by  LPA 

_ 

A-12 

TOTAL  PROCEEDS  FRO.M  PROJECT  LAND 

(sum  of  lines  A-9,  A-]0,  and  A-II)                                           '■ 

*  1,526,000 

i 

$ 

A-13 

K'ET  PROJECT  COST  (line  A-8  minus  A-12) 

*  5,556,006 

i 

J 

SHARING  Ol-  NI:T  PROJI-CT  COST: 

*  5,556,006 

i 

J 

A-1  ^ 

Net  Project  Co-.t  of  ilii-.  project  (jron  line  A-13) 

A-15 

.Net  Project  Cost  of  otlicr  projects  (if  .iny)  pooled  with 
this  \HO\cct  (frorx  Supporliiir.  Schedule  6) 

405,661,919 

A-16 

A/f.tef.aic  .Net  Project  Costs  for  (his  and  other  projects  (if  any) 
in  tlie  pot.!  (hr.e  A-l  1  plus  A-IS) 

411,?17',q?5 

.■:        ■ 

> 

A-17 

Minimui;»  lool  );r.inlj-ici-.iid  lequifcJ  for   this  and  other  projects 
(if  any)  iri  the  jiool 

1.37. 072;  642 

• 

A-li< 

(Less )'\  o;.\\  loc.il  /•.r.\nts-in-aid  to  be  ptovided  for  other 

prcjccts  (if  nny)  in  llie   pool                                                            ■    •  • 

152.545.880 

A- 19 

f/.'(/i/M/s;  Miiuii.um  loo.il  ,  f.ini-.-iii-.iid  rr.juiied  for  this   project 

(ttnr  A-17  Mf.uv  A-nn 

'        0 

i 

i 

LINC 
NO. 


SnCTIOf^  A.    L'STIMATn  01-  GROSS  AUD  Will  ('R^OJtCT 

TO  nn  COM  PL 


•.  ••   '  I  /    (  •-11  ->'i  I  i„>.  ir 
.....".■     ■'.  V-.'TCM 

.'.•  •■  '  '    ■••■■I  I      .••  I' ;  .. 


i  I    I   :;i:-      j-i  <.i;.    ; 


••  :■•   '"i 


1 .1  :-.<.' .   (  •  ' 


_C 0 STS  (Conti'iunl) 
LT  i:U  IIY    LPA 


SIIAi;I\(.   Ol-    MT   PHOIICT  CO^y-.  (Cnnlini.r,!) 


A-20 


A-21 


A-22 


A-23 


A-2-< 


l.OCAI.  C.KAN  rS-IX-Ain,  lll.K  PKOIICn 


Xmicish   local  /".r.inib-m-.i  id  (from  lincA-7) 


C.ish  local  f.r.ints-in-a  id 


TOTAI.  LOCAL  GR A\TS-iN'-A  11)  lOK  THIS  PROJECT 
(line  A^20  I'lus  A-3IJ(nius:  be  not  less  than  A-I9J 


PROJECT  CAPITAL  GRANT  (line  A-t4  minus  A-22) 


RELOCATION  GRANT  ffrom  Form  l/i'D-6220.  line  20} 


[     jiNITIAL    riTIMATC 

OR 
r     TLATCST   ACCCPTrD 
.    tSTIMATC 


0 


5,556,006 


255,274 


RCVISTD  C5TIHATC 


(b) 


TOOL  CCV-LL 
UY  HUD 


CI-TIM*  T  C  ACCC- 
DY  HUD 


A-25   REHABILITATION  GKANTl'/ro^Ti  Form  HUD -{,220,  line  21)   $ 


,  ( 


A-26 


rOTAL  EEDEKAL  CAPITAL  GRANT  (sum  of  lines  A-23, 
A-21,  anH  A -2',) 


5,811,2g(L 


$ 


,       SECTION  B.    SOURCES  OF  FUNDS  FOR  PROJECT  EX  PEl^DITURES,  RELOCATION  PAYMENTS 
■     •  •  AND  REHABILITATION  GIANTS 


LIUE 
KO. 


1'-'.   '•■^'  "-■ 


1...  •• 


ITEM 


)-./'  .-I  t,. 


■•'•'•  ■'.'':  --V- V 


TO  DE   COMPLETCD   HY    LPA 


I     J  IK'ITIAL  CSTIHATC 

OR 
r     ] LATCSI    ACCCPTED 
*■     •' ESTIMATE 

(a) 


REVISCD  ESTII^.ATE 


(h) 


TO  EE  CCVPLE 
BY   MUD 


ESTIMATE    ACC; 
BY  HL'D 

(c) 


B-1 


n-2 


13-3 


B-l 


n-5 


folal  c.Tf.li  rc^u!.'CMcri!s   for  project  ex  pcndiciiic^  , 
Kolociiion  P.iyr^-cru'..  .nnd   licli.ibilitation  Grants 
(sum  r>j  lines  A-l,  A-21,  en:!  A-25) 


t 


Cash  local  ;;r.ui:s-in-a  IJ: 


SOURCE  OF  CASH 


7,337,280 


i 


ACTUAL   OH 

CSTIWATCD 

DATE  OF   RECEIPT 


Real  estate  tax  crcJitr,  (from  Form  llUD-6220,  line  6b) 


$ 


B-6 


lolal  cash  kcal  /-.lants-in-aid 
(sum  of  line:  li-2lh'onr.h  B-r,) 


Ii-7 


iot.d  /uiiJs   to  he  applied  to  proicct  ex  pcnjit  jrcr. , 
Relocation   Payincntr. ,  and  Re  i-.ahilitalin:i  Citaii'.s,  from 
slic'tt-tt-rm  borrc.v  inr.s   i>'!irr   than   tfiose  on  I  ine  li-Ol^cKvjv 


li-8 


Subtotal  (luie  n-C  plus   11-7) 


n-9 


I'KdJl.CT   I  r.MI'OKAIlV  LOAN   IHROL'Cill  OIRLCT  OR 
'RlVATi:  I'INANCINC;  UNnivK  LOAN  AND  GRANT 
CONTRACT  ^/,,ir  /(-/  ni/ir,^   ll-S) 


i  7,337,280 


-    •  r  •  !• 


SLCTioN  c.  sounccs  or  ruiU'S  tor  rltaymlmt  or  project  tl'mporary  loan 


Liur 


I 

I  ITLM 

i 
I 


TO    lie    C   DMI'l.l    Tr.I5    UY    Lf'A 


( ] 


C  S 1  I M  A  T  r. 

OR 
LATrST 
A.CC  L  r>T!.  O 
CSTII-'.ATC: 

M 


n  c  V I  s  c  D 

CSTIMATC 


TOdL  CC'.-- 
UY    Ml. 


C  S  T  I  '-I  A  - 
A  C  C  C  f  1 

OY  Mu : 


(c) 


C-l 


■JOTAI.  IMlOf;r.i:i)S  from  PISOJIXT  I.ASU  (fn>m  line  A-12) 


1,526,000 


C-2 


Piojccl  r.ij)il.il  p.inl  ffrorn  line  A-23) 


5,556^005 


C-3 


llrloc.ilion  Ciiiiil  (jiorx  line  A-24) 


■.*.-<    J 


255,27.4 


C-i 


ndin  bililalion  Grant  (from  line  A-25) 


TOTAI^  (suni  of  lines  C-l  ihrpufji  C-iJ  (The  sum  shown  on  this  line 
must  Li    fouul  to  amount  shown  on  line  li-O,  above) ■    • 


7,337,280 


Acccptnnre  of  liie  estimates  submitted  is  hercbY,,fequcsfcd.     / 


/ 


viUMiiX 


■± 


Dole 


SICnali:ic  ot  Aulhori^a'd  Otticcr 
I 


Boston  Redevelopment  Authority  "     ;     Director 


Local  i^iiblic  AC.f'i^^y 


Tlllo 
I 


•  •..'.  •\-'f       •.  ■■,        I' 


uo.^- 


,...'''."  "....;•.    "'   '       ACCEPTANCE 

Tlie  CEtiiiKitcs  ore  licccplcd  as  indicDtc-d  in  ilic  approjjriale  column. 


Dale 


SI£na1tJte 


Title 


i  ^•■  •;■; 


(  .  I 


:.cii(:i)iM  I   1.   L  Alio  tioiJATinu'. 

(t.finti    (*(tffrl\   nr    I   nnd   If 

iiftf\\i) 

;                                                IDCNTinCATIOtJ 

NAME  OF  DOMOR 

CSTIMATEP 

CAJ.H   VALUE 

SUIII.MI  TED 

UY   LPA 

(c) 

1  O   I.L    CI.  •'.    , 
OY   Hu. 
LGTIMA71 C 

valuc  acc; 
DY  Hu: 

(ci) 

Not  Applicable 

V* 

i 

i 

CASH  VALUi:  OF  LAND  DONATIONS  (Enter  on  line  A-2) 

i 

i 

SCHnDULC  2.     DEMOLITION'  AKD  REMOVAL  WORK  —  TJONCASH  LOCAL  GRANTS-llJ-AID 
(Include  WO!'':  which  licis  been  or  will  be  provided  J 

IDENTIFICATION  OF  DEI/OLITION 
OR  REMOVAL   WORK  JOBS 

NAME  OF 
PROVIDING   ENTITY 

(b) 

ESTIMATED  NET 

COST   SUBMITTED 

BY   LPA 

(c) 

TO  hZ  CO'.'^-^ 
:.ST!V.ATL:.   ' 

COST  Acc^;- 

BY   HUZ. 

Not  A;   ^li cable 

i.   •  ■ 

i 

i 

TOTAL  Dl.MOLU  ION  AND  REMOVAI,  V.ORy:  TO  UK  CHARGED  TO  ITEM  2  OF        

GP.0S5  I'llOjrCT  CCKT  (TnUr  on  line  A-3} 

J      .      .  _  ..     

$ 

SCHEDULE  3.   PROJECT  OR  SITE  IMP  ROV  EMENTS  — MOMCASM  LOCAL  OR  AMTS-I^^AID 

IDEIJTinCATION 
(o)' 

NAME   OF 
PROVIDING   LN'TITY 

(b) 

ESTIMATE   SUBMITTED   BY   LPA 

TO  BE.  CC'.TLi  - 
DY  H'JD 

TOTAL   COST 

CHARCL  TO  PROJHCt' 

ESIII.'.ATE   ACCl 
DY   HU3 

(d) 

AWOUH  T 

(c) 

(0 

AMOUf.  T 

(,r) 

Not  Applicable 

1    , 

< 

$ 

'  1(  u  ,.,.fci..l  .r.r.rs-..nrn.  ..,:.wr>M  ,„,ic  c.-..c,ul.c,l  l..n.l  is  involvr.l.  a,,  ly  l).r  ,.r,crnt  of  .ll.rct  brnrf,.  .„  .I>r  ,  r..,rcl  Ron  .hr   !,:„  r.vcr.c,  Mo  Jt 
COM  (ind  NuUir.ici  fiom  lh.it  .<inount  ilic  tni.M  iimount  ol  ihc  iiic-ci.-.!  assrsr.mrnl  fv..-<itiM  il.c-  iirojcct-.icnu.rfd  limii. 


sui'i'orniitG  sciiiiDULns  (Continnci) 


SCIirDlll.r  3.    I'RD.rrCT  OR  SITt;  IMrf.OVLMnnS  — NOMCASII  local  CRAHrSltJ-AlD  {Ci.i.iinw,!) 


IDCK  TinCATIOrj 


(») 


Not  Applicable 


NAwc  or 

PROVUJIKG   LNTn  Y 


(l>) 


r ST  11/ AT  c  r.ticMn  Tct)  dy  lpa 


TOTAL  COST 


(c) 


CHAnCC  TO  fnOJCCT* 


I 


lOTAl.  I'KOJIXT  OK  SI  1  L  IMi^ROVI-.MLNI  S   TO  HK 

c:iiaiigi:d  to  m:M  2  or  gross  I'rojixt  cost  (tJmcr 

on   line   A-tl  


AMOUN  T 
((C)X    (dy) 

(f) 


TO  t>  L   C  C  ^'  •  w  L 

CTlTtTA  T  L~A  c  C: 
DY   HUD 


0) 


SCHEDULE  -i.     PUBLIC  OR  SUPPORTING  FACILITICS 


IDCNTIFICATIOU 


(n) 


Not  Applicable 


NAMC   OF 
PROVIDING   CNTITY 


Ttn  At.  si'Pi'du  iTNC.  i-Arii.n  II  s  to  ri;  ciiAiu.rn 

10  IMIOJLCI'  (I  f.lcr  on  line  A-5J 


ESTIN'.ATE  SUBMITTED  BY   LPA 


TOTAL  COST 


(c) 


CHARGE  TO  PROJECT 


id) 


Ak^OUIJ  T' 

((c)  X  (d)) 


TO  t5E  CC---^: 


ESTI.V.Al  L   ^  ZZ 
DY   HUD 


(0 


(P>) 


L 


'   If  n  ipcri.l  .,..,cs..mr„.   :.,-..inM  ,r,>irc.-..c„u,.c,l  l..nJir.  involvrj.   np,.|y  .h.  p.rccn.  of  .Mrc.  l-rnr(,.  to  .(,.  ,  r.^c  /.wn  .!,.  .n,.,....r.r 
its  I0I..I  COM  .,n.|   •.ul.t...CI  (t..,n  .l...t  ..nu.m.l  ll,r  t.....|   .im..,inl  .4  .l,r    s,.ff,..l  ..<.sc>smrnl  ..g.unst  tl,r  ,.,..,rf '-'C'l"."- J  l'"!- 


I  .t  (.- 


SCHLnULl'   5.  OTIU.I-;  KOMCASH   LOCAL   CR  AMTS-IU-A  ID  (h.ilu,!,,,^,  Sec.  1 1 J  r,!uuUu,m,l  inUtlulinns   o,  hn-i,,,,!,;    .Src.  lo:, 
loii-iriil  I'lililir  lioiis  iiif)  .  ■     v'^     • 


IDHNTiriCATlO'J 

i 
(a)         • 


TO   nr   COMPLLTI-D   UY    l.l-A 


»VAME   OF 

PROVIDIUG 
C  H  T  I T  Y 


CSTIMATE 

SUni.'ITTCD 

UY    LPA 


(c) 


TO    U  C    C  C  >.'  P  L  c  • 
13  Y    HUD 


C  S  T  I  '•'  A  7  E 

A  C  C  i:  P  T  f  D 

OY    HUD 


TOTAL  (i:r.lcr  O!,  line  A -6) 


-L 


SCHLDULE  6.  IJCT  PROJECT  COST  OF  OTHER   PROJECTS  POOLED  WITH  THIS  PROJECT  (I'ror.  tuicu  occcf.icd 
I'oir,  l/UD-i-^OO,   line  A -13,  for  ihc  (olloiiin[;  [>rojecls:)  .,.    .  i 


PnOJl'.C  T   KUMUCR 
(Enter  each  I'toject  iiuinler) 

(n)  ■      " 


TO   DE   COI.IPLETCO   DY    LPA 


date:  approvcd 

DY  HUD 


(b) 


E&TH/ATt; 
SUDMITTED 
.    BY    LPA       . 

(c) 


See  Attachment 


lOTAi.  (I  iit.r  ,.n  iiHc  A-iro 


?';■!>/■/■(■   I.'rv.    1/68 


TO   BE   CC'Pl; 
BY    HUD 


E s T  I '■  A  ■;  £ 

A  c  c  r  P  T  C  ! 

DY    HUD 


(d) 


HUl)->^u>l'.,  L).C. 


UR  2- 

3 

Mass. 

R-24 

Mass. 

R-35 

Mass. 

R-54 

Mass. 

R-55 

Mass. 

R-56 

Mass. 

R-77 

Mass. 

R-82 

Mass. 

R-92 

Mass. 

R-115 

Mass. 

R-129 

Mass. 

R-148 

Mass. 

R-155 

Mass. 

R-156 

Mass. 

A-3 

Subtotal 

Bedford-West 

Total 

Approved  Net  Project  Costs  Local  Share 

(as  of  2-1-73) 


$     17,555,652  $       5,851,884 

66,655,404  37,682,798 

54,602,514  19,736,434 

1,574,791  211,102 

55,073,242  18,618,298 

59,683,488  16,437,704 

41,867,419  13,955,805 

13,509,900  4,503,300 

31,894,303  12,674,785 

23,322,697  14,671,563 

25,312,099  6,712,499 

1,196,256  398,752 

7,256,886  354,285 

1,828,016  131,435 

4,329,252  605,215 

$  405,661,919  $  152,545,880 

5,556,006  0 

$  411,217,925  $  152,545,880 


APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO. 

PART   I:      FINAL   PROJECT  REPORT 
PROJECT  NO.   MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 

COST  ESTIMATE  AND  Form  HUD-6220  Code  No.   R-226(5) 

FINANCING  REPORT 


Form  HUD-6220,   Project  Expenditures  Budget,  is  attached. 


Mass  R-       /R-226(5)  1  of  1 


<             1 

U.S.  PCf'AnTMCK'T  or  noii<.it)c  ai^:^  uf;tw,i,'  devllopmcmt 

UfUlAH  KLNH.'AL  f'ROCKA;.! 

1 

•                                                                 * 

PROJECT   EXPENDITURES   BUDGET 

Boston,  Massachusetts 

I'KOJLCI    HAWC 

Bedford-West 

I'nojLCT  NUMucn 

Mass.    R- 

Du;.. 
1 

INSTRUCTIONS:     Iiutinl  Buc'r.L'l:    SubD^it  oiiKinal  ar/J  -1  copies  in  Binder  No.  1.  and  cop.cs  in  rcnnininr.  Bir.-Je;  s.. 
lo  )1UD.    lieviscd  Budcet:    ]f  v.jUi  cinendatoiy  applicntion.  follow  "Initial  Dudcet"  inslruclionr..    Oif.cfwise.  s-L- 
oilr.inal  and  -5  copies  to  liUD. 

DATLS  OF-    BUD&tIT    APPROVALS     (Cvmf.U tc  /or  ,e vision  or.tf) 

nud[;cl   No.   1.                                                 ■           .  19                         LatcM  Approved  Duc'^fl  (No.              ).              '                                                             V 

• 

LINC 
NO. 

ACTIVITY  classification' 

TO   DE   COMPueTED   BY   LPA 

TO    il 

USE   ONLY   FOR   REVISED   nUDC  ET 

DUDCET 
REQUESTED   FOR 

MONTHS 

\K     I: 

LATEST 

APPRC/VCD 
BUDO  CT 

(.) 

A.OJUSTMEfJT 
<♦   OH   -» 

0.) 

i 

el:; 

KPP~Z  . 

(c) 

f. 

1 

TOTAL  SUnVFY  AND  PLANNING  EXPENDlTUnES 
(Includes  all  costs  incurred,  costs  estimated  to  he 
incurred,   cind  interest  on  adv,-uices  to  repayment 
dale)  (ft   UOl.  H   1-103,    R   140-1) 

s 

s 

$ 

0 

% 

2 

I'cOJLCT  LXKCLTION  L\\Pn\niTl'll[:S: 

.  •  53?-, 562 

Adminisiir,;ivc  costs  (it    1-ilO,  R   l-17j) 

3 

Lcpal  services  (R  1-115.02.  R  1-115.03. 
R  11 15.01.  n   1-115.05) 

12,620 

4 

Sur\'cy  and   planning;  tR     1-J30) 

17,872 

S 

Acquisition  r  \;-)rnsf:  s  (  R    14-10.02 
tl.ioup!,  R    1110. CO 

9,758 

Ga 

Ttniporirv  operation  of  nrquited  propcity— 
I'lofn  (-)or  Loss(0    (1!   1440) 

694,351 

Cb 

Amount   included  in  Line  63  ns  real  estate  lax 
credits  (R    )4>a.0:i3) 

[           ] 

[          ] 

L 

■ 

7 

Relocation  nnd  Community  ornani?..'J  ion  ,  cxcludinf; 
Rcloc.-.lion  Payn-.cnls  (li    14  13) 

• 

9,500 

8 

Site  clearance-Proceeds  (-)  or  Cost  ( -f ) 
(R  1450) 

836,340 

9 

Project  or  silo  irnpiovcrncnt  s 
(H   1455) 

504,850 

10 

Disjvosal,  Ic.TSc,  rctenlinn  costs 
(11   14  55) 

10,468 

11 

Rcli.'ilillii  al  ion,    e>:c  111  dine 
ficlial.il, talion  GraMtsdi    llf.O) 

.. 

12 

Interest  (11    11^0.013.   R    MCO-O:) 

660,380 

13 

Oil.cr  income  (-)   (R    1149) 

(-> 

• 

^"'  110,000 

(-) 

Koi  i  irojfCI  on  t   llitcf-foorllii  cipiul  tr<nl  la>is   will,  liir.iif  J  frnjrci  co»l»,  fnlct  )tio  on  l.inci   1  ll.eouih  Cb. 


MLin-r.:;o  (i-^D)  Pn-^ioui  ((fiiioni  ci, ■.oleic 


I/O. 

ACTIVITY  CLALMriCATION 

...    < 

L  ATCST 

Afl'  HO  V  CD 

t>llDC  CT 

(•) 

ADJUSTMrH  T 

(4  t.r  -J 

nuncrT 
riTQut  SI  1  D  f  on 

tJOMTp<: 

I". 

(c) 

( 

J< 

Su\'\o\.-<]  f^orn  o(  Lines  2  Oi'ou[,h  13, 
ticludif.^  Line  CiJ 

s 

i 

*3, 185, 701 

$ 

)5 

CtTiliiircncics /^of  Column  (c  J,'  not  to  exceed 
)L%o(  Line  IV 

320,000 

16 

Ileal  csMlc  purcli3scs(n   l-MO.Ol) 

" 

3,500,000 

17 

1^/ojccl  ir.spcclion  (R    1510) 

76,305' 

16 

TOTAL  PROJECT  CXCCL'TION  CXPCNDlTUiiES 
(son  of  Lines  l-t,l5,l6,  end  17) 

• 

7,082,006 

19 

TOTAL  PfiOJLCT  EXPENDITURES  (ITLM  ]  OF 
CROSS  PROJECT  COST)  fl.me  1  plus  18) 

s 

$ 

^7,082,006 

% 

1 

20 
21 

Relocation  Payments    100^  icirrJ)urs.nl)lc  10  LPA 

(R  ison 

s 

s 

255,27^ 

% 

Kctinllliiaiion  Grams   lOOTc  reimbursable  to  LPA 
(U  lb02) 

% 

$ 

S 

i 

AppiovrJ  of  the  Project  Expenditures  Budcet  in  the  amounts  and  for  the  line  period  sliown  in  Coh;~.n  (c)  is  herc^.. 
requested.                                                                                       ■•              • 

Boston  Redevelopment  Authority 

•    ^ ^ 

Locd  I'uh 

lie  Aic-cy 

Dole 


Siinoluie  d  Aullioii:ed  Officer 


■Director 


Title 


IIUD  APPROVAL 

The  Pioject  Expenditures  Budcct  ir,  hereby  approved  in  the  amounts  and  for  the  time  period  shown  in  Colu-r,  (d). 
The  project  shall  be  completed  by _  i    19 . 


Dole 


Si^nnlule 


lillr 


HUl)t//'y  {\-Cb)  I'lCvicui  cdiiiofis  cL'.olcic 


•  t 


J 


«^  V^  I     I     <J  l\    I    I  > 


PROJECT  OR  SITL:  IMPROVCMlMTS  charged  as  project  EXPEia)lTURES 


ID[:iJTiriCATroiJ 


Streets 

Street  Lighting 

High  Service  k'ater  System 

High  Pressure  Fire  System 

Surface  Drainage  System 

Sanitary  Sewer  System 

Police  Signal  &  Fire  Alarm  Systems 

Traffic  Control  System 

Street,  Traffic  &  Directional  Signs 

Engineering 


ClUIK.l   I)    in    m.M    1   "I     '•1'"^'^  IMtOJl   '1    (.OM 


MUl>-6y;0  (I-6L)  I'li'iCoi  ii'iiii/iis   obic.lilc 


TO  nc  coMr'Lc:Ti:o  uy  lca 


TOTAL  COST 


133,720 
68;510 
52,500 
60,340 
•71,240 
25,640 
•8,650 
25,370 
200 
58,000 


CIIAHOC   TO   PROJCCT 


100 


133,720 
68,510 
52,500 
60,340 
71^240 
25,640 
8,650 
25,370 
800 
58,000 


MViD-v.'or,!,.,  n.  c. 


URBAN  RRIlv/AL  H;j:n!''OK 


rau  7210.1 


nUGEjS  Aj:d  RJLOE?  ;;j-~r-T3 

chai^t::>  2  .^ecticij  3  /J?r::Di;.:  1 


*   WORKSHEET  FOR  CO.MPUTIKG  NET  PAYABLE  EXECL'TIO','  FEE  FOR  LIKE  17,.  FORM  HUD- 62 


20 


(Attach   corplctcd  worksheet    to  cppllcablp   Ht'D-6220) 


L'rboii    Kfoiuol    I'roj'ct    IJci.t  >i  icjl  ic.r 


A.    AmrSlvr-.-T    FO?   rL.-.-.-.l-.C   rr--s      KOIZ:      U    this    is   «    revision    to  ,    previous   execution   budf.ct    In  vMcl,    the    net    pAv.ble   execution 
fee   vus   cunpulcd   rn    t.;i.:   Current    Insls   nr    i(    piojict    pl.-.nnlne.  costs   ore    not    shared    In    the    Fcdcrul    £ront,    go  directly    to 
Section   B    since    no  fld  just{T>fnt  s    for    planning    fees   are    involved    in    this    co;npu  tnt  Ion, 


(1)    Trlnnry    plnnninj;    fee    bfisc-d   on   curr'nt    schedule    or   pl.inninc    fee   p.iid  .Tt    prior    rates 
SiippI  orient  flry    Plcnninc   Fees: 


Vi'.v    SW 

f\pprovr  d 


Date   I. it 

Appl  ie  '  !• 

(3) 


Kuniher   of   Honths Perc«nt(r.>    Fee   of 

L.ss    2'.,    or           For    ijppl  .    Fee  Cram    Resetvatii'n 

3n  VI  :h  C::FP          [ ( A  >    -    (5)1  l(f-)    X    .00C.;5l 

(i)                              (6)  t7) 


? 


tS)  Crjnt  reservation  jrn.taiately  prior  to  Lt^^J   application  or,  if  VU,  approxieaic  grant 
to  be  approved  in  LoC  cunlra(-l  cw  nearest  ?100,000 ,,    $ 


(9)  Total  supplinontary  plani:ing  fee  f".  in  (7)  X  $  in  (8)] j 


(10)  Supplementary  planning  fee  already  paid. 


1_ 


(11)  Adjustnent  for  suppl  CF.entary  planning  ff:e  [(9)  riinus  (10)] ••■••♦or- 

(12)  Total  cdjustnint  for  planning  fees  ((1)  ♦  (II)] <or- 

B.  CCf?l'TATK'N  or  CROSS  r.NFCl-TlOS  FEE 

Determining  Base-Cost:  *  •   ■ 

(13)  From  this  Hl'D-5220,  Line  19  minus  Line  17  (or  sua  of  1,14.15  t  16)  ?  7,005,701 

(14)  Relocation  grant  (Line  20,  this  HLD-6220) $     255,274 

(15)  Section  115  Rehabilitation  grant  (Line  21,  this  Hl'[)-6220) S ^ 

(16)  Total  noncash  local  grenis- in-aid  (Line  A-7,  applicable  HLD-62>3).  ?  7,269,975 

(17)  Total  base  cost  for  co.'pjting  gross  execution  fee 

(suro  o£  (13)  through  (16)  above]  ^ 


(18)  Corrputatlon  Factors  and  Cross  Fee: 


Luf p  Sum  Port  Ion 

e  Cost       Fart  of  Fe 


(a) 


(b) 


Portion  fro~  Percent  of  P.ena  i  n  tee  Pase  Cost 
Remaining  Ease       Lalai.ce  of  Fee 
Percent     Cost  [(17).(U-a)  1      (IPc)  X  (IFd) 
(C) 


(d) 


(e) 


4,000,000   ;  60,000 


.5  t      $3,260,975       $16,305 


(t)  Total  gross  execution  fee  [(18b)  ♦  I8e)], 


C.  NET  EXFCL'TIOS  FFF. 

(19)-  Sum  o'f  Lines  (12)  and  (18f) |_ 


(20)  Net  execution  fee  for  Line  ITC  of  this  HL'D-6220  (larger  of  (19)  and  (21)1, 


TKF.  rOLHr-'lNC  SFCTIO'-'S  Fr<!  RLVlS'"n  Bt'CGETS  fNLY   If  this  is  an  initial  project  execution 
budget.  Strike  Sections  D  and  C   below;  if  it  is  a  revised  budget,  co.T.plcte  the  applicable 
Section  and  strike  the  other. 

D.  add!T1C':al  kko:-;t   r>.Tn,  tim'^  trvisir-i 

(21)   Net    paid   execution    fee,    prior    budget,     *•.••.•.•■,*••    .^ 

(2*2)    Net    change,    this    budget    [Lines    (19)    ninus    (21)] ♦or    -.^ 


(23)    Additional    fee    for   Line    1TB   of    this   IILD-6220    [Line(22)    if    i't    is   a    «    amount;    $0    If 
Llnc(22)is    a   ninus    ar^-ount] 


E.    Cyi'TATIT"    or    F^Xf^S    IMCITIOV    11  r    FAlri   iv;   P^ll'.    BA*:!;      V^r    this    Section    CLY    If    the 
exvciiiion    lee   alr^-atiy    paid   wai   eo;.puted   on    it.e    ptiv>r    eost    basis    AND   if    the   anount    palti 
vas    larger    than  Line   (^0). 

(24)    Fee    co-.puted    and    paid    en    prior    basis    (frtvTi   lost    prc-vlous   budget),    ,J 


(V5)    Excess    ret    fee    to    be    credited    <m   LIiu'    1  7B   of    this    IILD   62:0    ( Ll  nes  DO)  ni  nus  C4)  ] 


Prepared    by: 


Elizabeth  Farrell 


Director  of  Fe(jera1   Aid 

(Title) 


$  76,305 


PacG  1  2/70 

«U.  S.   COVEU.V.UNT   rPJNTlNC  OFI  ICE  :   I<.TO      .^...;  -t 


HUD-Wooh.,  U.  C. 


Bedford-West 


Administrative  Costs  $  539,562 

Spent  as  of  12-31-72  $484,685 

Required  through  6-30-74 

Planner  IV  (25%)  3,000 

Engineer,  Civil  V  (100%)  15,565 
Demolition  Field 

Inspector  (100%)  10,100 

Relocation  Officer  I  (20%)  2,534 

Legal  Officer  I  (50%)  8,000 

$  39,199 

Fringe  Benefits  (12%)  4,703 

Overhead  (25%)  10,975 

Total      $  54,877 


Legal  Expenses  $  12,620 

Incurred  through  12-31-72 

for  general  legal  consultant  7,620 
Additional  Expenses 

12  days  in  court  (real  estate 

settlement)  (3  $200  per  day  3,000 
General  Legal  Consultant        2,000 

Survey  and  Planning  $  17,872 

Master  Engineering  Control 

Plans  4,468 

Public  Improvement 

Commission  Plans  4,468 

Special  Studies  8,936 

Acquisition  Expense  $   9,758 

Incurred  through  12-31-72 

for  acquisition  appraisals  2,558 
Additional  Costs 

12  days  in  court  (9$150 

per  day  for  4  appraisers     7,200 
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Temporary  Operation  of  Acquired  Property  $  694,351 

Balance  as  of  12-31-72       $802,297 

Remaining  Expenses 

Taxes  1969  $253,682 

1970  275,466 

1971  437,500 

1972  500.00 
Maintenance  15,000 
Insurance  15,000 

(Note:  There  will  be  no  rental  income  as  the  building  will 
be  vacated  January  1973) 

Relocation  &  Community  Organization  $   9,500 

Relocation  Contracts 

as  of  12-31-72  8,673 

Additional  expenses  for  final 

payments  to  appraisers        827 

Site  Clearance  $  836,340 

Refer  to  224  Report 

Project  Improvements  $  504,850 


Streets 

133,720 

Street  Lighting 

68,510 

High  Service  Water  System 

52,500 

High  Pressure  Fire  System 

60,340 

Surface  Drainage  System 

71,240 

Sanitary  Sewer  System 

25,640 

Police  Signal  &  Fire  Alarm 

Systems 

8,650 

Traffic  Control  Systems 

25,370 

Street,  Traffic  &  Directional 

Systems 

800 

Engineering 

58,000 

Disposition  Expenses  $  10,468 

2  appraisals  at  $3,000         6,000 
Parcel  Delivery  Plans  4,468 


Interest  $  660,380 

Incurred  through  12-31-72  $443,299 
Through  note  maturity 

(12-7-73)  112,081 

Dec.  1973-June  1974 

3,000,000  X  6%  105,000 


Other  Income  $  110,000 

Received  to  date  65,000 

Additional  funds: 

1,500,000  for  90  days 

0  6%  22,500 

1,000,000  for  90  days 

(3  6%  15,000 

500,000  for  90  days 

(3  6%  7,500 


Real  Estate  Purchases  $3,500,000 

The  Real  Estate  Department's  Estimate  is  based  on 
the  Authority's  experience  with  similar  properties 

Relocation  $  255,274 

Expended  as  of  12-31-72       130,274 
Additional  money  required      125,000 


ESTIMATE 

OF   lUiLOCATION   COSTS   ,V\D  SETTLEMENT  COSTS 

IMATE  Ol-   RELOCATION   COSTS 
AN't)  SETTLEMENT  COSTS 

ALLOCATION  PERIOD:   3     months 

Fronuan/1973to  Apr/1973 
mo./yr.          mo./yr. 

LOCALITY 

BOSTON,    MASS. 

LOCAL  AGENCY 
BO.';  TON   REDEVELOPMENT   AUTHOR  I 

PROJECT   N/\ME   AlvU  XU.'-IBER 
BEDFORD.   WEST 

PAYMENTS  TO   FAMILIES  AND   INDIVIDUALS 

T>T5e  of  Payment 

Families 

Individuals 

Total 

No. 

Amount 

No. 

Amount 

No . 

.A'-.oun: 

Movino    Expenses 

1.    Actual   Movina  Expenses 

$ 

$ 

2.    Fixed  Fa)-ment   and   Dislocation  Allov;. 

3.    Total 

Replacement  Housing  Payments 
Homeowners 

4.    Differential    Payment 

»,^ 

5.    Interest   Payment 

6.    Incidental   Expense   Payment 

7.    Total 

Tenants    and  Certain  Oti.crs 
8.    Rental   Assistance 

9.    Downpayr.cnt  Assistance 

10.    Total 

11. Total    (Sum  of  Lines   3,    7,    and   10) 

P.^YMENTS   TO   BUSINESS   CONCEl^NS,    NONPROFIT 

ORG.^NIZATIONS,   AND  FARiMS 

.Type-  of  Payment 

Businesses 

Nonprofit  Orgs , 

Total 

No. 

Amount 

No. 

Amount 

No. 

Ar.oimt 

Moving  I'xpenses 

1.      Actual   Moving  Expenses 

1 

$124,500 

1 

;124,500 

2.      Actual    Loss   of  Propert)' 

3.      Searching  Expenses 

I 

500 

1 

500 

4.      Total 

1 

$125,000 

1 

' 

^125,000 

5.      Payments   in  Lieu  of  Moving 
and   Related   Expenses 

6.      Total    (Sum  of  Lines   4    and   5)  ' 

1 

$125,000 

1 

|l25,C00 

Total  estimate  of  relocation  payments  to  individuals,  families, 
business  concerns,  nonprofit  organizations  and  farms.   (Total, 
Block  A,  Line  11;  plus  Total,  Block  B,  Line  6) 


*  $  125,000 


Assistance  Costs.   Estimate  of  all  relocation  costs,  other  than 
the  payments  enumerated  above,  to  be  included  in  computing  the 
amount  of  the  Federal  grant,  contribution  or  loan  for  the  project. 


Estimate  of  total  settlement  costs  to  be  paid  to  owners  whose  real 
property  will  be  acquired  for  the  project.   (These  are  not 
"relocation  costs"  or  "relocation  payments",  but  arc  acquisition 
costs  subject  to  funding  arrangements  under  P.  L.  91-646.) 


*  This  one  business  closed  on  January  24,  1973 


•  ■     Giinx;.'\i:;M  Asr-uiiANCi:  \;iTi!  n-'.si-i-.cT  to'  CG:;r]j.A::cE  \:j.t!1  in:/jL 
r;:c-?-:;i'j V  /.comciTiox  n::Qui;:T:!i::;Tf;  or  Tinx  7)i  or  tie 
L':,"i3V;;-:-!  !i::loc.'.t:o:;  assista.n'ce  akd  iieal  pi;orcRT\'  ACQuiGinoN' 
rCiU ejus  ACT  or  i^vo'- 

•    The  Boston  Redevelopuient  Authority   (Applicsnt  herein)   hereby  assures  that 
it  has  authority  under  applicable  State  and  Local    law  to  comply  with  Section 
210  of  the  Uniform  Relocation  Assistance  and  Real   Property  Acquisition  Policies 
Act  of  1970,   Public  Law  91-645,  91st.   Cong.   S.l,   84  Stat.    1S94   (1971),  and  certifies, 
assures,   and  agrees  that,  notwithstanding  any  other  provision  set  forth  in  any 
application,  contract  or  agreement  with  respect  to  the  application  identified  as 

'"--  Mass.   R'-SZ  ELA  Central   Busines's  District : 

.   1,-     )n   r.\:oi<ivS;^i;  rvi:)    property   in   co;i:iccLion  \;il'.h   l.hc   instcnl;   project,    l.l;C' 
/^]^]^'!  <  ci-.ul   \."i  1  ]    l-c   r;uic'c-d   to  tlic  [;r(jatcst   extent   practicable  understate 

-     '        );n.',    )>y    tin;   rca].   pro]--erty   acquii:iticn   policies    set   out   under  Section  30] 
o£    LJic  Act  and    tl;e  provisions   of   Section  302   tliereof;  ^  ..._.• 


2. 


3. 


Property  c'.v-.-icrr.  \;ill    be   paid  or  reimbursed   for  ncccssai-^'  expenses,  as 
tjpncifierl   in   Sections  303   and  30^   oL    the  Act; 

Affected   persons  \.'ill   be   adequately   infonned   of-tlie  benefits,    policies, 
find  procedures   provid-?d  for  under   HU3)  regulations; 


'*. 


The  amount  of  the  pa^nr.ents  r.iadc  to  property  ov.'ncrs  pursuant  to 
And  30-';  of  tbc  Act  slial.l  be  fully  rei;:;bursable  to  the  applicant 


rvc-c-^i-f-o*-*/-**-!      nrt 


rcto'^r^rt      f^oTfJito 


ir-\flr>y     C-.  hn  I 


jiunren 


.     1.--  •-       '^^  -      ^  -^-  ^- 

t.hc  Applicant   and   HUD  on    tlic   sa.T.e  basis   as   in"oject  costs  arc   s\> 
/pursuant   to   the  applicable  Federal   financial   assistance  cositrac 

5.'  The  Applicant  \:ill  execute  sucli  ajiicndr.icnts  to  applicable  contra 
OfiVee.T.cnts  and  execute,  furnish,  "and  be  bound  by  sucli  additicna 
OS  the  Secretary  of  Housing  and  Urban  Developnnent  shall  deterr.ii 
to  effectuate  or  iinple::ient    tlie  assurances   provided  herein. 

This  dpciincnt  is  hereby  nadc  part  of  an  incorporated  in  any  contract  or  a^r^ 
jnent,  or  any  supplc^ients  and  a.T!Cndi:icnts  tliereto,  relating  to  tlie  above  identific 
npplication  and  shall  be  dcejned  to  supersede  any  provisions  therein  to  tlie  cxtcr. 
tha-t   sucli_  jn-ovisions   conflict   \.'ith   the  asf.urances   or  agreements   provided   herein. 


section:. 

by   liUD; 

bi'  L\/(:iMi 
ared 
t;    and 

cts   and 
]     dccur.-.c-: 
ne   i-.cc.ch: 


Boston'T^edpveTopment  'Authorfty 


■^  -  \Lr-  72_ 


U>'. 


"f        (Legal   Ka.'Tie  of  Applicant) 


(Date) 


!•        .  (Signature) 
Director 


(Title) 


^•JV,r  vir.e    in   a;iiciid.-u  ory  co:i.:;uni  I  y 'dcvelop;iiCiit.   conlracls    vdiich  aMcnd    co;ilv..rl::    in 
c>:)Mc-nc<:    ).i-ior    to  J-inuaiy   ?,    3'.)7)j.  j,i  c'jnfoy.-.'mce  \.'il!i   oi)j]:i()n   C'f  Co:;i-''ro]  1  er 
Gc.'icral.   of  V.v:  U.    T..,    iVifca  i;cv(-;br:-   ;^,    .Vr/J  .  .       • 


ATTEST:  The  undersigned  chief  legal   counsel    for  the  Applicant  hereby  certifies 
that  the  Applicant  has   authority  under  State  and  Local    law  to  coriiply  with  Section 
305  of  the  aforesaid   Federal   Act  as   iniplen;ented  by  the  above  assurances   and  that 
the  foregoing  assurances  and  agreements   have  been  legally  and  duly  given  and  made 
by  the  Appl icant. 


CERTIFICATE  OF  VOTE 
The  undersigned  hereby  certifies  as  follows: 

(1)  That  he  is  the-  duly  qualified  and  acting  Secretary  of  the  Boston 
Redevelopment  Authority,  hereinafter  called  the  Authority,  and  the  keeper  of 
the  records,    including  the  journal  of  proceedings  of  the  Authority. 

(2)  That  the  following  is  a  true  and  correct  copy  of  a  vote  as  finally 

adopted  at  a  meeting  of  the  Authority  held  on  March  16,    1972 

and  duly  recorded  in  this  office: 

Copies  of  a  memorandum  dated  March  16,    1972  were  distributed  re 
Uniform  Relocation  Assistance  and  Real  Property  Acquisition  Policies  Act  of 
1970:  Assurances  and  Amendatory  Budget  Requests,    attached  to  which  were 
copies  of  a  proposed  vote,    ten  (10)  Resolutions,    ten  (10)  two-page  statements 
relating  to  Relocation  Requirements,    ten  (10)   statements  relating  to   Real  Property 
Acquisition  Requirements,    and  ten  (10)  copies  of  an  Estimate  of  Relocation  Costs 
and  Settlement  Costs  relating  to  Project  Nos.   Mass.   R-24,   R-35,    R-55,   R-56, 
R-77,   R-82,   R-82(L),    R-92,    R-115,    R-129. 

On  motion  duly  made  and  seconded,    it  was  unanimously 

VOTED:  That  the  Director  be  and  hereby  is  authorized  for  and  in 
behalf  of  the  Boston  Redevelopment  Authority  to  submit  to  the  Department  of 
Housing  and  Urban  Development  Amendatory  budgets  for  the  R-24  Washington 
Park,    R-35  Government  Center,    R-55  Charlestown,   R-56  South  End,    R-77 
Waterfront,    R-82  Central  Business  Districl,    R-82(L)  South  Station,    R-92 
South  Cove,   R-115  Fenway,    R-129  Campus  High  School,    Urban  Renewal  Projects, 
together  with  appropriate  assurances  regarding  the  Authority's  relocation  and 
real  estate  acquisition  policies,    substantially  in  the  form  attached  hereto,    in 
order  to  comply  with  the  Uniform  Relocation  Assistance  and  Real  Property 
Acquisition  Policies  Act  of  1970,    and  Department  of  Housing  and  Urban  Develop- 
ment regulations  pursuant  thereto. 


:}:    :{e     5^    :}:    :^    :;;;;:    j^    sj:    sj:    ;I< 


(3)  That  said  meeting  was  duly  convened  and  held  in  all  respects  in 
accordance  with  law,    and  to  the  extent  required  by  law,    due  and  proper  notice 
of  such  meeting  was  given;  that  a  legal  quorum  was  present  throughout  the  meet- 
ing, and  a  legally  sufficient  number  of  members  of  the  Authority  voted  in  a  proper 
manner  and  all  other  requirements  and  proceedings  under  law  incident  to    the 
proper  adoption  or  the  passage  of  said  vote  have  been  duly  fulfilled,    carried  out 
and  otherwise  observed. 


(5)  That  if  an  impression  of  the  seal  has  been  affixed  below,    it  con- 
stitutes the  official  seal  of  the  Boston  Redevelopment  Authority  and  this  certificate 
is  hereby  executed  under  such  official  seal. 

(6)  That       Robert  T.Kenney  is  the  Director 

of  this  Authority. 

(7)  That  the  undersigned  is  duly  authorized  to  execute  this  certificate. 

IN  WITNESS  WHEREOF  the  undersigned  has  hereunto  set  his  hand 
this         fourteenth day  of  February .    19  73  . 


LS 


BOSTON  41 EDEVELOPMENT  Ap,THORITY 

By. 


IN  REDEVELOPMENT  AUTHO 


GUIDP.FORM  ASSURANCE  WITH  RliSrECT  TO  ROLOCATION  REQUIROMCNTS 
\       01-  TITLL  II  OF  THE  UNIFORM  RELOCATION  ASSISTANCE  AND  REAL 
PROPERTY  ACQUISITION  POLICIES  ACT  OF  1970* 

The     Boston  Redevelopment  Authority     (Applicant  herein)  hereby  assures 
that  it  has  authority  under  applicable  State- and  Local  law  to  comply  with  Section 
210  of  the  Uniform  Relocation  Assistance  and  Real  Property  Acquisition  Policies 
Act  of  1970,  Public  Law  91-646,  91st  Cong.  S.l,  84  Stat.  1894  (1971),  and  certifies, 
assures,  and  agrees  that,  notwithstanding  any  other  provision  set  forth  in  any 
application,  contract  or  agreement  with  respect  to  the  application  identified  as 
Mass.  R-82L  (Bedford-West) : 

1.  Fair  and  reasonable  relocation  payments  and  assistance  shall  be  provided 
in  accordance  with  Sections  202,  203,  and  204  of  the  Act  and  applicable 
HUD  regulations,  to  or  for  families,  individuals,  partnerships,  corpora-  a 
tions  or  associations  displaced  as  a  result  of  the  instant  project; 

2.  Relocation  assistance  programs  offering  the  services  described  in 
Section  205  of  the  Act  shall  be  provided  to  such  displaced  families, 
individuals,  partnerships,  corporations  or  associations  in  the  manner 
provided  under  applicable  HUD  regulations; 

3.  Within  a  reasonable  time  prior  to  displacement,  decent,  safe  and 
sanitary  replacement  dwellings  will  be  available  to  such  displaced 
families  and  individuals  in  accordance  with  Section  205(c)(3)  of  the  Act; 

4.  Affected  persons  will  be  adequately  informed  of  the  benefits,  policies, 
and  procedures  provided  for  under  HUD  regulations; 

5.  The  relocation  process  will  be  carried  out  in  such  a  manner  as  to  provide 
displaced  persons  with  uniform  and  consistent  services,  and  replacement 
housing  will  be  available  in  the  same  range  of  choices  with  respect  to 
such  housing  to  all  displaced  persons  regardless  of  race,  color,  religion 
or  national  origin; 

6.  The  amount  of  relocation  payments  hereunder  shall  be  fully  reimbursable  to 
the  Applicant  by  HUD;   but  the  costs  of  providing  relocation  assistance 
hereunder  shall  be  shared  between  the  Applicant  and  HUD  on  the  same  basis 
as  project  costs  are  shared  pursuant  to  the  applicable  Federal  financial 
assistance  contract;  and 

7.  The  Applicant  will  execute  such  amendments  to  applicable  contracts  and 
agreements  and  execute,  furnish,  and  be  bound  by  such  additional  documents 
as  the  Secretary  of  Housing  and  Urban  Development  shall  determine 

.necessary  to  effectuate  or  implement  the  assurances  provided  lierein. 


ATTACHMENT  C-2 


*For  use  in  amendatory  community  development  contracts  which  amend  contracts  in 
existence  prior  to  January  2,  1971,  in  conformance  with  opinion  of  Comptroller 
General  of  the  U.  S.  dated  November  5,  1971. 
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This  document  is  liereby  made  part  of  and  incorprated  in  any  contract  or 
agreement,  or  any  supplements  and  amendments  thereto,  relating  to  the  above 
identified  application  and  shall  be  deemed  to  supersede  any  providions  therein 
to  the  extent  tliat  such  provisions  conflict  with  the  assurances  or  agreements 
provided  herein. 


Boston  Redevelopment  Authority 


3-/(:  -  7SU 


(Date) 


ByV  [6^JU 


(Legal  Na 


(Signature 
Director 


(Title) 


ATTEST:   The  undersigned  chief  legal  counsel  for  the  Applicant  hereby  certifies 
that  the  Applicant  has  authority  under  State  and  Local  law  to  comply  with 
Section  210  of  the  aforesaid  Federal  Act  as  implemented  by  the  above  assurances 
and  that  the  foregoing  assurances  and  agreements  have  been  legally  and  duly  given 
and  made  by  the  Applicant.  ^_^  n 


//*       (Attorney) 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO. 

PART   I:      FINAL   PROJECT   REPORT 
PROJECT  NO.    MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal   Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 
Boston,  Massachusetts 


LEGAL  DATA  Resolution  of  Boston  Code  No.   R-231(l) 

Redevelopment  Authority 
Authorizing  filing  of 
Application 


Attached  are  the  resolution  of  the  of  the  Boston  Redevelopment  Authority 
authorizing  the  filing  of  an  Application  for  Loan  and  Grant  for  the  CBD- 
Bedford-West  Urban  Renewal  Area  and  the  Certificate  of  Vote  respecting  the 
Resolution. 
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RESOLUTION  OF  THE  BOSTON  REDEVELOPMENT 
AUTPIORITY  AUTHORIZING  THE  FILING  OF  A 
PART  I  LOAN  AND  GRANT  APPLICATION  FOR 
THE  CENT  AL  BUSINESS  DISTRICT/BEDFORD- 
WEST  PROJECT 


WHEREAS  it  xf.    necessary  and  in  the  public  interest 
that  the  Boston  Redevelopment  Authority  avail  itself  of  the 
financial  assistance  provided  by  Title  I  of  the  Housing  Act  of 
1949,  as  amended,  to  carry  out  the  urban  renewal  project 
descrived  as  Central  Business  District/Bedford-West  and  bounded 
generally  as  described  in  the  attached  Exhibit  A,  hereinafter 
referred  to  as  the  "Project";  and 

WHEREAS  it  is  recognized  that  the  Federal  contract 
for  such  financial  assistance  pursuant  to  said  Title  I  v;ill 
impose  certain  obligations  and  responsibilities  upon  the  Local 
Public  Agency  and  v;ill  require  among  other  things  (1)  the 
provision  of  local  grants-in-aid;  (2)  a  feasible  method  for  the 
relocation  of  businesses  displaced  from  the  project 
area;  and  (3)  other  local  obligations  and  responsibilities  in 
connection  v.'it]i  the  undertaking  and  carrying  out  of  urban  renev.'al 
projects;  and 

WHEREJ^S  Title  VI  of  the  Civil  Rights  Act  of  1964 
prohibits  discrimination  on  the  basis  of  race,  color  or  national 
origin  under  any  program  or  activity  receiving  Federal  financial 
assistance  and  Executive  Order  11063  prohibits  discrimination  on 
the  basis  of  race,  color,  creed  or  national  origin  in  sale, 
lease  or  other  disposition  of  residential  property  (including 
land  intended  for  residential  use)  or  in  the  use  or  occupancy 
thereof;  and 

WHEREAS  the  objectives  of  the  Urban  Renewal  Plan 
cannot  be  achieved  through  more  extensive  rehabilitation  of  the 
Project  area;  however,  the  Authority  reserves  the  option  to 
rehabilitate  the  structure  if  developer  interest  substantiates 
the  economic  feasibility  of  doing  so: 


NOW,  TIlEiy::FORE,  BE  IT  RESOL\T,D  BY  'HIE  BOARD  OF  THE 
BOSTON  REDEVE ■ OPMEWT  AUTHORITY: 

1.  Tliat  the  Unitod  Stntos  of  America  and  the 
Secretary  of  Housing  and  Urban  Development  be,  and  they  hereby 
are,  assured  of  full  compliance  by  the  Boston  Redevelopment 
Authority  v;ith  regulations  of  the  Department  of  Housing  and  Urban 
Dev^elopment  effectuating  Title  VI  of  the  Civil  Rights  Act 

of  19G4  and  applicable  Executive  Orders. 

2.  Tliat  an  application  on  behalf  of  the  Central 
Business  District/Bedford-West  Project  for  a  loan  under  Section 
102(a)  of  said  Title  I  in  the  amount  of  $7,337,280 

and  for  a  project  capital  grant,  a  relocation  grant,  and  a  Federal 
grant  for  the  making  of  rehabilitation  grants  to  the  full 
amount  available  for  undertaking  and  financing  the  Project  is 
hereby  approved,  and  that  the  Director  is  hereby  authorized  and 
directed  to  execute  and  to  file  such  application  v;ith  the 
Depr rtment  of  Housing  and  Urban  Development,  to  provide  such 
additional  inforrnation  and  to  fiarnish  such  documents  as  may  be 
required  in  behalf  of  said  Departm.ent,  and  to  act  as  the  authorized 
correspondent  of  the  Boston  Redevelopment  Authority. 


E  X  FI  I  B  I  T 


DESCRIPTION  OF  PROJECT 


Beginning  at  the  intersection  of  the  easterly  sideline 
of  Washington  Street  and  the  northerly  sideline  of  Bedford  Street; 

Thence  running  in  a  generally  easterly  direction  along 
said  northerly  sideline  of  Bedford  Street  to  a  point,  said  point 
being  the  intersection  of  the  northerly  sideline  of  Bedford 
Street  and  the  easterly  sideline  of  Harrison  Avenue  Extension 
extended  thereto; 

Thence  turning  and  running  in  a  generally  southerly 
direction  along  said  easterly  sideline  of  Harrison  Avenue  Extension 
to  a  point,  said  point  being  the  intersection  of  the  easterly 
sideline  of  Harrison  Avenue  Extension  and  the  southerly  sideline 
of  Exeter  Place; 

Thence  turning  and  running  in  a  generally  northv/esterly 
direction  across  Harrison  Avenue  Extension  to  a  point,  said  point 
being  the  intersection  of  the  southerly  sideline  of  Norfolk 
Place  and  the  v>'esterly  sideline  of  Harrison  Avenue  Extension; 

Thence  turning  and  running  in  a  generally  westerly 
direction  along  said  southerly  sideline  of  Norfolk  Place  to  a 
point,  said  point  being  the  intersection  of  the  westerly  sideline 
of  Washington  Street  and  the  southerly  sideline  of  Norfolk  Place 
extended  thereto; 

Thence  turning  and  running  in  a  generally  northerly 
direction  along  said  V'/esterly  sideline  of  Washington  Street  to  a 
point,  said  point  being  the  intersection  of  said  westerly  side- 
lino  of  V7ashington  Street  and  the  northerly  sideline  of  West 
Street; 
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Thence  turning  and  running  in  a  generally  easterly 

direction  across  Washington  Street  to  the  point  of  beginning, 

said  point  being  the  intersection  of  the  easterly  sideline  of 

Washington  Street  and  the  northerly  sideline  of  Bedford  Street. 


CERTIFICATE  OF  VOTF. 
The  undersigned  hereby  certifies  as  follows: 

(1)  That  he  is  the  duly  qualified  and  acting  Secretary  of  the  Boston 
Redevelopment  Authority,  hereinafter  called  the  Authority,  and  the  keeper  of 
the  records,    including  the  journal  of  proceedings  of  the  Authority. 

(2)  That  the  following  is  a  true  and  correct  copy  of  a  vote  as  finally 

adopted  at  a  meeting  of  the  Authority  held  on  January  25,    1973 

and  duly  recorded  in  this  office: 

Copies  of  a  memorandum  dated  January  25,   1973  were  .distributed 
re  Submission  of  Application  to  Department  of  Housing  and  Urban  Developme;  t 
.  Central  Busipess  District  /  Bedford-West,    attached  to  which  were  copies  of  a 
Resolution,    and  Exhibit  A,   Description  of  Project. 

A  Resolution  entitled    "Resolution  of  the  Boston  Redevelopment 
Authority  Authorizing  the  Filing  of  a  Part  I  Loan  and  Grant  Application  for  the 
Central  Business  District/  Bedford-West  Project"  was  introduced,    read  and 
considered. 

On  motion  duly  made  and  seconded,   it  was  unanimously 

VOTED:  To  adopt  the  Resolution  as  read  and  considered. 

The  aforementioned  Resolution  is  filed  in  the  Document  Book  of  the 
Authority  as  Document  No. 


(3)  That  said  meeting  was  duly  convened  and  held  in  all  respects  in 
accordance  with  law,    and  to  the  extent  required  by  lav^,    due  and  proper  notice 

of  such  meeting  was  given;  that  a  legal  quorum  was  present  throughout  the  meet- 
ing, and  a  legally  sufficient  number  of  members  of  the  Authority  voted  in  a  proper 
manner  and  all  other  requirements  and  proceedings  ur.der  law  incident  to    the 
proper  adoption  or  the  passage  of  said  vote  have  been  duly  fulfilled,    carried  out 
and  otherwise  observed. 

(4)  That  the  Resolution 


to  which  this  certificate  ie  attached  is  in  substantially  the  form  as  that  presented 
to  said  meeting. 

(5)  That  if  an  impression  of  the  seal  has  been  affixed  below,    it  con- 
stitutes the  official  seal  of  the  Boston  Redevelopment  Authority  and  this  certificate 
is  hereby  executed  under  such  official  seal. 

(6)  That      Robert  T.   Kenney  is  the  Director 

of  this  Authority. 

(7)  That  the  undersigned  is  duly  authorized  to  execute  this  certificate. 

IN  WITNESS  WHEREOF  the  undersigned  has  hereunto  set  his  hand 
this  tv.ontv-sixth  tiay  of        J.muary .    19    73. 


LS 
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27-1030  REj,.  696-4538 

696-6067 

John  C.  Conley 

attorney  at  law 

Suite  426 

73  Tremont  St..  Boston.  Mass.  02ioa 


Boston  Redevelopment  Authority 

City  Hall 

One  City  Hall  Square 

Boston,  Massachusetts   02201 

Re :   Central  Business  District/Bedford-West  Application 
Boston,  Massachusetts 

Gentlemen: 

I  am  an  attorney- at- law  admitted  to  practice  in  the  Commonwealth  of 
Massachusetts.   As  counsel  for  the  Boston  Redevelopment  Authority 
in  the  above-identified  application,  ray  opinion,  including  certain 
factual  statements  requested  by  the  Department  of  Housing  and  Urban 
Developraent,  is  as  follows: 

1.  I  have  reviewed  the  Legal  Information  submitted  previously  on 
HUD  Form  HUD-6103B.   I  have  made  an  examination  of  applicable 
State  law  and  am  of  the  opinion  that  since  the  date  of  completion 
of  the  said  Legal  Information  form,  there  has  not  been  any 
court  decision  statutory  or  constitutional  enactment,  or  any 
revision  or  amendment  of  any  State  or  local  law  requiring  any 
change  or  supplementation  of  the  Legal  Information  submitted 
aforesaid,  and  that  the  said  Legal  Information  as  of  the  date 

of  this  opinion  is,  to  the  best  of  my  knowledge  and  belief, 
true  and  correct. 

2.  I  have  reviewed  the  Central  Business  District/Bedford-West 
Application,  dated  January,  1973,  and  approved  by  the  Local 
Public  Agency  on  January  25,  1973,  including  particularly 
the  data  and  information  relating  to  (a)  the  size  and 
character  of  the  Urban  Renev/al  Area  constituting  the  Program, 
(b)  the  proposed  Program,  (c)  the  activities  to  be  undertaken 

by  the  Local  Public  Agency  in  carrying  out  the  proposed 
Program,  and  (d)  the  proposed  method  of  financing  the 
Program. 
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To  the  best  of  my  knowledge,  there  is  no  pending  or  threatened 
litigation  of  any  kind  concerning  said  Program. 

I  am  of  the  opinion  that  the  Local  Public  Agency  has  been 
legally  created  and  is  a  duly  organized  and  acting  public  body 
having  the  legal  power  to  undertake,  carry  out,  and  finance  the 
Program  and  Program  activities  described  in  the  application 
in  the  manner  s^  forth  therein  after  completion  of  the 
following  actions: 

(a)  Approval  of  the  Boston  City  Council  and  the  Mayor; 

(b)  Execution  of  Cooperation  Agreement;  and 

(c)  Approval  by  the  Department  of  Community  Affairs. 

I  am  of  further  opinion,  on  the  basis  of  the  date  and  information 
submitted  in  support  of  the  application: 

(a)  That  the  proposed  urban  renewal  areas  constituting  the 
Program  meet  the  requirements  of  State  law,  particularly 
Section  48  of  Chapter  121B,  for  undertaking  the  proposed 
activities  and  carrying  out  the  proposed  Program  therein. 

(b)  That  the  proposed  urban  renewal  areas  constituting  the 
Program  are  within  the  meaning  of  Section  110(c)  of 
Title  I  of  the  Housing  Act  of  1949,  as  amended. 
Clearance  and  Redevelopment  Areas. 

(c)  That  the  Program  and  Program  activities  described 

in  the  application  are  consistent  with  the  Urban  Renewal 
Plans  which  have  been  prepared  for  the  urban  renewal 
areas  comprising  the  areas  covered  by  the  proposed 
Program. 

Very  truly  yours,      } 

t  &  O^^U  y 

John  C.  Conley       •/ 
Attorney  for  the  Boston 
Redevelopment  Authority 

City  Hall,  Boston,  Mass. 
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>7-1030  RES.  696-4538 

696-6067 

JOITISr  C.   CONLKY 

attorney  at  law 

Suite  426 

73  Tremont  St..  Boston.  Mass.  oaioe 


Mr.  M.  Daniel  Richardson,  Jr. 

Department  of  Housing  and  Urban  Development 

Area  Director 

Bulfinch  Building 

15  Nev\'  Chardon  Street 

Boston,  Massachusetts   02114 

Re:   Central  Business  District/Bedford  West  Urban  Renev;al  Plan 
Boston,  Massachusetts 

Dear  Sir: 

I  am  an  attorney-at-law  admitted  to  practice  in  the  Commonwealth 
of  Massachusetts.   As  counsel  for  the  Boston  Redevelopment  Authority 
(hereinafter  referred  to  as  the  "Local  Public  Agency")  in  the  above 
identified  project,  my  opinion,  including  factual  statements 
requested  by  the  Department  of  Housing  and  Urban  Development,  is 
as  follows: 

1.   I  have  examined  the  Urban  Renewal  Plan  prepared  by  the 
Boston  Redevelopment  Authority  relating  to  the  Central 
Business  District/Bedford-West  Urban  Renewal  Area  in  the 
City  of  Boston,  County  of  Suffolk,  Commonwealth  of 
Massachusetts,  (hereinafter  referred  to  as  the  "Plan"), 
which  Plan  is  more  specifically  ic^entified  as  follows: 

A  printed  document  dated  January,  1973,  entitled 
"Urban  Renewal  Plan  -  Central  Business  District/ 
Bedford-West,  consisting  of  18  pages  and  4  (maps) 
exhibits,  for  the  project  area  in  the  aforementioned 
project. 
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2.  The  Plan  in  form  and  substance  is  in  accord  with  applicable  law. 
The  Plan,  when  duly  approved  by  the  Mayor  and  Council  of  the  City 
of  Boston  and  by  the  Division  of  Urban  Renewal  of  the  Depart- 
ment of  Community  Affairs  of  the  Commonwealth  of  Massachusetts, 
will  be  a  valid  Plan,  meeting  all  the  requirements  of  State  and 
local  law  and  Title  I  of  the  Housing  Act  of  1949,  as  amended. 
The  Plan  is  reasonably  clear,  definite,  and  unambiguous  and 

does  not  provide  for  any  illegal  discriminatory  action  or 
illegal  preferential  action  or  requirement. 

3.  The  territorial  area  covered  by  the  plan  is  within  the 
territorial  jurisdiction  of  the  Local  Public  Agency  and  conforms 
to  all  legal  requirements  pertaining  to  the  eligibility  of  such 
area  for  the  above-identified  project;  and  such  area  under  State 
and  local  law  is  legally  eligible  and  appropriate  for  the 
redevelopment,  conservation,  and  rehabilitation  activities 
contemplated  under  the  Plan. 

4.  (a)   The  Plan  includes  all  the  provisions,  drav^ings,  maps, 

documents,  and  other  items  required  to  be  included  pursuant 
to  State  or  local  law  and  the  applicable  requirements  of 
Section  110 (b)  of  said  Housing  Act. 

(b)  The  Plan  includes  appropriate  provisions  describing  the 
real  property  which  the  Local  Public  Agency  is  to  acquire 
and  includes  appropriate  provisions  for  the  imposition  of 
the  controls  and  other  requirements  of  the  Plan  upon  all 
the  real  property  in  the  project  area  described  in  the 
Plan. 

(c)  The  Plan  is  sufficiently  complete  to  permit  a  determination 
to  be  made  as  to  whether  it  conforms  to  the  general  plan 

of  the  community  as  a  whole  and  to  indicate  its  relation- 
ship to  definite  local  objectives  respecting  appropriate 
land  uses,  improved  traffic,  improved  public  transportation, 

improved  recreational  and  community  facilities  in  Boston. 

} 

(d)  The  provisions  in  the  Plan  respecting  land  uses,  building 
requirements  and  densities,  land  coverage,  and  other 
features  in  the  Plan  are  in  accord  with  State  and  local 
law  and  the  requirements  of  Section  110 (b)  of  said  Housing 
Act. 


-  3  - 
Central  Business  District/Bedford-V7est  Urban  Renewal  Plan 


(e)  The  provisions  in  the  Plan  for  the  vacation  and  dedication 
of  streets,  parkways,  and  other  public  ways  and  for  changes 
in  zoning  or  building  codes  and  regulations  are  in  accord 
with  State  and  local  law,  and  the  controls  of  the  Plan 
respecting  the  future  use  of  the  project  area  described 
therein  are  reasonably  clear  and  legally  effective. 

(f)  The  provisions  in  the  Plan  respecting  the  period  of 
duration  of  the  Plan  and  the  future  changes  in  the  Plan  are 
legally  adequate. 

To  my  knowledge  there  is  no  pending  or  threatened  litigation 
of  any  kind  concerning  the  Plan. 

Yours  truly. 


Jphn  C.  Conley  ' 
Genera  1  Counsel 


RESOLUTION  OF  THE  BOSTON  REDEVELOPMENT  AUTHORITY 
APPROVING  T]-1E  URE/avT  RENEWAL  PLAN  AND  THE 
CONDITIONS  D"NDER  \\HICFI  RELOCATION  PAYMENTS  V7ILL 
BE  FJ\DE    FOR  THE  CENTI^"\L  BUSINESS  DISTRICT/ 
BEDFORD-VrCST  URBAN  RENEV7AL  PROJECT 


V7HEREAS,  in  connection  with  an  application  of  the 
Boston  Redevelopment  Authority  (hereinafter  called  the 

"Authority")  to  the  Department  of  Housing  and  Urban 
Development  (hereinafter  called  "HUD"),  for  financial 
assistance  under  Title  I  of  the  Housing  Act  of  1949,  as 
amended,  the  approval  by  the  7i,uthority  of  an  Urban  Renev;al 
Plan  for  the  project  area  involved  in  such  application 

(such  area  being  defined  in  said  Plan  text)  is  required 
by  the  Federal-  Goverrmient  before  it  v;ill  enter  into  a 
contract  for  loan  and  grant  v;ith  the  Authority  under 
said  Title  I ; 

WHEREAS,  the  rules  and  regulations  prescribed  by  HUD 
pursuant  to  Title  I  require  that  the  conditions  under  which 
the  Authority  v;ill  make  relocation  pa;^nnents  in  connection 
Vv'ith  the  Urban  Renewal  Project  contemplated  by  the  application 
and  the  schedule  of  average  annual  gross  rentals  for 
standard  housing  in  the  locality  to  be  used  fcs:  determining 
the  amounts  of  relocation  adjustment  payments  to  be  made 
in  connection  with  such  Project; 

V7HEREAS,  there  was  presented  to  this  meeting  of  the 
Authority,  for  its  consideration  and  approval,  a  copy  of 
an  Urban  Renewal  Plan  for  the  Project  Area,  dated  January, 
1973,  which  plan  is  entitled  "Central  Business  District/ 
Bedford-West  Urban  Renewal  Plan"  and  consists  of  a  title 
page,  a  table  of  contents  of  two  pages,  18  pages  of  text, 
and  four  m.aps  which  are  attached  thereto  and  certified  by 
the  Secretary  of  the  Authority  to  be  part  of  such  Plan; 

^VHEiySAS,  there  was  also  presented  a  set  of  conditions 
under  which  the  Authority  v;ill  make  relocation  payments, 
which  set  of  conditions  is  set  forth  in  the  Relocation 
Program  set  forth  in  Code  No.  R-223  of  the  Part  1:   Final 
Project  Report  for  the  Central  Business  District/Bedford- 
West  Urban  Renewal  Project  presented  to  this  meeting; 
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WHEREAS,  the  Urban  Rc)iov;al  Plan  and  the  conditions 
under  which  the  Authority  v-.'ill  make  relocation  payments 
were  revievved  and  considered  at  this  meeting; 

MIEREAS,  the  Authority.,  pursuant  to  Cliapter  652  of 
the  Acts  of  1960,  has  been  granted  the  pov;ers  and  shall 
perform  the  duties  conferred  on  planning  boards  of  cities 
in  Massachusetts  by  general  lav;s  applicable  to  Boston, 
including  Section  70  of  Chapter  41  of  the  Massachusetts 
Gene3-"a  1  Laws,  and  has  also  been  granted  the  powers  and 
shall  perform  the  duties  conferred  or  imposed  by  statute 
or  ordinance  on  the  former  City  of  Boston  Planning  Board; 

WHEREAS,  the  Urban  Renewal  Plan  has  been  reviewed 
for  conformity  v;ith  the  "1965-1975  General  Plan  for  the 
City  of  Boston  and  the  Regional  Core"  (hereinafter  called 
the  "general  plan"),  which  v;as  duly  approv^ed  by  the 
Authority  at  its  meeting  on  March  11,  1965,  and  for 
consistency  v;ith  local  objectives  respecting  appropriate 
land  uses,  improved  traffic,  public  transportation, 
public  utilities,  recreational  and  coiranunity  facilities, 
and  other  public  improvements;  and 

WHEREAS,  Title  VI  of  the  Civil  Rights  Act  of  1964, 
and  the  regulations  of  HUD  effectuating  that  Title,  provide 
that  no  person  shall,  on  the  ground  of  race,  color,  or 
national  origin,  be  excluded  from  participation  in,  be 
denied  the  benefits  of,  or  be  subjected  to  discrimination 
in  the  undertaking  and  carrying  out  of  urban  renewal 
projects  assisted  under  Title  I  of  the  Housing  Act  of 
1949,  as  amended; 

NOW,  THEP.EFORE,  it  is  hereby  RESOLVED: 

(1)  That  the  aforesaid  conditions  under  which  the 
Authority  v;ill  make  relocation  payments  are  hereby  in  all 
respects  approved; 

(2)  That  the  Urban  Renewal  Plan  is  based  upon  a 
local  survey,  conforms  to  the  comprehensive  plan  for  the 
locality  as  a  v;hole  and  to  the  v;orkable  program  for  community 
improvements,  and  is  consistent  v;ith  the  aforesaid  local 
objectives  of  the  community; 

(3)  That  the  Central  Business  District/Bedf ord-Wost 
Urban  Renewal  Plan  is  hereby  in  all  respects  approved: 
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(4)  Thcit  it  is  hereby  found  and  determined  that 

the  objectives  of  the  Urban  Renev.'al  Plan  cannot  be  achieved 
through  more  extensive  rehabilitation  of  the  Project  Area; 

(5)  Tliat  the  Secretary  of  the  Authority  is  hereby 
authorized  to  reproduce  the  4  maps  which  are  a  part  of  said 
Plan,  and  upon  appropriate  certification  thereof  by  the 
Secretary,  to  file  the  Urban  Renewal  Plan,  consisting  of 
the  aforesaid  title  page,  table  of  contents,  18  pages 

of  text  and  the  4  maps  v.'hich  are  reproduced  as  aforesaid, 
with  the  minutes  of  this  meeting  and  in  appropriate 
recording  offices,  and  such  Urban  Renev;al  Plan,  with  the 
certification  of  the  Secretary  inscribed  thereon,  shall  be 
conclusively  deemed  to  be  the  official  Urban  Renewal  Plan 
of  the  Authority  for  the  Central  Business  District/Bedford- 
West  Urban  Renewal  Project;  and 

(6)  1*hat  the  United  States  of  America  and  the  Secretary 
of  Housing  and  Urban  Development  be,  and  they  hereby  are, 
assured  of  full  compliance  by  the  Authority  with  regulations 
of  HUD  effectuating  Title  VI  of  the  Civil  Rights  Act  of 

1964. 

(7)  niat  all  feasible  measures  have  been  taken  to  avoid 
or  minimize  damage  to  the  environment. 


CERTIFICATE  OF  VOTE 
The  undersigned  hereby  certifies  as  follows: 

(1)  That  he  is  the  duly  qualified  and  acting  Secretary  of  the  Boston 
Redevelopment  Authority,  hereinafter  called  the  Authority,  and  the  keeper  of 
the  records,    including  the  journal  of  proceedings  of  the  Authority. 

(2)  Th-at  the  following  is  a  true  and  correct  copy  of  a  vote  as  finally 

adopted  at  a  meeting  of  the  Authority  held  on  February  8.    1973    

and  duly  recorded  in  this  office: 


A  Resolution  entitled  "Resolution  of  the  Boston  Redevelopment 
Authority  Approving  the  Urban  Renewal  Plan  and  the  Conditions  under 
Which  Relocation  Payments  Will  be  Made  for  the  Central  Business  District/ 
Bedford-West  Urban  Renewal  Project"  was  introduced,    read  and  considered. 
On  motion  duly  made  and  seconded,   it  was  unanimously 
VOTED:  to  adopt  the  Resolution  as  read  and  considered. 


(3)  That  said  meeting  was  duly  convened  and  held  in  all  respects  in 
accordance  with  law,    and  to  the  extent  required  by  law,    due  and  proper  notice 

of  such  meeting  was  given;  that  a  legal  quorum  was  present  throughout  the  meet- 
ing, and  a  legally  sufficient  number  of  members  of  the  Authority  voted  in  a  proper 
manner  and  all  other  requirements  and  proceedings  under  law  incident  to    the 
proper  adoption  or  the  passage  of  said  vote  have  been  duly  fulfilled,    carried  out 
and  otherwise  observed. 

(4)  That  the  Resolution 


to  which  this  certificate  is  attached  is  in  substantially  the  form  as  that  presented 
to  said  meeting. 

(5)  That  if  an  impression  of  the  seal  has  been  affixed  below,    it  con- 
stitutes the  official  seal  of  the  Boston  Redevelopment  Authority  and  this  certificate 
is  hereby  executed  under  such  official  seal. 

(6)  That       Robert  T.   Kenney        is  the Director 

of  this  Authority. 

(7)  That  the  undersigned  is  duly  authorized  to  execute  this  certificate. 
IN  WITNESS  WHEREOF  the  undersigned  has  hereunto  set  his  hand 

this  tNvelfth day  of         February ,    19J72.- 

BOSTON\REDEVELOPMENT,  AUTHORITY 
LS 


ON\REDEVELOPMENT  AUTHORIT 


By 

Secretary/     / 


APPLICATION  FOR  LOAN  AND  GRANT  BINDER  NO, 

PART  I :   FINAL  PROJECT  REPORT 
PROJECT  NO.  MASS.  R- 


CBD   -  Bedford-West  Urban  Renev/al  Area         SUBMISSION  DATE: 
Boston  Redevelopment  Authority- 
Boston,  Massachusetts 


LEGAL  DATA        Text  of  Notice  of  Public     CODE  NO.  R-231(2) (c) 

Hearing  and  Statement 
Concerning  Its  Publication 


NOTICE  OF  PUBLIC  HEARING 
CENTRAL  BUSINESS  DISTRICT/BEDF0RD-V7EST 
URBAN  RENEWAL  AREA 
BOSTON  CITY  COUNCIL 


Notice  is  hereby  given  that  the  Committee  on  Urban  Renewal  of 
the  Boston  City  Council  will  hold  a  public  hearing  at  the  City 
Council  Chamber,  City  Hall,  Boston,  Massachusetts,  on 
1973,  at 


PURPOSES  OF  THE 
PIBLIC  HEARING 

The  purposes  of  the  public  hearing  are  the  following: 

(1)  To  consider  a  proposal  for  the  undertaking  of  an  Urban 
Renewal  Project  by  the  Boston  Redevelopment  Authority  in  the  Project 
Area  located  in  that  part  of  the  City  of  Boston  known  as  the  Central 
Business  District,  in  accordance  with  the  proposed  Urban  Renewal 
Plan  for  the  Project  Area  under  the  provisions  of  the  Federal 
Housing  Act  of  1949,  as  amended,  and  Chapter  121B  of  the  Massa- 
chusetts General  Laws  with  Federal,  State,  and  City  financial 
assistance;  ^ 

i 

(2)  To  consider  the  plan  for  the  acquisition  of  land  and  the 
demolition  or  removal  of  buildings  and  improvements  in  the  Project 
Area; 
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(3)  To  consider  the  public  improvements  proposed  to  be  under- 
taken, including  the  constructicn  ,  reconstruction,  alteration,  and 
repair  of  streets,  utilities,  and  parks. 

(4)  To  consider  the  plan  for  making  land  available  for 
development  or  redevelopment  by  private  enterprise  or  public 
agencies  as  authorized  by  law; 

(5)  To  consider  the  plan  for  a  program  of  repair  and  rehabili- 
tation of  buildings  or  other  improvements  in  the  Project  Area; 

(5)   To  consider  the  Relocation  Program  for  the  Project  Area, 
which  will  be  open  for  discussion,  and  available  for  examination 
at  the  hearing;  and 

(7)  To  afford  a  reasonable  opportunity  to  all  persons, 
including  representatives  of  organizations,  to  appear  and  to 
present  their  view  with  respect  to  the  Project. 

INFORMATION  AVAILABLE 
FOR  PUBLIC  EXAMINATION 

The  Urbr.n  Renev;al  Plan  containing  maps  of  the  Project  Area  and 
the  Relocation  Program  are  on  display  and  available  at  the  offices 
of  the  City  Clerk  of  the  City  of  Boston. 


PROJECT  AREA  DESCRIPTION 

The  Central  Business  District/Bedford-West  Urban  Renewal 
Project  Area  is  described  below;  it  is  within  this  area  that  the 
public  improvements  and  other  developments  proposed  under  the  Urban 
Renewal  Plan  would  be  undertaken. 


PERIMETER  BOUNDARIES 

That  certain  tract  of  land  situated  in  the  City  of  Boston, 
County  of  Suffolk,  Commonwealth  of  Massachusetts,  and  bounded 
generally  as  follows: 

Beginning  at  the  intersection  of  the  easterly  sideline  of 
Washington  Street  and  the  northerly  sideline  of  Bedford  Street; 

Thence  running  in  a  generally  easterly  direction  along  said 
northerly  sideline  of  Bedford  Street  to  a  point,  said  point 
being  the  intersection  of  the  northerly  sideline  of  Bedford 
Street  and  the  easterly  sideline  of  Harrison  Avenue  Extension 
extended  thereto; 
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Thence  turning  and  running  in  a  generally  southerly- 
direction  along  said  easterly  sideline  of  Harrison  Avenue 
Extension  to  a  point,  said  point  being  the  intersection  of 
the  easterly  sideline  of  Harrison  Avenue  Extension  and  the 
southerly  sideline  of  Exeter  Place; 

Thence  turning  and  running  in  a  generally  northwesterly 
direction  across  Harrison  Avenue  Extension  to  a  point,  said 
point  being  the  intersection  of  the  southerly  sideline  of 
Norfolk  Place  and  the  westerly  sideline  of  Harrison  Avenue 
Extension; 

Thence  turning  and  running  in  a  generally  westerly 
direction  along  said  southerly  sideline  of  Norfolk  Place  to  a 
point,  said  point  being  the  intersection  of  the  westerly  side- 
line of  Washington  Street  and  the  southerly  sideline  of 
Norfolk  Place  extended  thereto; 

Thence  turning  and  running  in  a  generally  northerly 
direction  along  said  westerly  sideline  of  Washington  Street 
to  a  point,  said  point  being  the  intersection  of  said  westerly 
sideline  of  Washington  Street  and  the  northerly  sideline  of 
West  Street; 

Thence  turning  and  running  in  a  generally  easterly  direction 
across  Washington  Street  to  the  point  of  beginning,  said  point 
being  the  intersection  of  the  easterly  sideline  of  Washington 
Street  and  the  northerly  sideline  of  Bedford  Street. 


STATEMENT  CONCERNING  PUBLICATION  OF  HEARING 

A  notice  in  substantially  the  form  of  the  foregoing 
notice  shall  be  published  at  least  once  a  week  for  not  less 
than  two  successive  weeks  immediately  prior  to  the  date  of  the 
City  Council  public  h?aring,  in  at  least  one  newspaper  of 
general  circulation  of  Boston.   The  first  publication  will  be 
not  less  than  ten  days  prior  to  the  date  of  the  hearing, 
inclusive  of  the  date  of  publication  but  exclusive  of  the  date 
of  hearing. 
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APPLICATION   FOR  LOAN  AND  GRANT  BINDER  NO. 

PART   I:      FINAL   PROJECT  REPORT 
PROJECT  NO.   MASS.    R- 


CBD  -  Bedford-West  Urban  Renewal  Area  SUBMISSION  DATE: 

Boston  Redevelopment  Authority 


Boston,  Massachusetts 


LEGAL   DATA  Citation  of  Law  Concerning  Code  No.    R-231(3) 

Ad  Valorem  or  Payments  in 
Lieu  of  Taxes 


Attached  is   a  letter  from  the  General   Counsel  of  the  Boston  Redevelopment 
Authority  concerning  payments   in  lieu  of  taxes. 
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27-1030  RES.  696-4538 

696-6067 

JOITN   C.   CONLBY 

attorney  at  law 

Suite  426 

73  Tremont  St..  Boston.  Mass.  02100 


Boston  Redevelopment  Authority- 
City  Hall 

One  City  Hall  Square 
Boston,  Massachusetts 


Re:   Central  Business  District/Bedford-West 

Urban  Renewal  Area 
Project  No.  Mass.  R- 


Gentlemen: 


Section  12  of  Chapter  79  of  the  Massachusetts  General  Laws  states 
in  part,  as  follows: 

"...Whenever  the  title  or  interest  taken 
is  such  that  the  property  will  be  exempt 
from  taxation  so  long  as  it  is  held  and 
used  for  the  purposes  for  which  it  is 
taken,  the  damages  for  the  taking  shall 
include  an  amount  separately  determined 
and  stated  which  shall  be  estimated  to 
be  equal  to  that  portion  of  the  tax 
assessed  upon  the  property  in  the  year 
it  is  taken  which,  if  the  tax  were 
apportioned  pro  rata  according  to  the 
number  of  days  each  year,  would  be  allocable 
to  the  days  ensuing  after  the  taking. " 

Accordingly,  it  is  mandatory  that  the  Authority  pay  taxes  on  any 
taxable  property  from  the  date  of  the  taking  to  the  end  of  the 
year  in  which  the  taking  was  made.  | 
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Your  attention  is  also  directed  to  Section  16  of  Chapter  121B  of 
the  Massachusetts  General  Laws,  an  extract  of  which  is  attached 
hereto.   You  will  recall  previous  discussions  with  the  Housing 
and  Home  Finance  Agency  concerning  the  scope  and  effect  of  this 
section. 

Very  truly  yours, 

John  C.  ConleV 
General  Counsel 

attachment 


EXCERPT 

MASSACHUSETTS  GENERAL  LAWS  (TER.ED.) 

CHAPTER  121B 
SECTION  16 


Section  16.   The  real  estate  and  tangible  personal  property  of  an 
operating  agency  including  houses  constructed  by  a  housing  authority 
on  private  land  in  rural  areas  under  the  provisions  of  section 
twenty-seven  shall  be  deemed  to  be  public  property  used  for  essential 
public  and  governmental  purposes  and  shall  be  exempt  from  taxation 
and  from  bettermer  ts  and  special  assessments;  provided,  that  in 
lieu  of  such  taxes,  bettermenets  and  special  assessments,  a  city 
or  town  in  which  an  operating  agency  holds  real  estate  used  or  to 
be  used  in  connection  with  such  a  project  may  determine  a  sum  to 
be  paid  to  the  city  or  town  annually  in  any  year  or  period  of  years, 
such  sum  to  be  in  any  year  not  in  excess  of  the  amount  that  would 
be  levied  at  the  current  tax  rate  upon  the  average  of  the  assessed 
value  of  such  real  estate,  including  buildings  and  other  structures, 
for  the  three  years  preceding  the  year  of  acquisition  thereof,  the 
valuation  for  each  year  being  reduced  by  all  abatements  thereon. 

Such  a  city  or  town  may,  however,  agree  with  such  an  operating  agency 
upon  the  payments  to  be  made  to  the  city  or  town  as  herein  provided 
or  such  agency  may  make  and  such  city  or  tov;n  may  accept  such 
payments,  the  amount  of  which  shall  not  in  either  case  be  subject  to 
the  foregoing  limitation.   The  last  paragraph  of  section  six  and  all 
of  section  seven  of  chapter  fifty-nine  shall,  so  far  as  apt,  be 
applicable  to  pa^nnents  under  this  section. 

Nothing  in  this  chapter  shall  be  construed  to  prevent  the  taxation 
to  the  same  extent  and  in  the  same  manner  as  other  real  estate  is 
taxed,  of  real  estate  acquired  by  an  operating  agency  for  an  urban 
renewal  project  and  sold  by  it,  or  of  the  leasehold  interests  and 
buildings  and  other  structures  belonging  to  private  individuals  or 
corporations  on  land  acquired  by  it;  provided,  however,  that  real 
estate  so  acquired  by  an  operating  agency  and  sold  or  leased  to  an 
urban  redevelopment  corporation  or  other  entity  operating  under 
chapter  one  hundred  and  twenty-one  A,  or  to  an  insurance  company 
or  savings  bank  or  group  of  savings  banks  operating  under  said 
chapter,  shall  be  taxed  as  provided  in  said  chapter  and  not 
otherwise. 
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BINDER  NO, 


CBD  -  Bedford-West  Urban  Renewal   Area 
Boston   Redevelopment  Authority 
Boston,  Massachusetts 


SUBMISSION  DATE: 


LEGAL  DATA 


Rent  Supplementation  Program 


Code  No.   R-231(4) 


No  rent  supplementation  program  for  displaced  site  occupants  is  presently 
proposed. 


LOAN   AND   GRANT 
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